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CITY  AND  COUNTY  OF  SAN  FRANCISCO 

DEPARTMENT  OF  CITY  PLANNING 
100  Larkin  Street  Civic  Center 


January  18,  IS 6 8 

The  Honorable  Joseph  L.  Alioto,  Mayor 
The  Board  of  Supervisors 
Mr,  Nathan  B.  Cooper,  Controller 
Officers,  Boards  and  Commissions 

Gentlemen: 

The  City  Planning  Commission,  pursuant  to  Section  6S .  1  of  the  Charter,  submits  herewith  the  twentieth  annual  capital 
improvement  progrgm_re£prt^for  the  City  and  County  of  San  Francisco. 


All  projects  proposed  for  the  six-year  fiscal  period  1968-59  through  1973-74  were  reviewed  by  the  City  Planning  Com- 
mission at  special  meetings  on  December  13,  1967  and  January  5,  1968  for  conformity  to  the  Master  Plan  and  for 
assignment  of  general  priority  ratings.   Cost  estimates  and  the  proposed  source  of  funds  for  each  project  are  shown  as 
submitted  by  the  various  City  departments  and  agencies.   Policy  recommendations  by  the  PlanningCommission  are 
noted  in  capitalized  form. 

The  present  schedules  of  recommended  capital  improvements  complete  a  process  of  transition  in  format  for  reporting  the 
six-year  program  with  project  entries  for  each  of  the  six  fiscal  years.  In  the  future  it  is  expected  that  individual  proj- 
ects will  be  resubmitted  and  reported  with  greater  detail  as  they  approach  the  first  year  of  the  program,  which  is  always 
the  ensuing  budget  year.   The  selection  of  appropriate  general  priority  ratings  will  of  course  be  affected  by  the  availa- 
bility of  more  complete  data  for  the  various  projects  upon  resubmission. 

A  table  summarizing  aggregate  project  costs  for  each  of  the  six  fiscal  years  with  the  proposed  sources  of  financing  will 
be  found  on  page    iv    ,  and  a  cumulative  list  of  bond  propositions  to  be  submitted  to  the  electorate  appears  on  page  viii 

The  Planning  Commission  wishes  to  thank  all  City  departments  and  agencies  for  their  cooperation  and  assistance  in  the 
preparation  of  this  report. 


William  M.  Brinton,  President 
City  Planning  Commission 
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Introduction 


Pursuant  to  Section  69.1  of  the  Charter,  this  report  con- 
stitutes the  City  Planning  Commission's  recommended  Capital 
Improvement  Program  for  1S68-69  through  1S73-74. 

The  Commission's  Six-year  Capital  Improvement  Program 
will  be  used  by  the  Capital  Improvement  Advisory  Committee 
(CLAC)  to  formulate  a  specific  priority  program  for  the  ensuing 
budget  year,  which  will  be  submitted  on  March  15  to  the  Mayor 
and  to  the  Board  of  Supervisors  for  consideration  and  implemen- 
tation through  the  annual  appropriation  ordinance.  Cn  June  1, 
again  guided  by  the  City  Planning  Commission's  recommen- 
dation, the  CIAC  will  present  to  the  Board  of  Supervisors  a 
capital  improvement  program  and  suggested  financing  plan  for 
the  subsequent  five  years.   The  Board  of  Supervisors  will,  after 
modifications,  additions  or  deletions,  adopt  a  five-year  capi- 
tal improvement  program  and  financing  plan  on  July  15. 

A  new  conception  of  capital  improvement  programming  has 
been  emerging  in  San  Francisco  in  recent  years.    While  this 
report  represents  the  twentieth  annual  capital  improvement 
schedule  prepared  by  the  Department  of  City  Planning,  it  is  the 
first  to  articulate  a  full  six-year  program.  Ordinance  139-66, 
adopted  two  years  ago,  provided  the  basis  for  this  new  and 
strengthened  approach  to  programming.     I-,ast  year,  the  staff 
developed  new  procedures  to  implement  the  Ordinance.  The 
City  Planning  Commission's  function  was  enlarged  from  review 
of  projects  for  Master  Plan  conformity  to  include  the  assign- 
ment of  igeneral  priorities  to  each  project.        The  continuing 
nature  oi  capital  improvement  programming  was  demonstrated 
through  tthe  successive  reviews  by  the  Commission,  the  Capital 
Improvement  Advisory  Committee,  the  Mayor  and  the  Board  of 
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Supervisors.   The  form  of  the  final  report  for  1967-68  through 
1972-73  emphasized  fiscal  years  rather  than  departmental  sub- 
missions.  Perhaps  most  significantly,  the  Board  of  Supervisors 
adopted  not  only  a  program  for  the  current  budget  year,  but,  for 
the  first  time,  approved  in  concept  a  recommended  schedule  for 
the  succeeding  five-year  period. 

If  the  previous  capital  improvement  cycle  was  appropri- 
ately characterized  as  "transitional" ,  this  will  be  one  of  fur- 
ther refinement.   Unlike  last  year  when  submitting  departments 
were  allowed  to  lump  the  last  three  years  of  the  schedule  into 
single  cost  estimates ,  cost  data  is  presented  for  each  of  the 
Program's  six  years.  A  significant  effort  has  been  made  to  limit 
the  recommended  dollar  volume  for  each  year  to  realistic  amounts . 
Particular  attention  has  been  directed  to  the  ad  valorem  tax 
source.   The  basis  of  this  effort  is  the  approximately  $5  million 
per  annum  ad  valorem  expenditures  approved  in  concept  by  the 
Board  of  Supervisors , 

A  necessary  concomitant  to  the  increased  importance  be- 
ing given  to  capital  improvement  programming  is  intensified 
liaison  with  the  various  submitting  departments  and  agencies. 
During  the  year,  the  staff  toured  several  of  the  City's  major 
facilities  and  will  continue  to  use  this  method  of  developing  a 
better  understanding  of  the  operations  and  responsibilities  of 
various  departments.  Again  based  on  the  conceptual  program 
approved  by  the  Board  of  Supervisors,  the  staff  reviewed  and 
analyzed  individual  projects  during  November  and  December , 
1967.   In  an  effort  to  develop  a  balanced  and  financially  feasi- 
ble program,  many  projects  were  shifted  to  later  fiscal  years. 
However,  any  changes  in  a  department's  submitted  program 
were  reviewed  with  that  agency  prior  to  the  City  Planning  Com- 
mission's consideration. 
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l\  total  of  6S6  projects  was  submitted  by  thirty-one  City 
departments  and  agencies  for  review  by  the  City  Planning  Com- 
mission.  The  Commission  recommended  657  for  inclusion  in 
the  six-year  program.   The  nine  deferred  projects  will  be  subject 
to  further  analysis  and  possible  inclusion  in  the  capital  improve- 
ment program  for  1S59-70  through  1974-75.   The  total  cost  of  the 
recommended  657  projects  is  estimated  at  $727,1  million.  For 
the  forthcoming  1968-69  fiscal  year,  2  88  items  having  an  esti- 
mated cost  of  $166.5  million  are  recommended. 


Projects  to  be  financed  from  the  previously  voter-approved 
1964  School  Bond  and  the  1967  Airport  Bond  are  not  reflected  in 
the  six-year  program  but  are  shown  on  page  vi  ,  schedule 
of  proposed  bonds  is  shown  on  page  viii  ,  Items  submitted  by 
the  Housing  and  Parking  Authority  are  listed  in  the  "Special 
Agencies"  section  of  this  report. 

The  following  table  presents  proposed  sources  of  financing 
according  to  recommended  fiscal  years. 


FISCAL  SUMMARY 
CAPITAL  IMPROVEMENT  PROGRAM  1968-69  THROUGH  1973-74 
(cost  in  thousands  of  dollars) 


TOTAL  COST  OF  PROJECTS 

AD  VALOREM  TAXES 

GAS  TAXES  AND  ROAD  FUND 

REVENUES 

PROPOSED  BONDS 

APPROVED  BONDS 

OTHER  SOURCES 


1968-59 

1969-70 

1970-71 

1971-72 

1972-73 

1973-74 

TOTALS 

166,476,1 

104,402.8 

180,522.7 

98,984.5 

106,429.7 

70,268.1 

727,083,9 

10,203,1 
7,227,8 
13,478.3 
111,020.0 
12,450.0 
12,088.9 

8,453,2 
10,385,5 
14,952,0 
19,647.5 
37,867.5 
13,097.0 

8,227.5 
5,090.2 
11,149.0 
152,344.7 
3,711.3 

7,519.8 
8,567.2 
10,972.0 
70,669.5 
1,131.0 
125.0 

7,664.0 
6,050.7 
9,522.0 
81,218.0 

1,975.0 

5,387.3 
21,106.3 

8,028.0 
34,471.5 

1,275.0 

47,454.9 
58,427.8 
68,101.3 
469,371.2 
55,167.8 
28,560.9 

Reconstruction  and  replacement  items  account  for  almost 
one-half  of  the  657  projects  reviewed.   The  largest  single  item  in 
this  category  is  the  $18.2  million  requested  from  ad  valorem  taxes 
to  replace  the  Municipal  Railway's  fleet  of  motor  coaches.  Of 
the  more  than  300  remaining  projects,  classified  as  capital  improve- 
ments, a  substantial  majority  are  for  modernization. 


It  is  obvious  that  the  creation  of  a  viable,  long-range  capital 
improvement  program  is  seriously  hampered  by  the  pressing  needs 
for  reconstruction,  replacement  and  modernization  of  the  City  s 
existing  physical  plant.  Until  this  problem  of  deferred  mainten- 
ance is  alleviated  through  the  expenditure  of  large  sums,  San  f  ran- 
cisco  must  limit  its  response  to  the  urgent  needs  of  both  the  present 
and  the  future. 


TOKM  CF  THE  REPORT 


The  City  Planning  Commission's  recommended  Capital 
Improvement  Program  for  1968-69  through  1973-74  is  organ- 
ized by  fiscal  year,  A  summary  sheet  listing  the  cost  of 
projects  according  to  source  of  funds  precedes  each  fiscal 
year's  schedule.   Following  this  summary ^  project  notes  pro- 
viding detailed  information  are  inserted  where  applicable. 
The  recommended  program  for  each  of  the  annual  increments 
is  divided  into  two  parts.   The  first  section,  entitled  "Proj- 
ects Previously  Reviewed" ,  includes  those  items  which  were 
considered  by  the  City  Planning  Commission  in  previous  pro- 
grams. A  second  category,  "Projects  Reviewed  1968-69", 
lists  those  projects  either  submitted  for  the  first  time  or 
those  which  have  substantially  changed  in  scope. 


RECOMMENDATIONS 

As  part  of  the  continuing  attempt  to  refine  capital  im- 
provement programming,  certain  procedural  changes  seem 
desirable.   These  include: 

1.      Review  of  regular  reconstruction  and  replacement  items 
should  be  made  administratively  by  the  staff  of  the 
Department  of  City  Planning,  Any  item  raising  a  policy 
question  v/ould  still  be  brought  to  the  attention  of  the 
City  Planning  Commission.  Administrative  review 
should  also  extend  to  those  capital  improvement  items 
which  do  not  affect  the  Master  Plan.   The  Commission's 
annual  January  20  report  should  continue  to  list  all 
project's  in  these  two  categories. 
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2.  The  general  priority  ratings  assigned  by  the  City  Planning 
Commission  should  be  re-evaluated .  A  wider  distribution 
of  ratings  would  enable  the  priority  system  to  function 
more  properly.   Use  of  the  "essential"  category  should  be 
restricted;  broader  application  should  be  made  particularly 
of  the  "desirable"  and  "acceptable"  ratings. 

3,  Major  new  capital  improvements  proposed  by  a  department 
should  be  considered  by  the  City  Planning  Commission  in 
advance  of  the  year-end  review  of  the  total  six-year  program . 


CONCLUSION 

It  should  be  emphasized  that  this  recommended  program 
represents  the  first  attempt  to  formulate  a  full  six-year  schedule 
of  capital  improvements.  Cost  estimates  shown  for  projects  in 
the  later  years  are  especially  subject  to  revision  as  they  move 
toward  the  budget  year.  The  program  recommended  for  the  sub- 
sequent five-year  period  will  undoubtedly  be  further  modified 
because  new  projects  will  be  submitted  to  the  City  Planning 
Commission  for  incorporation  into  the  present  schedule.  To 
a  certain  extent  this  situation  is  a  healthy  reflection  of  the  City's 
changing  needs . 

The  limited  financial  resources  of  the  City  must  be  effec- 
tively utilized.  Through  careful  departmental  liaison,  contin- 
uing project  review,  meaningful  priority  assignments,  coordin- 
ation of  inter-related  proposals  and  application  of  thoughtfully 
conceived  policy,  the  capital  improvement  program  can  effectively 
marshal  the  City's  resources  to  meet  its  needs. 


APPROVED  BONDS 
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The  following  two  approved  bonds,  while  not  shown  in  the  1968-69 
through  1S73-74  Capital  Improvement  Program  schedules,  propose  the 
construction  of  major  City  improvements  during  the  six-year  period . 

SCHOOL  BOND 

The  School  Bond  was  approved  by  the  electorate  in  November,  1964 
for  $31,464,500. 

Expended  or  Allocated  Proposed 


Burnett  Elementary 

$  739,000 

City  College,  laboratory 

$  941,078 

Diamond  Heights  Elementary 

974,900 

and  classrooms 

El  Dorado  Elementary 

725 ,000 

Diamond  Heights  High 

6,900  ,000 

D  sill      O  /^T  T/^  V»/^             1  ^  rY^  ^        4"  ^  l*t  T 

raui  Kevere  ijiementciry 

D , ^  u  u 

VlSlLaOlOn  Valley  JUIllUi  niyii 

City  College ,  Educational 

Bret  Harte  Elementary 

485,480 

Services  Building 

1,160,222 

Cabrillo  Elementary 

1,104,000 

Buena  Vista  Elementary 

878,000 

Grattan  Elementary 

1,192,500 

Modernization  of  schools 

3,413,000 

Potrero  Junior  High 

3,339,500 

Total 

$8,716,322 

Total 

$17,335,808 

Recapitulation 

Expended  or  Allocated 

$  8,716,322 

Proposed 

L7, 335, 808 

Subtotal 

26,052,130 

Architect  Fees,  Inspection,  Filing 

Fees,  Furniture 

3,745,140 

Subtotal 

29,797,270 

Unallocated  Balance 

1,667,230 

TOTAL  APPROVED  BOND 

$31,464,500 

vii. 


AIRPORT  BOND 

The  Airport  Bond  was  approved  by  the  electorate  in  November, 
1957,  for  $9  8,000,000.   Projects  noted  with  an  asterisk  {*) 
will  be  financed  in  part  through  airport  revenues. 


1. 

Utilities  improvements 

850,000* 

15,  Runway  2 8R  extension 

$  1,000,000* 

2. 

Modernization  of  terrainal  facilities 

1,485,000* 

15,  Downtown  San  Francisco  Heliport 

500,000 

3. 

Landing  field  facilities 

1,270,000* 

17,  Coast  Guard  facilities 

400,000 

4,  Parking  garage  and  employee  parking  facilities 

21,000,000* 

18,  Protective  fencing 

125,000 

5, 

Waste  treatment  facilities 

3,000,000* 

19.  Southeast  and  Northeast  Courts 

2,500,000* 

6. 

Modifications  to  piers  and  concourses 

8,400,000* 

20,  Maintenance  building 

500,000 

7. 

Interim  air  cargo  facilities 

2,750,000 

21,  Air  cargo  and  aircraft  service  area 

14,000,000 

8. 

Landing  field  improvement 

1,950,000* 

22.  Service  roads 

1,800,000 

c 

-> . 

North  Terminal 

17,000,000 

23.  Heliport 

1  .200,000 

10. 

E2d:ension  of  South  Terminal 

4,000,000 

95,500,000 

11. 

Air  cargo  and  aircraft  service  area 

7,710,000 

Subtotal 

12.  Terminal  complex  roads 

3,050,000 

Contingency  Fund 

2  ,500,000 

13. 

Executive  aircraft  facilities 

250,000 

$98,000,000 

14. 

Drainage  system 

750,000 

Total  Approved  Bond 

Sub- 
mission 
year 

1S68-68 


126S-70 


1S70-71 


Bond  proposal 

Market  St.  Restoration 
Municipal  Railway 
Recreation-Park 
Sanitation,  Sewerage  and 
Water  Pollution  Control 
Sutro  Baths-Cliff  House 
Undergrounding  of  Police 
&  Fire  Alarni  System 
Urban  Beautification 

Social  Services,  acquire 
1665  Mission  Street 

Public  Library,  new  main 
library 

Civic  Center  Building 
Civic  Center  Heating  & 

Cooling  Plant 
District  Mental  Health 

Centers 
Hetch  Hetchy  System 
Sanitation 

Sanitation,  effluent  water 

pollution  control 
Sanitation,  North  and  West 

Shorelines 
Street  Lighting 
Youth  Guidance  Center 


PROPOSED  BOND  ISSUES  TO  BE  SUBMITTED  TO  THE  ELECTORATE 
FOR  APPROVAL  DURING  THE  IS 68-74  PERIOD 


Vlll. 


Amount 

25,000.0 
50,000.0 
16,820.0 

17,500,0 
5,700.0 


2,000.0 
3,083.0 


2,250.0 
15,000.0 
25,000.0 

3,300.0 

12,206.4 

58,000.0* 

10,581.5 

25,000.0 

20,000,0 
5,000.0 
7,500.0 


Totals 


130,103.0 


17,250.0 


Sub- 
mission 
year 

1971-72 


1972-7 


Dona  proposal 

/amount 

Legion  oi  rionor 

1 ,250 .0 

M.  rl,  de  Young 

4  ,300 ,0 

Uniiied  bcnool  District 

33  ,462 .0 

War  Memorial 

14,350.3 

vvaier  ijeparumeni 

i  0  ,  /  DU  .  U'^ 

rire  Jjepartment,  hmwoo 

1 1 ,  ooU . U 

War  Memorial,  Music 

Arts  Building 

21,958.0 

xeroa  tjuena  uenter, 

Sports  6c  Convention 

Complex 

34,000.0 

Not  payable  from  depart- 

mental revenues 

384,621.2 

Payable  from  depart- 

mental revenues 

84,750.0 

TOTAL  PROPOSED  BOND  ISSUES 


Totals 


70,112.3 


67,318.0 


469,371.2 


"Bond  interest  and  redemption  to  be  financed  from 
anticipated  departmental  revenues;  the  property 
tax  rate  will  not  be  affected . 


184,587.9 
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GENERAL  POLICY  STATEMENTS 

The  following  General  Policy  Statements,  adopted  by  the  City  Planning 
Commission,  are  applicable  to  a  department's  entire  capital  improve- 
ment schedule. 


Fire  Department 

STUDIES  SHOULD  BE  INITIATED  AT  THE  DEPARTMENTAL 
LEVEL  TO  INVESTIGATE  RE-USE  POSSIBIUTIES  OF  AREAS  AND 
BUILDINGS  TO  BE  VACATED  UPON  COMPLETION  OF  THE 
FIRE  STATION  CONSTRUCTION  PROGRAM 

Police  Department 

INTERDEPARTMENTAL  STUDIES  SHOULD  BE  INITIATED  TO 
DEVELOP  CRITERIA  FOR  A  POLICE  FACILITIES  LOCATION 
PLAN  WmCn  WOULD  BE  ADOPTED  AS  PART  OF  THE  MASTER 
PU^N 

Department  of  Social  Ser/ices 

THE  DEPARTMENT  OF  SOCIAL  SERVICES  SHOULD  ACTIVELY 
CONSIDER  VACATING  585  BUSH  STREET  AND  RELOCATING 
IN  CLCSER  PROXIMITY  TO  OTHER  BUILDINGS  OWNED  OR 
OCCUPIED  BY  THE  DEPARTMENT 

Department  of  Public  V\/'orks -Sanitation 


Department  of  Public  Health 

THE  SUGGESTED  DECENTRALIZED  PATTERN  FOR  DISTRICT  ; 
MENTAL  HEALTH  CENTERS  POSES  QUESTIONS  AS  TO  THE 
NUMBER  AND  TERRITORIAL  DISTRIBUTION  OF  THESE  FACIHTIES 
IN  A  HIGH-DENSITY  CITY  OF  SMALL  GEOGRAPHICAL  SCALE 

A  LONG-RANGE  COORDINATED  DEVELOPMENT  PLAN  SHOULD 
BE  FORMULATED  FOR  S,  F.  GENERAL,  LAGUNA  HONDA  AND 
HASSLER  HOSPITALS 

ADVANCE  PIANNING  OF  PHYSICAL  FACIUTIES  SHOULD  BE 
COORDINATED  AT  STAFF  LEVEL  BETWEEN  THE  DEPARTMENTS 
OF  PUBLIC  HEALTH  AND  CITY  PLANNING 

Municipal  Railway 

THE  EXTENSION  OF  THE  POWELL  CABLE  LINE  FROM  BAY  TO 
JEFFERSON  STREETS  SHOULD  BE  INCLUDED  IN  THE  MUNI- 
CIPAL RAILWAY'S  CAPITAL  IMPROVEMENT  PROGRAM 


ALL  APPURTENANCES  AND  STRUCTURES  RISING  ABOVE  GRADE 
ARE  SUBJECT  TO  REVIEW  BY  THE  CITY  PLANNING  COMMISSION 


EXPLANATION  OF  NOTES  AND  SYMBOLS 


X. 


GENERAL  PRIORITIES 


NO  TES 


ESSENTIAL  (A).  An  "essential"  rating  is  assigned  to  those  proposals: 
1)  which  implement  a  declared  executive  or  legislative  policy  or  a 
previously  approved  bond  issue;   2)  which  are  necessary  to  the  safety, 
health  and  convenience  of  the  general  public;  or  3)  which  are  required 
to  complete  a  partially-funded  public  facility. 

DESIRABLE  (B) .   A  "desirable"  rating  is  assigned  to  those  proposals 
which  do  not  qualify  as  essential  but  would  nonetheless  yield 
economic /  social ^  cultural  and  aesthetic  benefits  to  the  entire  City 
or  to  a  designated  service  area, 

ACCEPTABLE   (C) .   An  "acceptable"  rating  is  assigned  to  those  other 
proposals  which  appear  to  meet  a  significant  public  need  but  in  the 
current  situation  suffer  from  untesolved  questions  such  as  incomplete 
justification,  inadequate  financing,  and  an  uncertain  impact  upon 
other  public  programs . 

DEFERRABLE   (D) .  A  "deferrable"  rating  is  assigned  to  those  projects 
which  pose  serious  questions  as  to  need,  cost,  planning  or  justifi- 
cation. 

SOURCE   OF  FINANCING 


Projects  which  have  previously  been  reviewed  by  the  City  Planning 
Commission  for  confomaity  with  the  Master  Plan,  outside  the  annual 
Capital  Improvement  Program  review,  are  identified  by  an  individual 
Referral  number  such  as  (R67,34), 

All  projects  are  in  conformity  with  the  Master  Plan,  except  as  noted. 

Notes  appearing  in  BOLD  TYPE  are  policy  statements  approved  for 
inclusion  in  the  Capital  Improvement  Program  Report. 

Projects  included  in  the  Capital  Improvement  Program  Report  are 
approved  in  concept  only,  except  for  projects  submitted  with  full 
specifications , 

Projects  involving  the  acquisition  of  land  for  street  rights-of-way, 
buildings,  structures  or  other  City  improvements  are  subject  to  further 
review  by  the  City  Planning  Commission. 

Schematic  and  preliminary  plans  for  projects  involving  the  expansion 
or  extension  of  rights-of-way,  sidewalk  narrowing,  new  structures, 
buildings  or  additions  thereto  are  also  subject  to  review  by  the  City 
Planning  Commission. 


All  cost  figures  are  to  be  funded  from  ad  valorem  taxes,  except  as  noted: 


Gas  Tax  g 

1.C4  Cent  Fund  e 

Road  Fund  s 

Road  Fund  Select  System  h 


Revenues  r 
Bonds , approved  b 
Bonds ,  proposed  n 
Other  sources  o 
(e.g..  Federal  or  State  sub- 
ventions. Real  Property  Funds, 
private  gifts  or  bequests) 


The  project  identification  number  is  designed  to  apply 
to  a  particular  capital  improvement  project  and  only  that  one 
proposal.   Its  purposes  are:   1)  to  relate  a  specific  project 
to  the  submitting  department;  2)  to  identify  the  capital  im- 
provement program  in  which  the  project  will  first  appear; 
3)  to  identify  the  fiscal  year  (1st  through  6th  year)  within 
that  program  when  the  department  seeks  funding;  and  4)  to 
indicate  the  departmental  priority  rating  for  that  project  on 
its  first  submission.   In  subsequent  capital  improvement 
program  reports  the  same  identification  number  will  be  re- 
peated through  all  phases  of  the  project's  development  and 
execution.  A  new  identification  number  would  be  assigned 
only  if  the  scope  of  a  project  is  changed  substantially  upon 
resubmission. 

The  project  identification  number  consists  of  eight 
digits  arranged  in  three  major  components  as  shown  in  the 
following  example: 

674.68.101 

The  first  component,  "574"  in  the  example,  is  a  budget 
index  number  assigned  to  the  requisitioning  department.  A 
complete  list  of  the  budget  index  numbers  used  in  creating 
project  identification  numbers  appears  on  page  xii. 


xi. 

NUMBER 

The  second  component,  "68"  in  the  example,  identi- 
fies the  budget  year  (1968-6S)  of  the  six-year  program  for 
which  the  particular  project  was  initially  submitted .  The 
present  report  covers  the  six  fiscal  years  between  July  1, 
1958  and  June  30,  1974,  and  "68"  appears  as  a  constant 
for  all  first  submissions.   Last  year  "67"  was  a  constant 
for  new  submissions,  and  ne:d:  year  "69"  will  be  the  con- 
stant. 

The  third  component,  "101"  in  the  example,  con- 
sists of  two  elements  without  separation.  The  first  digit, 
which  may  range  from  1  to  6,  indicates  that  fiscal  year 
within  the  six-year  capital  improvement  program  when  the 
requisitioning  department  asks  that  the  project  be  initiated. 
The  second  element,  "01  "in  the  example,  consists  of  two 
digits  ranging  from  01  to  89  and  reflects  the  departmental 
order  of  priority  for  projects  in  that  particular  fiscal  year, 
wherever  such  a  sequence  is  feasible ,   The  lower  this  two- 
digit  number  may  be,  the  higher  the  departmental  priority 
that  was  assigned  to  the  project  on  its  first  submission. 

The  City  Planning  Commission  has  reserved  the  block 
of  numbers  from  90  to  99  in  this  second  element  to  designate 
those  additional  capital  improvement  projects  which  it  pro- 
poses on  its  own  initiative  to  the  respective  operating  de- 
partments . 


DEPARTMENTAL 


Budget 

index 

number 


113  Art  Commission 

115  Assessor 

117  City  Attorney 

119  Department  of  City  Planning 

121  Civil  Service 

145  Fire  Department 

155  Municipal  Court 

161  Police  Department 

15S  Department  of  Social  Services 

170  Department  of  Social  Services -Single  Men's  Rehabilitation 

Center 

173  Sheriff 

179  Superior  Court 

183  Treasurer 

186  Juvenile  Court -Youth  Guidance  Center 

187  Juvenile  Court-Log  Cabin  Ranch 
213  Academy  of  Sciences 

225  County  Clerk 

233  Department  of  Electricity 

245  Real  Estate  Department 

261  Tax  Collector 

311  Purchasing  Department-Central  Shops 

42  3  Department  of  Public  Works-General  Office 

425  Department  of  Public  Works -Sanitation 


INDEX  NUMBERS 


xii. 


Budget 
index 
^number 

500     Department  of  Public  Health 
611     Legion  of  Honor 
621     M.H,  de  Young  Museum 
631     Public  Library 

651     Recreation  and  Park-reconstruction  and  replacement 
655     Recreation  and  Park-buildings,  structures  and 
improvements 

659  Recreation  and  Park-Camp  Mather 

660  Unified  School  District 

670  Trafficways-Major  Thoroughfares  and  .Street 
Improvements 

671  Trafficways-  Streets  and  Sidewalk  Reconstruction 

672  Trafficways -Traffic  Signals  and  Channelization 

673  Trafficways -Street  Lighting 

674  Trafficways -Land  sea  ping  and  Irrigation 
575  Trafficways-Miscellaneous 

691    V\/'ar  Memorial 

726  International  Airport -reconstruction  and  replacement 

727  International  Airport-additions  and  betterments 
735     Municipal  Railway-reconstruction  and  replacement 
737     Municipal  Railway-additions  and  betterments 

745    Water  Department-reconstruction  and  replacement 
747    Water  Department-additions  and  betterments 
755     Hetch  Hetchy  System 


CAPITAL  IMPROVEMENT  PROGRAM 


1968-69       FISCAL  YEAR 


1S68-GS  FISCAL  YEAR  —  COST  SUMMARY 

1968-69 


RECONSTRUCTION  AND  REPLACEMENT 

AD  VALOREM  TA}CES  5,877.8 

GAS  TAXES  AND  ROAD  FUNDS  1,283!6 

REVENUES  3,426.2 

PRCPOSED  BONDS  60,000.0 

APPROVED  BONDS  2,000.0 

OTHER  SOURCES  16.3 

TOTALS  72,603,9 

CAPITAL  IMPROVEMENTS 

AD  VALOREM  TAXES  4,325.3 

GAS  TAXES  AND  ROAD  FUNDS  5,944,2 

REVENUES  10,052.1 

PRCPOSED  BONDS  51,020.0 

APPROVED  BONDS  10,458.0 

OTHER  SOURCES  12,072.5 

TOTALS  93,872,2 
TOTAL  COST 

AD  VALOREM J?AXES        .  10,203.1 

GAS  TAXES  AND  ROAD  FUNDS  7,227.8 

REVENUES  13,478.3 

PROPOSED  BONDS  111,020.0 

APPROVED  BONDS  12,458,0 

OTHER  SOURCES  12,088.9 


TOTA  LS 


166,476.1 


3,647.4 
131.0 
3,406.0 

2,000.0 

am 

3,526.2 
42.0 
3,432.0 
6,000.0 
1,000,0 

3,531,3 

3,436.0 
1,000.0 

3,549.3 

3,747.0 
1,000.0 

3,569.0 

3,779.0 
1,000.0 

23,701.0 
1,456,6 
21,226.2 
69,000.0 
5,000.0 
16.3 

9,184.4 

14,000.2 

7,967.3 

8,295,3 

8,348.0 

120,400.1 

1,851.4 
4,122.3 
2,301.0 
1,655,0 
26,867,5 
7,300.0 

800.9 
2,173.3 
1,376.0 
48,825.0 
2,711,3 

285.7 
4,046.8 
2,601.0 

200.0 
1,131.0 

M*  mm 

260.0 
1,055.8 
1,425.0 

200.0 

260.0 
1,064.8 
1,549.0 

200.0 

7,783.3 
18,407.2 
19,304.1 
102,100.0 
41,157.8 
19,372.6 

44,097,2 

55,886.5 

8,264,5 

2,940.8 

3,073.8 

208,135.0 

5,498.8 
4,253,3 
5,707.0 
1,655.0 
28,867,5 
7,300.0 

4,327.1 
2,215.3 
4,808,0 
54,825,0 
3,711,3 

3,817.0 
4,046.8 
6,037.0 
1,200.0 
1,131.0 

3,809.3 
1,055.8 
5,172.0 
1,200.0 

3,829.0 
1,064.8 
5,328.0 
1,200.0 

31,484.3 
19,863.8 
40,530.3 
171,100.0 
46,167.8 
19,388.9 

53,281.6 

69,886,7 

16,231.8 

11,237.1 

11,421.8 

328,535.1 

F  J.N. 


19  68  FISCAL  YEAR 
PROJECTS  NOTES 


(Amounts  in  thousands  of  dollars) 


423.68.103 


Storm  flow  pollution  control  facilities  for  North  and  West  shorelines 

A  $41/700.0  eleven  year  program  is  proposed  for  storm  flow  control  and 
treatment  facilities  at  all  outfalls  on  the  City's  north  and  west  shore- 
lines, to  be  financed  as  follows: 


1.  Second  stage  methods  studies  (ad  valorem  taxes) 

2,  Resulting  from  completed  first  stage  methods  studies  under  a 

Federal  Grant  -  construction  of  a  Demonstration  Facility 
to  meet  compliance  schedule  requirements  of  Regional 
Water  Quality  Control  Board  Resolution  (1968  bond  issue) 

3.  Construction  of  all  facilities  between  1971  and  1S79  (1870  pro- 

posed bond  issue) 

4,  From  Federal  Grants  (if  Congress  provides  funds  to  meet  pre- 

liminary commitment  by  Federal  Water  Pollution  Control 
Admin.) 


$ 


200.0 


1,500.0 
20,000.0 

20,000.0 


Total  for  1 1  -year  program. 


$  41,700.0 


735.68.120  Municipal  Railway  proposed  bond  issue 

The  rehabilitation  program  will  generally  consist  of  replacing  existing  street  cars  with 
new  rail  cars,  the  acquisition  of  property  for,  and  the  construction  of,  new  maintenance 
shops  .and  carhouse,  acquisition  of  property  for  rail  storage,  reconstruction  of  tracks, 
rehabilitation  of  Twin  Peaks  Tunnel,  construction  of  new  electrical  substations,  in- 
stallation of  wayside  signal  system  in  Twin  Peaks  Tunnel,  acquire  new  cable  cars, 
replace  existing  trolley  coaches  with  new  coaches,  install  bus  cleaning  and  service 
facilities,  install  escalators  at  Forest  Hill  Station  in  Twin  Peaks  Tunnel,  acquire  new 
motor  coaches  and  construct  a  new  office  building. 


F.I.N. 


3.68.111    Recreation  and  Park  proposed  bond  issue 

Projects  to  be  included  in  this  proposed  bond  issue  are; 
Re  ere  ation  D i v i  s i o n 


1 . 

Bav  View  Sv\7immino  Pnn]  ^ 

cJ  U  U  .  U 

2. 

Bay  View  Recreation  Park  and  neighborhood  center 

1,130.0 

^  • 

Protective  Park  and  Recreation  licfhtincr 

t<  ^  u  »  u 

^. 

Expansion  of  Folsom  Recreation  Center 

270.0 

5. 

New  Chinese  Recreation  Center  Building 

175  n 

6. 

Crocker-Amazon-Excelsior  Recreation  Center 

600.0 

7. 

Floodlighting  for  athletic  fields  in  various  districts 

350.0 

8. 

Balboa  Soccer  Stadium,  lights 

137.0 

s. 

Sunset  District  Sports  Center 

4G0.0 

10. 

New  enclosed  competitive  swimming  pool  at 

Fleishhacker 

1,700.0 

11. 

Recreation  Center  Buildings 

3C3.0 

Total  Recreation  Division 

Park   Division   -  Golden  Gate  Perk 

1. 

New  water  supply  <Sc  distribution  $ 

1,809.0 

2. 

£tow  Lake  -  Strawberry  Hill  -  liuntington  Falls, 

rehabilitation 

400. C 

3. 

DeLaveaga  -  Mother's  Meadov7  drainage  correction 

95.0 

4. 

Chain  of  Lakes,  rehabilitation 

250.0 

5. 

North  &  South  Windmills  ,  reconstruction  &  preservation  135.0 

6. 

Three  new  convenience  stations 

99.0 

7.. 

Concourse  area  &  tennis  courts,  lighting 

160.0 

8. 

Strybing  Arboretum,  develop  pinetum 

63.0 

Amounts  in  thousands  of  dollars 


4 


55.0 


Park  Division      -  Parks  and  Squares 

9,    South  Park  rehabilitation  100.0 
(project  under  consideration  for 
cost  reduction) 

10.  Fort  Miley-Seaside  Park,  initial  development  68.0 

11.  Buena  Vista  Park,  rehabilitation  200.0 

12,  Sutro  Heights  Park ,  rehabilitation  200.0 

13,  Aquatic  Park-Municipal  Pier-Maritime  725.0 
Museum-Senior  Center,  rehabilitation 

(Project  under  consideration  for  cost  reduction) 

Total  Park  Division  $4,384.0 


Zoo 

Division 

1, 

Aquatic  Animal  Exhibit 

187.0 

2, 

New  Animal  hospital 

250.0 

3. 

New  Pinniped  Stadium 

1,250.0 

(project  under  consideration  for  deletion) 

4. 

New  Administration  Building 

282,0 

Total  Zoo  Division  $1,969.0 

Recreation,  Park  and  Zoo  Divisions,  contingency- 
escalation  fund  $1,792.0 

Redevelopment  Agency 

Hunters  Point  Ridge,  Recreation, Parks  &  Neighborhood  $2,490.0 
Center  (3  tot-lots  proposed  for  addition  at  cost  of  $180.0) 


68-69       FISCAL  YEA 


RECONSTRUCTION  AND  REPLACEMENT 


CPC  1968-S£ 
FJ.N,  PRI  PROJECT  DESCRIPTION  


PROJECTS   PREVIOUSLY  REVIEWED 
ASSESSOR 

115.67.101      A        City  Hall;  first  floor,  office  alterations  48.0 

ACADEMY  OF  SCIENCES 

213.67.117      A        Golden  Gate  Park,  relocate  Francis  Scott  45.0 

Key  Statue 

DEPARTMENT  OF  PUBLIC  v/ORKS -GENERAL  OFFICE 

423.67  .  101      A        Various  public  buildings,  misc.  replacement  170.0 

and  reconstruction 

^  DEPARTMENT  OF  PUBLIC  V/ORICS -SANITATION 

425  .57  .  101      A        Sewers,  various  locations,  reconstruction  300.0b 

and  replacement 

42  5  .67  .  102       A        Sewage  treatment  plants  and  pumping  700.0b 

stations,  misc.  reconstruction  &  improvements 

DEPARTMENT  OF  PUBLIC  HEALTH 

500.57  .  109      A        S.  F.  General,  Building  80,  remodel  basement  91.7 

500.67.129      A        Laguna  Honda,  reconstruct  paging  system  3.5 


59-70  1970-71  1971-72  1572-73  1973-74  ^ 
 Cost  in  thousands  of  dollars  TOTALS 


48.0 


46.0 


180.0  190.0  200.0  210.0  220.0  1,170.0 


300.0b  300. On  300. On  300. On         300. On  1,800.0 

700.0b  700. On  700. On  700. On         700.0n  4,200.0 


40.0 


91.7 
43.5 


CPC  1968-69 
P.I.N.         PRI.  PROJECT  DESCRIPTION  


i51.57.103    A  Various  locations,  resurface  walks  and  paths  50.0 


Projects  Previously  Reviewed  -  continued 
RECREATION  AND  PARK  DEPARTMENT 

1651.57.102    A  Various  locations,  resurface  courts  and  80,0 

651.57.105    A  Candlestick  Park,  miscellaneous  re-  176.3 

construction  and  replacement 

551.67.109  A  •        Stern  Grove  -  Pine  Lake  Park,  surface  24.0 

roads  ($15,0  previously  appropriated) 

651.67.110  A  Zoological  Gardens,  replace  fencing  on  14,0 

cages  and  paddocks 

651,57  .  115    A  Garfield  Square,  rehabilitaion  5.5 

551  .67  .  117    A  Golden  Gate  Park,  Pioneer  Log  Cabin,  19.4 

reconstruct  roof  and  structural  members 

551  .57  .  119    A  Fleishhacker  Playfield,  replace  carousel      J    16. 3o 

roof 


I 


6. 


196S-70          1970-71          1971-72          1972-73  1973-74 
 Cost  in  thousands  of  dollars    TOTALS 


80.0  80.0  80.0 

50,0  50,0  50,0 

45,0  46,0  4.0 

24,0 

14.0  14.0  14,0 
74,5 


80.0  80.0  480.0 

50.0  50.0  300.0 

271.3 

48.0 

14.0  14,0  84.0 

80,0 
19.4 

16.3 


P  J.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1958~5S 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 

571.58.105  A        Pacific  Ave.,  bet.  Lyon  St.  &.  Presidio  Ave  . ,  2S.Ss 

reconstruction  (portion  of  Project  670.67.120) 

571.68.110  A        Commercial  St. ,  bet.  Kearny  St.  &  Grant  50.7s 

Ave. ,  also  Taylor  St. ,  bet.  Green  &  Union 
Sts . ,  raise  curb  height  &  reconstruct  pave- 
ment {portion  of  Project  670,57.145) 

671.58.111  A        Montgomery  St. ,  bet.  Pacific  Ave.  &  Broad-  26.2s 

way,  reconstruction  (portion  of  Project 
670.67.147,  $44.3  appropriated  in  1S57-68) 

671  .68,  112    A        Holland  Court,  bet.  Howard  St.  &  northerly  15.4s 

terminus,  reconstruction  (Project  570.57.153) 

671.58.  113    A        Steiner  St. ,  bet,  Duboce  Ave.  &  V\/'aller  St. ,  60.0s 

reconstruction  (Project  670.57,149) 

571.68.114  A        Cherry  St. ,  bet.  Sacramento  &  Clay  Sts. ,  22. le 

reconstruct  low  curb  &  gutter  (Project  670. 
67.308) 

571.58.115  A        Forty-sixth  Ave.,  bet.  Sutro  Heights  &  Anza  26.5s 

St.,  reconstruction  (Project  570.57.208) 

672.68.106  A        Various  locations,  relocate  signals  &  street  42.0s 

lighting  facilities  to  permit  removal  of  obsolete 
or  surplus  trolley  poles  6c  light  standards  (Pro- 
ject 670.57.151,  $50.5  appropriated  in  1966-67) 


7, 


1969-70            1970-71  1971- 

Cost  in  thousands  of 

72  1972-73 
dollars 

1973-74 

TOTALS 

42.0s  42.0s 


29.9 


50.7 


26.2 


16.4 


60.0 


22.1 


26.5 


126.0 


F.I.N. 

CFC 
PRI. 

1968-69 

PROJECT  DESCRIPTION 

1969-70          1970-71          1971-72            1972-73  1973-74 
Cost  in  thousands  of  dollars 

8. 

TOTALS 

Projects  Previously  Reviewed  (continued) 

Department  of  Public  Works  -  Trafficways  (cont'd) 

574.68.109 

A 

Sunset  Blvd.,  between  Taraval  St.  &  Lake 
Merced  Blvd . ,  replace  irrigation  system 
($295  .5  previously  appropriated,  including 
Project  570,57.138) 

120. Oe 

89. Oe 

209  .0 

675.68.106 

A 

Third  St.  Bridge,  3rd  &  Channel  Sts.,  recon- 
struct electrical  power,  lighting  <S:  control 
systems  ($4.2  previously  appropriated) 

22  .5e 

22.5 

6S1.67.190 

A 

WAR  MEMORIAL 

War  Memorial  -  Museum  of  Art,  misc.  recon- 
struction and  replacement  (Project  initiated  by 
CIAC) 

300.0 

300,0             300,0             300.0               300.0  300.0 

1,800.0 

726.58.101 
725.68.102 

A 
A 

INTERNATIONAL  AIRPORT 

Services  of  Utilities  Engineering  Bureau 

Landing  field  pavement,  reconstruction 

125, 5r 
400, Or 

400.0r           400. Or           400.0r             400.0r  400,0r 

126.5 
2,400.0 

s 


F.I.X. 


CPC 
PRI 


1968-69 


PROJECT  DESCRIPTION 


1969-70  1970-71  1971-72  1972-73 

Cost  in  thousands   of  dollars 


1973-74 


736.68.101  A 


735.68.103  A 


736.68.104  A 


735.68.105  A 


736.68.110  A 


Projects  Previously  Reviewed  (continued) 


MUNICIPAL  RAILWAY 

Replace  450  motor  coaches 

Cable  track  sheaves,  replacement 
($50.4  previously  appropriated) 

Underground  cable  carrying  facilities 
rehabilitation  ($150.0  previously  appro- 
priated) 

Kirkland  Yard,  repave 

California  Cable  Cars,  grip  system,  recon- 
struction 


736.68.114    A        Turk  and  Fillmore,  welding  shed,  replacement 

736,68.118    A        Various  locations,  waiting  stations,  replace- 
ment 

735.68.120    A        Municipal  Railway  Bond  Issue 


4,000.0 


50.4 


165.0 


70.0 
4.5 

25.0 
53.0 

60, 000. On 


2,755.0 


44.4 


2,800.0 


46,2 


2,835.0 


48,3 


4.5 


THE  MUNICIPAL  RAILWAY  REHABILITATION  BOND  PRO  PC  GAL  SHOULD  PLACE  GREATER  EMPHASIS  ON  THE 
LrnSzAH^^^  PROGRAMS  NOW  BEING  EVOLVED  BY  A  JO  INT -STUDY  TEAM  FROM  THE 

MSSAf^ILW^^^^^  ENGINEERING  BUREAU,  AND  THE  DEPARTMENTS  OF  PUBHC  WOrj^ 

^.m  riTY^P^  WHICH  WILL  INCLUDE  THE  USE  OF  NEW  RAIL  CARS,  SUCH  AS  RAPID  TRANSIT 

^o.^M.  np\™  n^^^  TRAINS;  AND  WHICH  WILL  BE  CARRIED  OUT  IN  STAGES  TO 

^^'^^tS^         THF  Sck^^^  OF  THE  MARKET  STREET  SUBWAY  STRUCTURE  NOW  BE- 

?NG  CONST™  Sse'^BY  THE  MUNICIPAL  RAILWAY 


2,870c0  2,905.0 


25.3 


TOTALS 


18,175.0 
214.6 

165.0 


70.0 

9.0 

26.0 

53.0 

60,000.0 


CPC  1968-69 
P.I.N.  PRL  PROJECT  DESCRIPTION  


Projects  !  Previously  Reviewed  (continued) 

WATER  DEPARTMENT 

745.66  ,  101    A        Various  locations ,  renew  water  services  1,400, Or 

745. 5S.  102    A        Various  locations,  relocate  and  realign  60. Or 

water  mains 

743.58.103  A        Various  locations ,  relocate  and  realign  30. Or 

water  services 

746.58.104  A        Various  locations ,  replace  water  mains  440. Or 

746.58.105  A        Various  locations,  reconstruct  and  restore  20. Or 

fences 

746,68.105    A        Various  locations ,  grade  and  resurface  roads  15. Or 

746.68.107  A        Sunol  Distribution  System ,  Alameda  Co. ,  25. Or 

rehabilitation 

745.68.108  A        Various  locations ,  water  mains ,  cement  156. Or 

mortar  lining 

745.58.  lOS    A        Various  locations,  reconstruct  drain  and  5. Or 

air  valves 


745. 68. 110  A 


Various  locations,  misc.  repair  and  improve-  30. Or 

ments  to  buildings 

.r    ■       i^^^Hr^nQ    pmolovee  cottages,  re  placement  105.  Or 
746.68.111    A        Various  locations,  empiuyec         ^     /  r- 


10. 

1969-70  1970-71  1971-72  1972-73  1973-74 
 Cost  in  thousands  of  dollars  TO TA LS 


1,800. Or 
135. Or 


1,800. Or 
135. Or 


1,800. Or 
135. Or 


2, 000. Or   2, 000. Or  10,800.0 
135. Or       165. Or  765  .0 


65, Or 


65. Or 


65. Or 


65. Or        85. Or  375.0 


450. Or  500. Or  500. Or 


20, Or 


15. Or 


20. Or 


15. Or 


21. Or 


16. Or 


550  . Or       550. Or  2,990.0 
21. Or        22. Or  124.0 


16. Or        16. Or 


93.0 


25.0 


400. Or 


5. Or 


31. Or 


40. Or 


400. Or  400. Or  SOO.Or       500. Or  2,366.0 


5. Or 


32. Or 


6. Or 


33. Or 


40. Or  40. Or 


6. Or  6. Or 


33.0 


34. Or        35. Or  195.0 


225.0 


CFC 

P.I.N.  PRI 


PROJECT  DESCRIPTION 


1968-69 


Projects  Previously  Reviewed  (continued) 
HETCPI   HETCHY  SYSTEM 

755  .  57.  102    A        Moccasin-Newark  Transmission  Line ,  re-  25, Or 

place  conductor  clamps  ($50,0  previously 
appropriated) 

755.57.104  A        Early  Intake,  replace  employee  cottages  30. Or 

($60.0  previously  appropriated) 

755.57.105  A        Moccasin  Cottages ,  rehabilitate  service  4, Or 

panels  and  wiring  ($4.0  previous  appro- 
priated) 


11. 


1969-70  1970-71  1971-72  1972-73  1973-74 

 Cost  in  thousands  of  dollars  TOTALS 


25. Or  50.0 

30.0 
4.0 


PROJECT  DESCRIPTION 


PROJECTS   REVIEWED  1968-69 
ART  COMMISSION 

165  Grove  St. ,  remodel  portion  of  building 
for  new  offices 

SHERIFF 

County  Jail  4,  reconstruct  intercommunication 
system 

LEGION  OF  HONOR 
Convert  boiler  burners  from  oil  to  gas 
M.  H.  de  YOUNG  MUSEUM 
Brundage  Wing,  alter  elevator 
PUBLIC  LIBRARY 

Main  Library,  Stack  Room,  replace  glass 
flooring 

RECREATION  AND  PARK  DEPARTMENT 

Golden  Gate  Park ,  modify  water  reclamation 
plant 


12. 


1969-70  1970-71  1971-72  1972-73  1973-74 
 Cost  in  thousands  of  dollars  TOTALS 


26.0 


22.3 


13.0 


19.0 


11,5 


52.0 


12.7 


I 


CPC  1S68-69 
P.I.N.         FRI.  PROJECT  DESCRIPTION  

Projects  Reviewed  1S68-69 

DEPARTMENT  OF  PUBLIC  WORKG-Trafficways 

67G.68.  106    A        Chenery  St.^  bet.  Elk  &  Diamond  Sts . ,  85. 4g 

widen  roadway  by  narrowing  sidewalks  from 
10  ft.  to  7  ft.  so  as  to  provide  two  traffic 
lanes  and  two  parking  lanes 

Note;  Project  670.58.106  is  located  in  the 
Glen  Park  Conservation  Area  and  qualifies 
for  credits  in  the  approved  FACE  program . 

PROJECT  670.68.105  SHOULD  PROVIDE 
PENINSULAS  AND  ISLANDS  IN  THE  PARKING 
lANES  TO  ACCOMMODATE  THE  STREETSIDE 
LANDSCAPING  PROPOSED  IN  PROJECT  674. 
58.108 

Note;  The  following  6  projects  (671.68,101- 
106)  are  located  in  the  Glen  Park  Conservation 
Area  and  qualify  for  credits  in  the  approved 
FACE  Program 

671.58.101  A        Diamond  St.,  bet.  Moreland  &  Sussex  Sts.,  re-       54. 6g 

construction 

171.58.102  A        Lippard  Ave.,  bet.  Chenery  St.  &  ThorAve.,  23.9s 

reconstruction 


13. 


1969-70           1970-71             1971-72          1972-73  1973-74 
 Cost  in  thousands  of  dollars   TO TA IS 


85.4 


54.6 
23.9 


CPC 


PROJECT  DESCRIPTION 


1958-69 


Projects   Reviewed   1968-69  (continued) 

DPvV  -  Trafficways  -  cont'd 

571.56  .  103    A        Roanoke  St.,  bet.  Bemis  &  LaidleySts.,  19.5s 

reconstruction 

571. oS.  104    A        Castro  St.,  bet.  Bemis  &  Chenery  Sts.,  33.8s 

reconstruction 

671. S5. 105    A        Conrad  St. ,  bet.  Sussex  6c  Arbor  Sts. ,  19,5s 

reconstruction 

671.58.105    A        Swiss  Ave. ,  bet.  Sussex  6:  Surrey  £ts. ,  22.1s 

reconstruction 

671.68.107    A        Alpine  Terrace,  bet.  Waller  St.  &  Duboce  28.6s 

Ave.,  reconstruction 

Note;   Project  671.68.107  is  located  in  the 
Buena  Vista  Heights  Conservation  Area  & 
qualified  for  credits  in  the  approved  FACE 
Program 

671.68.115    A        Bush  St.,  bet.  Van  Ness  &  Presidio  Aves.,  156. Oe 

also  Post  St.,  bet.  Van  Ness  &  Presidio 
Aves. ,  also  Sutter  St  . ,  bet.  Van  Ness  Ave. 
&  Baker  St.,  resurface  street  areas  in  Select 
System 


14. 

1969-70  1970-71  1971-72  1972-73  .1973-74. 

 Cost  in  thousands  of  dollars  TOTALS 


19.5s 

33.8 

19.5 

22.1 

28.6 

156.0 


F.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1S68-69 


Projects  Reviewed   19  68-69  (continued) 

D?y^  -  Trafficways  -  cont'd 

: 7 1.56. 11 7    A        Child  St.,  bet.  Greenwich  &  Lombard  Sts./  15,1s 

reconstruct  temporary  pavement 

671.68.118    A        Beach  St.,  bet.  Scott  &  Divisadero  Sts . ,  33,8s 

reconstruction 

571  .58.  119    A        Los  PalmOS  Dr. ,  bet.  Stanford  Heights  Ave.  13,0s 

6c  a  point  120  ft.  easterly,  reconstruction 

571.68.120  A        SteinerSt.,  bet.  Union  &  Green  Gts.,  re-  32.9s 

construction 

571.58.121  A        Greenwich  St.,  bet.  Webster  &  Buchanan  40. 8e 

Sts . ,  reconstruction 

571.68.122  A        Waldo  Alley,  from  Leavenworth  St,  to  13.0s 

westerly  terminus,  reconstruction 

571.68.123  A        Clay  St.,  bet.  Jones  &  Taylor  Sts.,  also  79. le 

Clay  St.,  bet.  Mason  &  Powell  Sts,,  re- 
construction 

671.68.124  A        Margaret  St .,  bet .  Lakeview  Ave .  &  38.3s 

Summit  St.,  reconstruction 


15. 


1969-70  1970-71  1971-72  1972-73  1973-74 

Cost  in  thousands  of  dollars  TOTALS 


15.1. 
33.8 
13.0 
32,9 
40.8 
13.0 
79.1 

38.3 


CPC 

F.I.N.  PRI« 


PROJECT  DESCRIPTION 


1S68-S9 


Projects  Reviewed   1968-59  (continued) 
DPW  -  Trafficways  -  cont'd 

571.68.125  A        Grove  St.,  bet.  Gough  &  Lagiina  Sts.,  72,0s 

reconstruction 

571.68.126  A        Fillmore  St.,  bet.  Green  &  Valiejo  Sts.,  31.4s 

reconstruction 

673.58.101    A        Reconstruct  &  modernize  deteriorated  under-  1,000.0b 

ground  street  lighting  facilities  (Project 
670.67.174  proposed  a  bond  issue  of $1,200.0) 

675  . 58.116    A        Green  St.,  bet.  Taylor  &  Jones  Sts.,  recon-  35.5s 

struct  concrete  retaining  wall  &  stairway; 
extending  retaining  wall 

67S.68.118    A        LarkinSt.,  bet.  Bay  &  Francisco  Sts.,  re-  19.0s 

construct  concrete  retaining  wall 


MUNICIPAL  RAILWAY 

736.58.106  A        Geneva  Carhouse,  street  car  washing 

facilities ,  replacement 

735.68.107  A        Elkton  Yard,  Carpenter  Shop,  reconstruct 

concrete  v^alls 


16. 


1969-70  1970-71  1971-72  1972-73  1973-74 

 Cost  in  thousands  of  dollars   TOTALS 


72.0 


31.4 


1,000.0b       5,000.0  b,uuu.u 
(1,000.0b) 
(5, 000. On) 

35.5 


19.0 


75.0 
24.0 


C  FC 

p  .         PRI ,  PROJECT  DESCRIPTION 


1S6C-6S 


Projects   Reviewed   1S68-6S  (continued) 

Municipal  Railway  -  continued 

735.68.106    A        Garage,  24th  St.  and  Utah,  office  air  con-  22.1 

ditioning  system,  replacement 

735.68.102    A        Office  Building ,  S4S  Presidio,  air  con-  9.6 

ditioning  system,  replacement 

735.68.111  A        Eighth  Ave.  Substation,  reroof  4.1 

736.68.112  A        Garage,  24th  St.  and  Utah,  reroof  office-  25.0 

and  storeroom  area 

735.68.  115    A        Elkton  Shops,  foundry,  rehabilitation  6.0 

736. 6e. 116    A        Twin  Peaks  Tunnel  Stations,  lighting  25.0 

systems,  replacement 

735.  5£. 117    A        Elkton  Shops,  boardwalk,  reconstruction  18.0 

735.58  .  119    A        Services  of  Utilities  Engineering  Bureau (R/R)  155.2 

WATER  DEPARTMENT 

745.58.  112    A        Various  locations ,  employee  cottages ,  51. Or 

provide  sanitation,  roads  and  utilities 


1969-70  1970-71  1971-72  1872-73  1973-74 

Cost  in  thousands  of  dollars 


17. 


TOTALS 


22.1 

9.6 

4.1 
25.0 

6.0 

26.0 

18.0 
166.2 


51.0 


F.I.N. 


CPC 
PRI. 


1968-SS 


PROJECT  DESCRIPTION 


1969-70  1970-71  1971-72  1972-73  1973-74 
 Cost  in  thousands  of  dollars 


18. 


TOTALS 


746.58.113  A 

746.68.114  A 

746.68.115  A 
745.58.115  A 


Projects  Reviewed   1968-59  (continued) 
Water  Department  -  cont'd 

San  Andreas  3,  San  Mateo  Co. ,  chlorinatlon  9,5r 
station,  rehabilitation 

Lake  Merced  and  Legion  of  Honor  Pump  25. 2r 
Stations ,  rehabilitation 

LaGrande  and  Forest  Hill  Tanks,  rehabilitation  22, Or 

Sunol  Headquarters,  Alameda  Co. ,  re-  10, Or 
habilitation 


20. Or 


20. Or 


20. Or 


20. Or 


9.5 

25.2 

22.0 
90.0 


755.58.101  A 

755.58.102  A 

755.58.103  A 


HETCH  HETCHY  SYSTEM 

Early  Intake,  diversion  dam,  rehabilitation 

Moccasin-Newark  Transmission  Line,  re- 
place vibration  dampers 

Cherry  Valley  Access  Road,  repave  from 
South  Fork  to  Jones  Point 


55.58.104    B        O'Shaughnessy  Dam,  Cottage  1,  reconstruction 


90, Or 
27, Or 

100. Or 

15. Or 


90.0 
27.0 

100.0 

15.0 


CFG  1958-69 
,I.N.  PRL;  PROJECT  DESCRIPTION  


Projects  Reviewed   1968-69  (continued) 

Hetch  Hetchy  System  -  cont'd 

■55  .58.  106      B        Moccasin  Shops ,  replace  side  and  roof  45. Or 

panels 

55.68«i07      A        South  Fork  Crossing,  relocate  aqueduct  100, Or 

($500.0  previously  appropriated) 

755.58.108      B        Cherry  Valley  Dam,  City  camp,  rehabilitation  50. Or 


IS. 


1969-70  1970-71  1971-72  1972-73  1973-74 

 Cost  in  thousands  of  dolla r s  TO TALS 


45.0 
100.0 
50.0 


CAPITAL  IMPROVEMENT  PROGRAM 


1  9  6  8-69     FISCAL       YE  A.  R 
CAPITAL  IMPROVEMENTS 


F.I.N. 


CPC 
PRI. 


121.57.103  A 


ISS.67.103  A 


145.57.105  A 


PROJECT  DESCRIPTION 
PROJECTS   PREVIOUSLY  REVIEWED 
CIVIL  SERVICE 

City  Hall,  Room  52 -B,  convert  basement  store- 
room to  filing  office 

DEPARTMENT  OF  SOCIAL  SERVICES 

1680  Mission  St.,  all  floors,  install  partitions 

FIRE  DEPARTMENT 

Various  firehouses,  provide  security  enclosures 


1968-69 


14.4 


9  A 


3.8 


145.67.110  A 


145.67.116 


145.67.117 


145.57  ai&  A 


145.57. lis  A 


145,57.120  A 


145.67.126  A 


145.57.129 


Engine  Co.  8,  reconstruct  firehouse 

Engine  Co.  43,  construct  new  firehouse 

Engine  Co,  36,  construct  new  firehouse 

Engine  Co.  33,  construct  new  firehouse 

Engine  Co.  37,  construct  new  firehouse 

Various  locations,  misc.  fire  protection  work 
($10.0  previously  appropriated) 

Redevelopment  Area  E-1,  fire  protection  work 
($2  7.0  previously  appropriated) 

Engine  Co.  16,  reconstruct  firehouse 


314.6b 
334.9b 
291.3b 
275.5b 
299.1b 
10.0 

115.0 

278.3b 


14.4 


7.5 


10.0 


10.0  10.0 


10.0 


10.0 


57.5 


57.5 


9.1 

11.3 

314.6 
334.9 
291. s 
275.5 
299.1 
60.0 

230.0 
278.3 


22. 


P.I.N. 


173. 67. lis 


[73.57.120 


173.57.121 


73.57.122 


.173.67.123 


CPC 
PRI. 


1958-69 


PROJECT  DESCRIPTION 


A 


Projects  Previously  Reviewed  -Continued 
SHERIFF 

198.0 


1969-70  1970-71  1971-72  1972-73  1973-74 

Cost  in  thousands  of  dollars   TOTALS 


County  Jail  2 ,  install  shower  facilities 
($10.0  previously  appropriated) 

County  Jail  2,  install  stainless  steel 
tables  ($5.0  previously  appropriated) 

County  Jail  2,  install  bunks  ($3,0  pre- 
viously appropriated) 

County  Jail  2 ,  construct  new  toilet  room 
($1.0  previously  appropriated) 

County  Jail  2,  construct  two  new  class- 
rooms ($6.0  previously  appropriated 


124.8 


39.7 


6.2 


55.0 


198.0 


124.8 


39.7 


6.2 


56.0 


IC6.67.102  A 

leS.S7.104  A 

i 

BB7,57.101  A 


JUVENILE  COURT 

Youth  Guidance  Center^  enclose  access  to 
dependency  cottage;  install  elevator 

Youth  Guidance  Center,  renovate  six 
cottages  ($53,000  previously  appropriated 

Log  Cabin  Ranch,  construct  roof  over  con- 
crete walks 


9,5 


60.0 


12,9 


99, .9 


63.5 


67.2 


109.4 


190.7 


12.9 


CPC  1968-69 
F.I,N.  PEL  PROJECT  DESCRIPTION  


Projects  Previously  Reviewed  -  cont'd. 
JUVENILE  COURT 

167.57.102  A  Log  Cabin  Ranch,  sewage  treatment  improve-  51.0 

ments 

187.67.103  A       -  Log  Cabin  Ranch,  construct  non-denominational  6.5 

chapel  (plans) 

167.57.104  A  Log  Cabin  Ranch,  construct  staff  quarters  76.5 

($8.2  previously  appropriated) 

L87.67.105  A  Log  Cabin  Ranch,  construct  equipment  storage  40.8 

building 


ACADEMY  OF  SCIENCES 

;3,57.102  A  Facade  Building  (Cowell  Hall),  new     ■  l,550.0o 

construction 

113.57  .105  A  Steinhart  Aquarium,  install  swamp  area  18,2 

ventilation 

113.67.115  A  Ichthyology  Research  Department,  84. 8o 

modernize  and  expand 


I 


23. 

1969-70          1970-71          1971-72            1972-73  1973-74 
 Cost  in  thousands  of  dollars   TOTALS  ! 


51.0 


6.5 


76.5 


40.8 


1,550.0 
18.2 
84.8 


CPC  1968-59 
F.I.N.  PRL  PROJECT  DESCRIPTION  


Projects  Previously  Reviewed  -  continued 
t  COUNTY  CLERK 

225.57.101      A          City  Hall,  Room  317,  install  acoustical  tile  13.8 

DEPARTMENT  OF  ELECTRICITY 

233.67.101      A          Fire  and  Police  alarm  systems  in  underground  2,308,7 

districts,  new  construction  ($419,7  pre-  (308,7) 

viou sly  appropriated)  (2, 000, On) 


REAL  ESTATE  DEPARTMENT 

245.67.102  A  Civic  Auditorium,  main  arena,  provide  side  15.1 

curtain  motors  and  cables 

245.57.103  A  Civic  Auditorium ,  lighting  control  alterations  24.0 


311.57.102  A 


PURCHASING  DEPARTMENT 

Central  Shops,  auto  shops,  install  ventilation  18,2 


24 


1969-70       1970-71            1971-72       1972-73  1973-74 
 Cost  in  thousands  of  dollars   TOTALS 


13.8 


2,308.7 


16.1 
24.0 

18.2 


Projects  Previously  Reviewed  -  continued 

DEPARTMENT  OF  PUBLIC  WORKS  -  GENERAL  OFFICE 

Civic  Center  Building,  new  construction  25,0 
(site  undetermined) 

City  Hall  Annex,  450  McAllister,  install  10.0 
ventilating,  heating  and  cooling  equipment 

DEPARTMENT  OF  PUBLIC  WORKS  -  SANITATION 

Twenty-sijcth  St.  Pumping  Station  and  related  80,0b 
sewers,  new  construction 

Army  St,  Auxiliary  Sewer,  construct  Section  1,150,0b 
A-2 

Mission  St,  -  Mt.  Vernon  Ave,  Sewer,  in-  65.0b 
crease  capacity 

Fulton  St.  Auxiliary  Sewer,  43rd  Ave.  to  45.0b 
Great  Highway,  increase  capacity 

Niagara  Ave.  Sewer,  Louisburg  to  Cayuga,  12,0b 
increase  capacity 

Ridgewood-Hearst-Santa  Rosa  Aves,  Sewer,  50,0b 
increase  capacity 


1969-70       1S70-71  1971-72  1972-73 

Cost  in  thousands  of  dol  1  a r s 


1973-74 


25. 


150.0     25, 000. On 


25,175.0 


70.0  115.0 


195.0 


830,0b        325, On 


1,235.0 


1,150.0 


700. On 


765.0 


455. On 


500.0 


118.0b 


130.0 


500. On 


550.0 


c;PC 

F.I.N,  PRI. 


PROJECT  DESCRIPTION 


1968-69 


I 


Projects  Previously  Reviewed  -  continued 

DEPARTMENT  OF  PUBLIC  HEALTH 

500.57.1J1      A  S .  F.  General,  construct  new  medical  3,562,3b 

center  ($2,095.9  previously  appropriated) 

THE  LOCATION  OF  THE  PROPOSED  PARKING 
FACIUTY  FOR  PROJECT  500o57.101  SHOULD 
BE  EXAMINED  FURTHER  BY  THE  MEDICAL 
CENTER  ARCHITECT  AND  THE  STAFFS  OF  THE 
DEPARTMENTS  OF  PUBLIC  HEALTH,  PUBUC 
WORKS  AND  CITY  PIANNING 


500  .67.  102      A  District  Health  Center  4  and  Emergency  Aid  479,1 

Station,  new  construction  ($1,375,2  pre- 
viously appropriated) 

500.67.108      A  La guna  Honda ,  install  automatic  fire  48,3 

sprinkler  systems  ($40,0  previously  appro- 
priated) 

500.57.110      A  101  Grove,  consolidate  chemical  and  bacte-  433.0 

riological  labs  ($20.0  previously  appropriated) 

500.67.112  A  Central  Emergency,  provide  radio  dispatch  5,8 

room  and  communications  center 

500.67.113  A  Various  emergency  hospitals,  install  standby  2,5 

power  facilities 


26 , 


1969-70       1970-71  1971-72  1972-73 

Cost  in  thousands  of  doll  a  r  s 


1973-74 


TOTALS 


25,719,5b     2,061.3b  131,0b 


31,574.1 


479  .1 


48.3 


433-0 


31.2 


37.0 


110.0 


112.5 


CPC  1S58-69 
P.I.N.  PEL  PROJECT  DESCRIPTION  


Projects   Previously  Reviewed  -  continued 

DEPARTMENT  OF  PUBLIC  HEALTH  -  Cont'd, 

500.67.114      A  S.  F.  General,  Building  90,  construct  154.0 

exit  stairway;  rehabilitation  ($119.0  previ- 
ously appropriated) 

500.67.131      A  Venereal  Disease  Clinic,  relocation  (alter-  10,0 

ation  plans) 

500.67.155      A  Hassler,  enlarge  clinical  laboratory  14.5 

M.  H.  de  YOUNG  MUSEUM 

621  ,67.101      A  Install  Period  Rooms  donated  by  Judge  and  250.0 

Mrs,  Lucius  Green 


PUBLIC  UBRARY 

531,57.101      A  Modernize  eight  branch  libraries  42.1 


27. 

69-70       1970-71  1971-72       1972-73  1973-74 

Cost  in  thousands   of  dollars    TOTALS 


154.0 

10.0 
14.5 

250.0 


63.2  63.2 


168.5 


Projects  Previously  Reviewed  -  continued 
RECREATION  AND  PARK  DEPARTMENT 


656.67.101      A          Marina  Small  Craft  Harbor,  replace  sea-  317.0 

wall,  pave  walks  ($66.5  previously  (199.0) 

appropriated)  (118,0o) 

555.57.104  A          Mary  Margaret  Casey  Playground,  construct  125,1 

fieldhouse,  path  lighting  ($467,0  previously 
appropriated) 

556.57.105  A          Allyne  property,  park  development  85.0 

(75.0) 
(10. Oo) 

655,57.107      A          Golden  Gate  Park,  M.  H,  de  Young  56,0 

Museum,  reland scaping 

556.67.120      A          McKinley  Square,  provide  landscaping,  irri-  3.5 

gation  and  small  childrens  area 

556.67.128      A          Brooks  Property,  development  36,7 

656.67.131      A          McLaren  Park,  general  development  765. 8o 

656.67.192      A          Selby-Palou  Playground,  development  5.0 


28. 


1969-70       1970-71  1971-72  1972-73 

Cost  in  thousands   of  dol  1  a  r  s 


1973-74 


TOTALS 


132.0  138.0 


25.7 


612.7 


125.1 


85.0 


66.0 


77,0 


80.5 


300. Oo 
60.0 


36.7 
1,065.8 
65.0 


Projects  Previously  Reviewed  -  continued 
UNIFIED  SCHOOL  DISTRICT 

Islais  Creek,  City-owned  property,  provide  420. Oo 

warehouse  for  craftsmen  and  materials 


DEPARTMENT  OF  PUBUC  WORKS  -  Trafficways 

Various  street  &  highway  projects.  Select  20,0g 
System,  preliminary  engineering  &  adminis- 
trative expenses  (annual  request,  $20.0 
appropriated  in  1967-68  for  Project  670.67,101) 

Various  County  road  projects,  preliminary  20,0s 
engineering  &  administrative  expenses 
(annual  request  $20,0  appropriated  in 
1967-68  for  Project  670.67,102) 

Various  street  improvements.  City  aid  as  144.0s 

supplement  to  assessment  procedures 

(annual  request,  $175.0  appropriated  in 

1967-68  including  $100.0  for  Project 

670.67.103) 

Various  locations,  construct  curbs  &  pave-  80 .Os 

ments  in  front  of  public  property  (annual 
request,  $213.0  appropriated  in  1967-68 
including  $80.0  for  Project  670,67,104) 


29. 


1969-70       1970-71  1971-72  1972-73 

Cost  in  thousands   of  dollar. g 


1973-74 


TOTALS 


420  .0 


20. Og  20. Og  20. Og  20. Og  20. Og  120.0 


20.0s  20.0s  20.0s  20.0s  20.0s  120.0 


155.0s         155.0s  155.0s         155.0s  155.0s  919.0 


80.0s  80.0s  80.0s  80.0s  80.0s  480.0 


I 


CPC  1968-6S 
P.I.N.  PRI^  PROJECT  DESCRIPTION 


Projects  Previously  Reviewed  -  continued 

670.68,105      A  Various  locations,  reset  curbs  &  construct  22,0s 

conform  pavements  (annual  request,  $22,0 
appropriated  in  1967-68  for  Project  670,67. 
105) 

570.68.107  A  Washington  St.  widening  &  Clay  St,  2,000.0 

widening,  bet.  Kearny  &  Sansome  Sts,,  (l,100,0g) 
(R66.36  <S:  Projects  670.67.301  &  302;  (900. Oe) 

$1,900.0  previou  s ly  appropriated) 

PLANNING  FOR  PROJECT  570.58.107  SHOULD 
ENCOURAGE  DEVELOPMENT  OF  SIDEWALK 
ARCADES  SUBJECT  TO  BLOCK  BY  BLOCK  RE- 
VIEW BY  CITY  PLANNING  COMMISSION 

670.6S.10S      A  Mission  St. ,  north  side,  bet.  Steuart  St.  27. 4e 

and  The  Embarcadero,  narrow  sidewalk 
from  15  feet  to  10  ft.  (R67.31) 

670  .68.111      A  Sixteenth  St.,  bet,  PotreroAve.  &  Bryant  62. 8e 

St.,  narrow  sidewalks  from  15  ft.  to  10  ft, 
(R67.49) 

671.68.108  A  Pine  St.,  widen  roadway  by  barrowing  sidewalks  lSO*Og 

from  12  ft,  to  10  ft,  bet.  Laguna  &  Fillmore  Sts,, 
&  from  15  ft.  to  10  ft.  bet.  Fillmore  St,  & 
Presidio  Ave,  (R64.65)  ($352.0  appropriated  for 
Project  670.67,118  in  1957-68) 


30. 


1969-70       1970-71            1971-72       1972-73  1973-74 
 Cost  in  thousands  of  dollar.g  ^O TALS 


22.0s  22.0s  22.0s  22,0s  22.0s  132.0 


l,200,0g         293. Og 


3,493.0 


27.4 


62.8' 


190.0 


CPC 

F.I.N.  PRI. 


PROJECT  DESCRIPTION 


1968-69 


Projects  Previously  Reviewed  -  continued 

DEPARTMENT  OF  PUBUC  WORKS -Trafficways  -  Cont'd. 

572,68.101      A  Army  St.  Circle,  construct  grade  separation  700, Oh 

structures  with  channelization  &  signals  at 
the  Circle  &  contiguous  areas  ($6,698.2 
previously  appropriated,  including  $2,072.1 
in  1S67-68  for  Project  670.67.109) 

72  ,58.102      A  Various  intersections,  install  signals  &  91.5s 

channelization  (annual  request,  $82,0 
appropriated  in  1967-68  for  Project  670,67,121) 

72.58.103  A          Various  intersections,  modify  signals  (annual  55.5s 

request,  $49.0  appropriated  in  1957-68  for 
Project  670.67,122) 

72.68.104  A         Various  intersections,  modify  &  reconstruct  18,0s 

traffic  control  devices  (annual  request, 
$10.5  appropriated  in  1957-6C  for  Project 
670.67,123) 

72.58.105  A  School  crossings ,  install  signals  at  various  17.8s 

locations  (annual  request,  $14,0  appropriated 
in  19  57-58  for  Project  670.67.136) 

72,68,111      A  Downtown  area,  study  6:  test  feasibility  of  88, Oe 

closed-circuit  television  surveillance  for 
traffic  control  (Project  670.67.160) 


31. 


1969-70       1970-71  1971-72  1972-73 

Cost  in  thousands  of  del  1  a r s 


1973-74 


1,600.0 
(900. Oe) 
(700. Oh) 


2,300.0 


96.0s         100.5s  105.0s         109.5s  114. Os  616.5 


60. Os  64.5s  69,0s  73.5s  78.0s  400.5 


18.0s  18.0s  18.0s  18.0s  18.0s  108.0 


17.8s  17.8s  17.8s  17.8s  17.8s  106.8 


88.0 


CPC 

F.I.N.  PRI. 


PROJECT  DESCRIPTION 


1968-6S 


I 


Projects  Previously  Reviewed  -  continued 
DEPARTMENT  OF  PUBLIC  WORKS-Trafficways  -  cont'd. 


573.58.102  A  Street  lighting  in  Underground  Districts,  585,0s 

new  installations  (annual  request,  $466,5 
appropriated  in  1967-68,  Project  670,67, 
107) 

573.58.103  A  Street  lighting  in  Overhead  Districts ,  engineer-  10,0s 

ing  assistance  to  Public  Utilities  Commis- 
sion (annual  request,  $15,0  appropriated  in 
1967-58,  Project  670,67.108) 

:73, 68. 104      A  Underground  street  lighting,  except  for  30.0s 

streets  in  Underground  Districts ,  new  in- 
stallations (annual  request,  Project  670,67.168) 

574.58.107      A  Twelfth  St.  at  South  Van  Ness  Ave. ,  landscape       11. 5h 

triangular  traffic  island  and  install  automatic 
irrigation  system  (Project  570,57,317) 

374.58.111  D  Clarendon  Ave. ,  between  7th  Ave.  &  Twin  Peaks  76.0s 

Blvd.,  plant  trees  in  sidewalk  areas  (Project 
570.57,155) 

574.58.112  D         Washington  St.  Cable  Car  route,  bet,  Hyde  33,5s 

6c  Powell  Sts . ,  plant  trees  in  sidewalk  areas 
(Project  570,67.221) 


32. 


1969-70         1870-71  1971-72  1872-73 

Cost  in  thousands  of  dollar;^ 


1973-74 


500.0s         500.0s  500.0s         500.0s  500.0s  3,085.0 


10.0s  10.0s  10.0s  10,0s  10,0s  60,0 


30,0s  30.0s  30,0s  30.0s  30,0s  180,0 


11.5 


76.0 


33.5 


33. 


CPC 

F.I.N.  PRI. 


1968-69 


PROJECT  DESCRIPTION 


1969-70       1970-71  1971-72       1972-73  1973-74 

 Cost  in  thousands  of  dollars    TOTALS 


674.68.113  D 


675.58.102  A 


Projects  Previously  Reviewed  -  continued 

DEPARTMENT  OF  PUBLIC  WORKS-Traificways  -  cont'd. 

Taylor  St. ,  bet.  Bay  &  Jefferson  Sts. ,  install 
planter  boxes  in  sidewalk  areas  (Project 
670.67.222) 

Dixie  Alley,  bet.  Market  St.  &  Grand  View  Ave. , 
replace  wooden  stairway  with  concrete  stairway 
(Project  670.57.126) 


675.68.103  A      Dixie  Alley,  west  of  Market  St.,  extend  concrete 

stairway  to  Corbett  Ave,  (Project  570.67,127) 

675.68.104  A     Iron  Alley,  bet.  Corbett  Ave.  &  Clayton  St., 

replace  wooden  stairway  with  concrete  stairway 
(Project  670.57.12  8) 


675.68.105  A 


675.68.111  B 


675.68.114  A 


Crestmont  Dr. ,  west  of  Christopher  Dr. , 
construct  barrier  to  catch  roclcfall  (Project 
670.67.159) 

DPW  Maintenance  Yard,  2  323  Army  St.,  con- 
struct retaining  wall  at  south  property  line  for 
storage  of  sand  (Project  670.57.140) 

Islais  Creek  Bridge,  3rd  St. ,  install  new  locking 
system  &  intermediate  pinion  bearing  supports 
($13.0  previously  appropriated) 


35.5s 


!1.5s 


50.0s 


38.2s 


18,2s 


62.5s 


95, Oe 


35.5 


31.5 


50.0 


38.2 


18.2 


62.5 


95.0 


CPC  1968-69 
P.I.N,  PRL  PROJECT  DESCRIPTION  


Projects   Previously  Reviewed  -  continued 

DEPARTMENT  OF  PUBLIC  V/ORKS-Trafficways  -  cont'd  . 

|575.5S.  liS        A  Parker  Ave .  at  Lone  Mountain^  reconstruct  90.0s 

drainage  tunnel  ($7.0  appropriated  in  1967-68 
for  Project  670.67.142) 


INTERNATEONAL  AIRPORT 

727168.101  A  Services  of  Utility  Engineering  Bureau  406, 2r 

(Capital  improvements) 

727.68.102  A  Utility  System,  enlarge  and  extend  services  152. Or 

($107,0  previously  appropriated;  $850,0  from 
approved  bond;  total  cost,  $1,609,0) 

'27,68.103         A  Terminal  buildings  and  passenger  facilities ,  l,687,lr 

modernization  ($1,485.0  from  approved 
bond;  total  cost,  $4,172.0) 

'27.68.104        A  Landing  field  facilities ,  improvements  221. Or 

($1,270,0  from  approved  bond;  total  cost 
$1,791.0) 


34. 


1969-70       1970-71  1971-72  1972-73 


Cost  in  thousands  of  do  liar 


1973-74 


s  TOTALS 


90.0 


406.2 


100. Or       100. Or  100. Or         100. Or         100. Or  652.0 


200. Or       200. Or  200. Or         200. Or         200. Or         2  ,687  .1 


200. Or  100. Or  521.0 


I 


CPC  1968-6S 
pj,N.  PRL  PROJECT  DESCRIPTION  

Projects  Previously  Raviewed  -  continued 

INTERNATIONAL  AIRPORT  -  Continued 

":7.S8.1C5         A  Parking  garage  and  parking  lots,  construct  750. Or 

public  and  employee  parking  facilities 
($1,070.0  previously  appropriated;  $21,000.0 
from  approved  bonds;  total  cost  $22,820.0) 

727. SC. 107         A  Waste  treatment  facilities ,  expand  existing  578. Or 

treatment  plant  ($3,000.0  from  approved 
bond; total  cost,  $3,678.0 

MUNICIPAL  RAILWAY 

737.58.101  A  Geary  and  Presidio,  film  storage  vault,  new  7., 8 

construction. 

737.58.102  A  Mason  and  Washington  Pov^^er  House ,  install  7.G 

sump  pit 

737.58.105         C  Cable  Car  Routes ,  install  public  address  '  48.0 

system  (24,0) 

(24.  Oo) 

PROJECT  737.68.106  IS  SUBJECT  TO 
FURTHER  REVIEW  BY  THE  CITY  PLANNING 
COMMISSION  RELATIVE  TO  NOISE  LEVEL 
AND  LOCATION  OF  THE  PUBLIC  ADDRESS 
SYSTEM 


35. 

1969-70       1970-71            1971-72       1972-73  1973-74 
 Cost  in  thousands   of  dollars   TOTALS 


750.0 


678.0 


7.8 
7.6 
48.0 


CPC 

P.I.N.  PRI. 


PROJECT  DESCRIPTION 


1968-5S 


Projects  Previously  Reviewed  -  continued 

MUNICIPAL  RAILWAY  -  Continued 

r37.o8.107        A  Outer  Mission  Substation,  install  fence  4,3 

'37.68,110        A  Various  locations,  landscaping  around  8.0 

buildings  and  structures 

'37,58.112         A  Ocean  Yard ,  upper  level  parking  deck,  300, Oo 

new  construction 

WATER  DEPARTMENT 

'47.68,101        A  Various  locations  , water  main  e:i:tens ions  350, Or 

47,68.  102        A  Various  locations,  provide  new  services  and         330, Or 

meters 

47.58.103  A  Various  locations , install  gate  valves  52, 5r 

47.68.104  A  Various  locations,  pipeline  electrolysis,  5. Or 

install  protective  devices 

47.58.  105         A  Various  locations,  survey  property  and  set  20, Or 

monuments 

47.68.106        A  Various  locations,  construct  secondary  98. Or 

feeder  mains 


1969-70  1970-71  1971-72  1972-73 
 Cost  in  thousands  of  dollars 


1973-74 

 TOTALS 


4,3 

14,0  22.0 

300.0 


380. Or 
375. Or 

45. Or 
5. Or 

21. Or. 

100, Or 


390. Or 
385. Or 

46,  Or 
6, Or 

22. Or 

150, Or 


400. Or 
395. Or 

47. Or 
6. Or 

23, Or 

150, Or 


410. Or 
405. Or 

48. Or 
6. Or 

24. Or 

150. Or 


420. Or 
415. Or 

49. Or 
6.  Or 

25. Or 

150. Or 


2,350.0 
2,305.0 

287,5 
34.0 

135.0 

798.0 


CPC  1968-69 
F.I.N.  PRLj  TRQJECT  DESCRIPTION  


Projects   Previously  Reviewed  -  continued 

WATER  DEPARTMENT  -  Continued 

"-:7,6c.  107        A  Various  locations,  watershed  lands,  10. Or 

erosion  control 

"-17.58.108        A  Various  locations,  install  drain  and  air  valves  15, Or 

747.58,109         A  Various  location,  construct  fences  20, Or 

:-:7.58.110        A  Various  locations,  motorize  large  valves  24, Or 

r:^. 68. Ill        A  San  Andreas  Filtration  Plant,  San  Mateo  2, 225. Or 

Co.,  construct  treatment  plant 

747.58.112  A  Crystal  Springs  Bypass  Tunnel,  construct  1,800, Or 

balancing  reservoir 

747.68.113  A  Crystal  Springs  Bypass,  construct  93, Or 

floridation  station 


I 


37. 


1969-70       1970-71  1971-72       1972-73  1973-74 

 Cost  in  thousands  of  dollars   TO TA LS 


10. Or  11, Or 

26. Or  26. Or 

21, Or  22. Or 

18. Or  18. Or 
4,300. Oo 


11. Or  12. Or 

27. Or  27. Or 

23. Or  24. Or 

19. Or  19. Or 


12. Or  66.0 

28. Or  149.0 
25. Or  135.0 
19. Or  117.0 
6,525.0 

1,800.0 

93.0 


F.I.N. 


CPC 
PRI. 


lis. 68. 101  A 


lis. 68. 102  A 


PROJECT  DESCRIPTION 


PROJECTS   REVIEWED   1  9  6  8-69 


DEPARTMENT  OF  CITY  PLANNING 


100  Larkin  St, ,  general  interior  alterations 


1968-69 


1969-70       1970-71  1971-72  1972-73 

Cost  in  thousands  of  dollars 


1973-74 


13. S 


Cliff  House  -  Sutro  Baths,  land  acquisition;  5, 700, On 
initial  development 


38. 


TOTALS 


13.9 
5;700.0 


MUNICIPAL  COURT 

155.68.101    A  City  Hall,  Rooms  300,  301  and  303,  install  8.2  8.2 

acoustical  tile 

POLICE  DEPARTMENT 


161.68.101  A  Potrero  Station,  install  new  fire  escape  6.2  6.2 

151.68.102  A  Hall  of  Justice,  City  Prison,  install  metal  6.3  6,3 

dining  tables 

151.68.103  A  Hall  of  Justice,  reconstruct  and  expand  private        13.0  130.0  l^^*^ 

alarm  system 


THE  POLICE  DEPARTMENT  SHOULD  EXPLORE  THE  FEASIBIUTY 
OF  OBTAINING  PRIVATE  FINANCING  FOR  PROJECT  161.68.103 


CPC  1S68-69 
F.I.N.  PRL  PROJECT  DESCRIPTION  

Projects   Reviewed   19GC-59  continued 

SHERIFF 

173,58.101    A        County  Jails  2  and  4,  construct  sewage  25.0 

pumping  station  and  force  main 

173.68.103  A        County  Jail  4,  modify  heating  and  ventilating  6.0 

system 

173.68.104  A        County  Jail  4,  install  heating,  ventilating  and  25.5 

cooling  system 

TREASURER 

183.68.101    A        Provide  security  features  15.0 

TAX  COLLECTOR 

2  51  .58.101    A        Provide  security  features  12,4 

DEPARTMENT  OF  PUBLIC  WORKS  -  General  Office 

423.68.101  A        Various  public  buildings,  misc.  minor  100.0 

capital  improvements 

423.68.102  A        Various  locations ,  studies  for  future  capital  100.0 

improvements 


39. 


1969-70        1970-71  1971-72        1972-73  1973-74 

 Cost  in  thousainds  of  dollars  TOTALS 


I 

275.0  300.0 


6.0 


25.5 


15.0 


19.4 


100.0  100.0  100.0  100.0  100.0  600.0 

100.0  100.0  100.0  100.0  100.0  600.0 


CPC  1968-59 
p,I.N,  PRL  PROJECT  DESCRIPTION  


Projects  Reviewed  1968-69  -  continued 
DEPARTMENT  OF  PUBLIC  WORKS -General  Office  -  Cont'd. 

423.58.103  A        North  and  West  Shorelines  of  City,  provide  1,550.0 

storm  flow  pollution  control  facilities  (50.0) 
(sites  undetermined)  (1,5 00, On) 

423.68.104  A        Testing  laboratory,  relocation  12,5 


423.58.105    A        Civic  Center  Heating  and  Cooling  Plant,  30,0 

new  construction  (site  undetermined) 


DEPARTMENT  OF  PUBLIC  WO RICS -Sanitation 
125.68.101    A        Sewers,  various  locations,  new  e:d:ensions  200,0b 

DEPARTMENT  OF  PUBLIC  HEALTH 

100.68.101  A        Various  health  centers,  install  burglar  alarm  31,0 

systems 

100.58.102  A        Laguna  Honda,  relocate  gas  station  and  14.3 

storage  tanks 

500.68.103  A        Laguna  Honda ,  improve  laundry  hot  water  14.4 

system 


40.  ^ 

1969-70       1970-71  1971-72       1972-73  1973-74 

 Cost  in  thousands  of  dollars   TOTALS 


50,0      20,100.0  21,700.0 
(100.0) 
(20, 000, On) 

187.5  200.0 
(120.5) 
(67.0s) 

50.0       3, 300, On  3,380.0 


200.0b         200. On  200. On         200. On  200. On  1,200.0 


31.0 


14.3 


14.4 


CPC  1968-69 
F.I.N.  PRI.   PROJECT  DESCRIPTION  


Projects  Reviewed   1  9  6  8-  59   -  continued 
DEPARTMENT  OF  PUBLIC  HEALTH  -  cont'd . 

500.58.104  A        S.  F,  General,  emergency  and  admitting  26.2 

area ,  provide  X-ray  room 

500.58.105  A        Hassler,  remodel  X-ray  suite  16.1 

500.58.106  A        Hassler,  Ward  4,  provide  bed  pan  hoppers  6.5 

LEGION  OF  HONOR 

611.68.101  A        Install  security  alarm  system  12.5 

M.  H.  de  YOUNG  MUSEUM 

621.58.102  A        Parking  lot  improvement  25.9 

621.58.103  A        Front  area ,  lighting  of  walkways  and  public  23.7 

areas 

RECREATION  AND  PARK  DEPARTMENT 

5S6.68.101    A        Marina  SmaU  Craft  Harbor,  construct  151.0 

east  harbor  breakwater 


41. 

1969-70       1970-71            1971-72       1972-73  1973-74 
 Cost  in  thousands  of  doUaLS  TDTAT.q 


26.2 

16.1 
6.6 


12.6 


25.9 
23.7 


151.0 


CPC 

P.I.N.  PRI. 


PROJECT  DESCRIPTION 


1968-SS 


Projects  Reviewed   1S6C-6D   -  continued 


655.68.102  A 


555.58.103  A 


655.68.104  A 


5.58.111  A 


i55.68.  112  A 


RECREATION  AND  PARK  DEPARTMENT  -  cont'd. 

Marina  Small  Craft  Harbor/  install  harbor 
entrance  lighting 

Fleishhacker  Pool  Building,  install  fire 
sprinkler  system 

Golden  Gate  Park,  construct  new  rose  house 
($4.0  previously  appropriated) 

Recreation  and  Park  Bond  Issue 

Candlestick  Park,  addition  to  stadium 


O.S 


13.8 


200.0 


16, 820. On 
7,000,0o 


UNIFIED  SCHOOL  DISTRICT 


^$60.68.101  A 


Minor  Capital  Improvements 


50.0 


570.58.108  A 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 

Harney  Way  bet.  Bayshore  Freeway  and  James- 
town Ave . ,  widen  roadway  to  add  a  traffic  lane 
for  improved  access  to  Candlestick  Park  Stadium 


25S  .Oe 


42. 


1969-70        1970-71            1971-72        1972-73  1973-74 
 Cost  in  thousands  of  dollars   TO TA IS 


11.1  12.0 


13.8 


200.0 

16,820.0 
7,000.0 


50.0  50.0  50.0  50,0  50.0  300.0 


259  .0 


CPC 

P.I.I\\  PRI» 


PROJECT  DESCRIPTION 


1968-69 


Projects  Reviewed   1958-69  -  continued 

DEPARTMENT  OF  PUBLIC  WORKS -Trafficways  -  cont'd. 

670.68.110    A        Mission  St.,  east  &  west  of  3rd  St,  for  200  45. 8e 

ft.,  widen  roadway  by  narrowing  sidewalks 
from  15  ft.  to  10  ft,  so  as  to  provide  left 
turn  and  right  turn  havens  at  the  intersection 
for  movement  into  3rd  St. 

IT  IS  RECOMMENDED  THAT  THE  DEPARTMENT  OF 
PUBLIC  WORKS  DEIUTE  THE  PROPOSED  TREATMENT 
OF  THE  SOUTHWEST  CORNER  OF  3RD  AND  MISSION 
STREETS  FROM  PROJECT  670.68.110 

570.68.112  D       Folsom  St.,  from  southerly  terminus  south  of  27.0s 

Crescent  Ave,  to  Alemany  Blvd.,  acquire  right- 
of-way  for  subsequent  development  of  through 
street 

670.68.113  C        Banks  St.,  from  southerly  terminus  south  of  3,0s 

Crescent  Ave.  to  Alemany  Blvd. ,  acquire  sewer 
easement  to  permit  development  of  a  cul-de-sac 
street 

672.68.107  A        Portola  Dr.  at  Burnett  Ave.,  channelize  inter-  28, 6e 

section  for  left  turn  into  Burnett  Ave. 

672.68.108  A        San  Jose  Ave.,  from  Highland  Ave,  to  Brook  St.,  105.3e 

rechannelize  traffic  at  northerly  terminus  of  the 
"Bernal  Cut" 


43. 

1969-70       1970-71  1971-72       1972-73  1973-74 

Cost  in  thousands  of  dollars    TOTALS 


45.8 


27.0 

3.0 

28.6 
105.3 


CPC 

P.I.N.  PRI. 


PROJECT  DESCRIPTION 


1S68-69 


Projects  Reviewed   1  9  6  8-  6S  -  continued 
DEPARTMENT  OF  PUBUC  WORKS -Trafficways  -  cont'd. 

672.58.109    A        Northern  Y\/"aterfront  traffic  corridor,  bet.  Bay  139,0s 

t&  Jefferson  Sts, ,  install  signals  at  varicaus 
intersections 

PROJECT  672. S8. 109  SPIOULD  BE  COORDINATED 
WITH  THE  CIRCULATION  SECTION  OF  THE  FORTH- 
COMING NORTHERN  WATERFRONT  DEVELOPMENT 
PLAN 


572,68,110    A        Downtown  area,  install  signals  at  various  116, Oe 

intersections 


I 


Note;  The  following  four  projects  (574.68,101- 
104)  qualify  for  credits  in  the  approved  FACE  program 


674,58,101    A        Glen  Park  Conservation  Area,  various  locations ,  33,0s 

landscape  and  plant  trees  in  sidev^alk  areas; 
install  benches  and  other  sidewalk  furniture 

574,00.102    A        Great  Highway  Conservation  Area,  plant  trees  25,33 

in  sidewalk  areas  of  Judah  St,  between  44th  Ave. 
and  La  Playa;  plant  shrubs  and  ground  cover  in 
streetside  areas  along  La  Playa 


1969-70  1970-71  1971-72  1972-73 
 Cost  in  thousands   of  do  liars 


1973-74 


44. 

TOTALS 


139.0s 


37. 5e  49. Oe 


278.0 


116.0 


119.5 


25.3 


CPC 

F.I.N.  PRI. 


PROJECT  DESCRIPTION 


1S68-6S 


Projects  Reviewed   1S68-69   -  continued 
DEPARTMENT  OF  PUBUC  WORKS -Trafficways  -  cont'd. 

674.58.103  A        Buena  Vista  Heights  Conservation  Area ,  14th  28.0s 

St.  bet.  Castro  St.  and  Buena  Vista  Terrace, 
also  Roosevelt  Way  between  14th  St,  and  Upper 
Terrace,  plant  trees  in  sidewalk  areas 

674.58.104  A        Arguello  Park  Conservation  Area,  various  21, Os 

locations,  plant  trees  in  sidewalk  areas 

574. 68. 105  A        Market  St, ,  bet.  17th  &  Collingwood  Sts , ,  5.Ss 

landscape  triangular  island  in  roadway 

674.58.106  A        Third  St.,  bet.  Islais  Creek  Channel  &  James  163.0s 

Lick  Freeway,  also  Fifth  St.,  bet,  Bryant  & 
O 'Farrell  Sts . ,  also  Seventh  St.,  bet.  Bryant 
6c  McAllister  Sts. ,  plant  trees  in  sidewalk  areas 

PROJECT  574.58.106  SHOULD  RECEIVE  PREFERENTIAL 
CONSIDERATION  FOR  FUNDING 

674.68.108    A        Chenery  St.,  bet.  Elk  &  Diamond  Sts.,  plant  IS, 5s 

trees  in  sidewalk  areas,  peninsulas  &  islands 
(Project  674.58.108  is  located  in  the  Glen 
Park  Conservation  Area  &  qualified  for  credits 
in  the  approved  FACE  program) 

PROJECT  574.68.108  SHOULD  BE  FUNDED  IN  CONJUNCTION 
WITH  PROJECT  670,68.106  FOR  SIDEWALK  NARROWING 


1969-70  1970-71  1971-72  1972-73 
 ^Jisj_in_jh  ou_s a  nd  s  of  dollars 


1973-74 


45 


TOTALS 


25.0s  8.5s  61.5 

25.0s  35.0s  81.0 

5.6 

163.0 

16.5 


CPC 

F.I.N.  PRI. 


PROJECT  DESCRIPTION 


19S8-S9 


Projects  Reviewed   1S5G-S9   -  continued 

DEPT.  OF  PUBUC  WORKS -Trafficways  -  Cont'd. 

574.58.110    D       Sixteentli  St. ,  bet.  Potrero  Ave.  &  Bryant  St.  12,0s 

install  streetside  landscaping  &  benches,  plant 
trees  in  conjunction  with  the  sidewalk  narrow- 
ing proposal  in  Project  670.68,111 

675.68.101    C        Broadway  Tunnel,  install  antenna  system  for  8,0s 

automobile  radio  reception 

575.68.107  A        Corbin  Place,  bet.  Corbett  Ave .&  17th  St. ,  5. Oh 

install  railings  on  open  stairway 

575.58.108  A        Portola  Drive  Observation  Area,  near  Clipper  35. 5e 

St.,  stabilize  slide  area  &  reconstruction  portion 
of  street 

575.68.109  A       Warehouse  bldg.,  930  Bryant  St.,  near  7th  St.,  5.0s 

renovate  premises  for  occupancy  by  DPW  traffic 
sign  unit 

575.68.110  C        Bay  Shore  Blvd.,  bet.  Teddy  &  Blanken  Aves  . ,  7,7e 

close  pedestrian  underpass  &.  restore  paved  sur- 
g  face 

675.68.112    A        Broadway  Tunnel,  reconstruct  &  modernize  87. Oe 

the  carbon  monoxide  monitoring  &  control 
system  for  ventilation 


45. 

1969-70        1970-71            1971-72        1972-73  1973-74 
 Cost  in  thousands  of  dollars   TOTALS 


I 


12.0 

8.0 
5.0 

36.5 

5.0 
7.7 

87.0 


CPC 

F.I.N.  PRI.  PROTECT  DESCRIPTION 


Projects  Reviewed   186C-6S   -  continued 
DEPARTMENT  OF  PUBLIC  WORKS -Trafficways  -  cont'd 

575.68.  113    A        Mt.  Olympus  &  Corona  Heights,  various  22.5s 

locations ,  install  railings  on  open  stairways 

375  .58.  115    A        Alemany  Blvd . ,  bet.  Naglee  £:  Farragut  Aves  . ,  33. 5e 

replace  wooden  bulkhead  with  concrete  retain- 
ing wall  along  easterly  slope 

575.60.  117    A        LyonSt.,  bet.  Vallejo  St.  ^  Broadway,  install  7.0s 

railings  on  open  stairway  ■ 

75.68.120    A        Market  Street  restoration  6c  beautification  of  26,800,0 

Neighborhood  Rapid  Transit  Stations  (increase  (25, 000. On) 
in  scope  of  Projects  670.57.173  6:  570.67.228)  (l,800.0o) 

INTERNATIONAL  AIRPORT 

727. 5o, 105    A        Operational  facilities,  land  area  im-  1,000. Or 

provements  for  operational  use 

MUNICIPAL  RAILWAY 

737.68.103    A        V/ashington  6:  Mason  Carhouse ,  concrete  15.0 

retaining  wall,  new  construction 
($14.7  previously  appropriated) 


47. 


1969-70        1970-71  1971-72        1972-73  1973-74 

Cost  in  thousands  of  dollars  TOTALS 


22.5 


33.5 


7.0 


2,700.0o  1,400.0 
(750. Oe) 
(550.0b) 


4,000.0 
(3,000.0e) 
(1,000.0b) 


34,900.0 


1,000. Or 


1,000. Or 


3,000.0 


16.0 


CPC  1968-69 
P^I.N.  PRI_j  PROJECT  DESCRIPTION  

Projects  Reviewed   1968-69   -  continued 

MUNICIPAL  RAILWAY  -  cont'd, 

737.68.104  A        Potrero  Trolley  Coach  Yard ,  install  addl-  4,5 

tional  trolley  wire  lanes 

737.58.105  A  Sunset  Tunnel,  East  Portal,  install  fence  5,8 
737  .58.108  A  Turk  and  Fillmore  Substation,  install  fence  7.0 
737.58.109    A       Various  locations,  construct  waiting  stations  5,0 


WATER  DEPARTMENT 

747.68.114  A        Lombard  Reservoir,  install  altitude  valve  6, Or 

747.58.115  A        Alameda  Division,  construct  fire  trails  12. Or 

747.68.116  A        City  Distribution  Yard ,  construct  storage  hopper  30, Or 

747.38.117  A        Various  locations ,  valve  &  meter  houses ,  2, Or 

install  lighting 

747.68.118  A        Alameda  East  Cottage,  provide  water  supply  2, Or 

747.68.119  A        Alameda  Division,  provide  landscaping  5. Or 


48. 

1969-70       1970-71  1971-72       1972-73  1973-74 

Cost  i n  thousands  of  dollars  TOTALS 


4.5 

5.8 
7.0 

19.0  24.0 


6.0 

12.0 
30.0 
2,8 


2.0 
5.0 


CPC  1S5G-6S 
PJ.N.  PRL  PROTECT  DESCRIPTION  


Projects  Reviewed   1S68-6S   -  continued 
WATER  DEPARTMENT  -  cont'd. 

747.58.120  A        Crystal  Springs ,  provide  pumping  to  San  Andreas  500.0b 

Reservoir 

747.68.121  A        Crystal  Springs  Pipeline  3 ,  construct  pipeline  2,S00.0b 

between  Burlingame  and  Baden  Pumping  Station 

HETCH  HETCHY  SYSTEM 
755.58.  105    A        Moccasin  Yard ,  install  truck  and  car  washer  7.5r 

755.38.10S    A        Moccasin  Reservoir,  install  outlet  tower  50. Or 

surface  skimmer 

I 


49. 


1969-70       1970-71  1971-72       1972-73  1973-74 

 Cost  in  thousands  of  dollars    TO T A LS 


500.0 
2,900.0 

7.5 
50.0 


CAPITAL  IMPROVEMENT  PROGRAM 
1    9    6    9      -      7    0     FISCAL  YEAR 


1069-70  FISCAL  YEAR  -  COST  SUMMARY 

1968-SS 


E^-=U\'CE  BROUGHT  FORWARD  -  multi-phased  projects 

AD  VALOREM  TA}CES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

APPROVED  BONDS 

OTHER  SOURCES 

;  TOTALS 

COST  SUMMARY 

AD  VALOREM  TAXES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

APPROVED  BONDS 

OTHER  SOURCES 

TOTALS 

RECAPITULATION 

AD  VALOREM  TAXES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

APPROVED  BONDS 

OTHER  SOURCES 


TOTALS 


51. 

1969-70       1270-71  1971-72       1972-73  1973-74 

Cost  in  thousands  of  dollars  TOTALS 


5,498.8 
4,253.3 
5,707,0 
1,655.0 
28,867.5 
7,300.0 

53,281.6 


2,954.4 
6,132.3 
9,245.0 
17,992.5 
9,000.0 
5,797.0 

51,121.2 


8,453.2 
10,385.6 
14,952.0 
19,647,5 
37,867.5 
13,097.0 

104,402.8 


4,327.1 
2,215.3 
4,808.0 
54,825.0 
3,711.3 


69,886.7 


1,015.8 
988.3 
1,312.0 
1,742.0 


5,058.1 


5,342.9 
3,203.6 
6,120.0 
56,557.0 
3,711.3 


74,944.8 


3,817.0 
4,046.8 
6,037.0 
1,200.0 
1,131.0 


16,231.8 


451.0 
203.5 
3,085.0 
400.0 


4,139.5 


4,268.0 
4,250.3 
9,122.0 
1,600.0 
1,131.0 


20,371.3 


3,809.3 
1,055.8 
5,172.0 
1,200.0 


11,237.1 


118.2 
97.0 
2,450.0 
400.0 


3,065.2 


3,927.5 
1,152.8 
7,622.0 
1,600.0 


14,302.3 


3,829.0 
1,064.8 
5,328.0 
1,200.0 


11,421.8 


120.4 

200.0 
400.0 


720.4 


3,949.4 
1,064.8 
5,528.0 
1,600.0 


12,142.2 


21,281.2 
12,636.0 
27,052.0 
60^080.0 
33,709.8 
7,300,0 

162,059.0 


4,659.8 
7,421.1 
16,292.0 
20,934.5 
9,000.0 
5,797.0 

64,104.4 


25,941.0 
20,057.1 
43,344.0 
81,014.5 
42,709.8 
13,097.0 

226,163.4 


CPC  196 
P.I.N.         PRI.  PROJECT  DESCRIPTION  

PROJECTS   PREVIOUSLY  REVIEWED 
FIRE  DEPARTMENT 

145.67.112  A      Engine  Co.  42,  enlarge  kitchen 

145.67.113  A     Engine  Co.  4S  ,  enlarge  kitchen 

145.57.114  A      Engine  Co.  26,  landscape  Masonic  Avenue 

frontage 

145.67.115  A     Various  firehouses,  install  automatic  over- 

head doors 

145.67.123    B      Twin  Peaks  Reservoir,  access  road  and  parking 

area  paving 

POUCE  DEPARTMENT 
161.67.115    A      Mission  Station,  install  air  conditioning 

DEPARTMENT  OF  SOCIAL  SERVICES 

169.67.101    A      1665  Mission  St. ,  acquire  land  and  building; 

alterations 

15S.67.  102    A      585  Bush  St.,  third  floor,  install  partitions 


52. 

1969-70       1970-71            1971-72       1972-73  1973-74 
 Cost  in  thousands  of  dollars   TOTALS 


15.2 
9.4 
6.2 

18.0 

6.2 

21.0 

2, 250. On 
14.4 


15.2 
9.4 
6.2 

18.0 

6.2 

21.0 

2,250.0 
14.4 


CPC 

P.I.N.  PRI. 


PROJECT  DESCRIPTION 


1968- 


Projects  Previously  Reviewed  -  continued 

DEPT.  OF  SOCIAL  SERVICES  -  Cont'd. 

16£.S7.104    A      150  Otis  St. ,  first  floor,  convert  transcription 

room  into  six  offices 

170.57.  101    A      Single  Men's  Rehabilitation  Center,  improve 

ventilation 

SHERIFF 

173.67.  101    A      County  Jails  2  and  4,  install  automatic  fire 

sprinklers 

173.57.  105    A      County  Jail  2,  remodel  visitor's  room 

173 . 57  .  lOe    B      County  Jail  1 ,  reconstruct  and  extend  inter- 
com and  public  address  system 


ACADEMY  OF  SCIENCES 

213.57.104    A      Steinhart  Aquarium,  provide  storeroom  and  reptile 

quarantine  area 

213.67.115    A      Hall  of  Science,  provide  additional  laboratory  and 

office  space 


53. 

1S69-70       1970-71            1971-72  1972-73  1973-74 

Cost  in  thousands  of  dollars  TOTALS 

8.3  8.3 

14.5  14.5 

44.5  44.5 

12.7  ^^-^ 
16.5 


32.6 


312, Oo 


32.6 
312.0 


54. 


P. I.N. 


CPC 
PRI. 


1958-59 


PROJECT  DESCRIPTION 


1969-70       1970-71  1971-72  1972-73 

Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


Projects  Previously  Reviewed  -  continued 

DEPARTMENT  OF  ELECTRICITY 

233. S7. 102    A      Central  Radio  Facility,  underground  outdoor 

wiring 


47.0 


47.0 


REAL  ESTATE  DEPARTMENT 


245,57.104    A      Brooks  Hall,  enlarge  garbage  room 


6.3 


6.3 


PURCHASING  DEPARTMENT 

311.67.105    A     Central  Shops,  shed  areas,  install  compressed  air 

and  electric  facilities 

311  .67.  107    A      Central  Shops  ,  modify  shop  entrances 

311  .67  .108    A     Central  Shops,  truck  repair  area,  replace 

portion  of  lighting  system 

?11.57.109    A      Central  Shops,  main  shop,  install  toilet  and 

washroom  ventilation 


6.1 

13.8 
23.0 

7.0 


6.1 

13.8 

23.0 

7.0 


55, 

P.I.N. 

CPC  1958-59 
PRI.                  PROJECT  DESCRIPTION 

1969-70       1970-71            1971-72  1972-73 
Cost  in  thousands  of  dollars 

1973-74 

TOTALS 

423.67.106 

A 

MaintenancG  Yard,  2323  Army  St, ,  construct  2nd 

^  U  U  •  4U 

265.2 

floor  addition  to  Administration  Building  ($14.0 

(176,8) 

previously  appropriate(^ 

(88,4s) 

■nFPARTMFlXTT  DF  PTTRTTP,  WOViKF  -  Ranitatinn 

425.67.301 

A 

Ocean  Ave,  Sewer,  San  Jose  to  Cayuga,  increase 

9. On 

207, On 

216,0 

425.67.302 

A 

Lincoln  Way  Auxiliary  Sewer,  7th  to  14th  Aves, , 

25i0n 

475. On 

500.0 

A 

20  On 

350  -On 

370,0 

425.57.307 

A 

Cayuga  Ave,  Auxiliary  Sewer,  construct  Contract  V 

TM?r>  A  DTA /T'P'KT'P  r~\V    TDTTDTT/^"  UTATT'TJ 

DLrAKiMLiNj i  Ur  rUDJJ,0  rliiiALiil 

zo  .Un 

0  iU  .  un 

330  .0 

500.57.111 

A 

101  Grove,  modernize  two  elevators 

67  .5 

0/  ,  0 

135,0 

500.57.120 

A 

Laguna  Honda,  various  areas,  provide  ventilation 

15,2 

15,2 

500.67.125 

A 

Laguna  Honda,  Ward  Building  B,  alterations 
($42.0  previously  appropriated) 

481,8 

481.8 

CPC  1968-59 
F.I.N.  PRL  PROJECT  DESCRIPTION  


K.  Projects  Previously  Reviewed  -  continued 

DEPT.  OF  PUBLIC  HEALTH  -  Cont'd, 
SCO. 67. 128    B        S.  F.  General,  acquire  eleven  parcels  of  land 
500.57. 13S    B        S.  F.  General,  Building  200,  remodel  elevator 

LEGION  OF  HONOR 

511.67.103    A        Remodel  receptionist  area 

511.67.105    A        Restoration  of  Gallery  10  {$5.0  previously 

appropriated) 

^  PUBLIC  UBRARY 

631  .67.201    A        Main  Library,  new  construction  (site  undetermined) 

RECREATION  AND  PARK  DEPARTMENT 

651.67.108    A        Bernal  Heights  Playground,  replace  retaining  wall 
1^  ($22  .0  previously  appropriated) 

551.57.111    A        Union  Square,  replace  irrigation  system  ($2.0 

previously  appropriated) 


56. 

1969-70       1970-71            1971-72       1972-73  1973-74 
 Cost  in  thousands  of  dollars  TOTALS 

68.2  68.2  68.2  68.2  68.2  341.0 

85.8  85.8 

8.0  8.0 
31.5  ^^'^ 

15,000.0n  '''''''' 


86.3 
37.5 


86.3 
37.5 


CPC  1958-59 
pj,X.  PRL  PROJECT  DESCRIPTION  

Projects  Previously  Reviewed  -  continued 

RECREATION  AND  PARK  DEPT.  -  Cont'd. 

55o. 67. 115    A        Golden  Gate  Park,  Music  Concourse  Area, 

rehabilitation 

555.57.119    A        Chinese  Recreation  Center,  construct  second 

floor  addition 

555.57,191    A        Tunnel  Top  Playground,  development  ($1.0  previously 

appropriated) 

555.57  .205    C       Golden  Gate  Park,  Riding  Academy,  provide  roof, 

install  lighting 

555,67.505    A        Bernal  Hill,  develop  park 

556,67.509    A        Fort  Funston,  park  development 

555.57.513    A        Mission  Playground ,  construct  recreational  build- 
ing (plans) 

559.57  .104    A        Camp  Mather,  boys'  dormitory,  replacement 


57. 


1959-70        1970-71  1971-72  1972-73 

Cost  in  thousands   of  dollars 


1973-74 


TOTALS 


110.0  220.0 


220.0 


550.0 


2.1 


65,0 


67.1 


134.0 


134.0 


5.0  121.5 


126.5 


120.0 
15.0 

10.0 


174.0 


120.0 
J90.0 
10.0 


99.0 


99.0 


CPC  1S68- 
P.I.N.  PRI.  PROJECT  DESCRIPTION  

Projects  Previously  Reviewed  -  continued 

DEPARTMENT  OF  PUBLIC  WORICS  -  Trafficways 

570.58.202    D       OakdaleAve.,  bet.  Newhall     Lane  Sts., 

narrow  sidewalks  from  16  ft.  to  10  ft, 
($6.7  appropriated  in  1967-68  for  Project 
670.67.157) 


570.58.203  A        FoersterSt.,  bet.  Mangels  &  JudsonAves., 

narrow  sidewalks  from  15  ft,  to  10  ft. 
(Project  670,57.156) 

670.58.204  A        Gough  St.,  bet,  Lombard  &  California  Sts . ,  nar- 

row sidev7alks  from  15  ft.  to  10  ft, 

($7.3  appropriated  in  1967-58  for  Project  670,67,155) 

570.68.205  A        Fourth  St.,  grade  separation  at  railroad  crossing, 

construct  overpass  bet.  Brannan  &  Berry  Sts.,  (Project 
670.67.201,  $40.0  previously  appropriated) 

570.68.206  A        Laguna  Honda  Blvd.  widening,  bet.  7th  &  Woodside 

Aves.,  construct  4-lane  divided  roadway  ($267.1  pre- 
viously appropriated,  including  $237.1  in  1967-68 
for  Project  570.67.115) 


670.68.207 


D        Palou  Ave. ,  bet.  Newhall  &  Lane  Sts . ,  narrow  sidewalks 
from  15  ft.  &  19  ft.  to  10  ft  (Project  570.67.158) 


1969-70        1970-71  1971-72       1972-73  1973-74 


58. 


TOTALS 


I 


72.0s 


64. 2g  64.2 


I 


162. 4g  162.4 


14. Og         239. 4g  253.4 


I 


1,960.0  ^ 

(620. Og) 
(l,340.0o) 

2,981.7 

2,981.7  '  ^ 

(l,000.0g)  1 
(l,981.7e)  * 


72.0 


CPC 

F.I.N.  PRI. 


PROJECT  DESCRIPTION 


1968-69 


Projects  Previously  Reviewed  -  continued 

DEPT.  OF  PUBLIC  WORKS  -  Trafficways  -  cont'd. 

670.68.20S    A        Larkin  St. ,  bet.  California  &  Lombard  Sts., 

narrow  sidewalks  from  15  ft.  to  11  ft.  (Project  670.67.303) 


570.68.211    A        Grand  View  Ave. ;  bet.  24th  &  Clipper  Sts. , 

narrow  sidewalks  from  22  ft.  to  16  ft.  &  from  15 
ft.  to  9  ft.  (R57.60) 

671.68.202    A        Grove  St,,  bet.  Fillmore  &  Y/ebster  Sts. ,  raise  curb 

height  &  reconstruct  pavement  (portion  of  Project 
670.67.145,  $31.2  appropriated  in  1967-68) 

571  .68.203    A        Berry  St.,  bet.  De  Haro  &  3rd  Sts,,  reconstruction 

(Project  670.57,207) 

671  .58.204    A        DeHaro  St,,  bet.  King  &  Berry  Cts.,  reconstruction 

(Project  670.57.212) 

571.68.205    A        Fifteenth  St.,  bet.  Noe  &  Market  St.,  recon- 
struction (Project  670.57.148) 

571.68.207  A        Columbus  Ave . ,  bet.  Broadway  &  Pacific  Ave.,  re- 

construction (Project  670.67,310) 

571.58.208  A        Pennsylvania  Ave.,  bet.  18th  &  22nd  Sts,,  recon- 

struction (Project  670,67.209) 


59. 


1969-70       1970-71  1971-72       1972-73  1973-74 

 Cost  in  thousands  of  dollars   TO  T  A  IS 


22.2 
(16. 7e) 
(5.5s) 


247.9 
(185. 9e) 
(62.0s) 


4.5s 


40,6s 


32.7s 


385. 5e 


19, 6g 


42.9s 


50. 5e 


175,5s 


270,1 


45,1 


32.7 


385.5 


19,6 


42.9 


50.5 


175.5 


CPC 

P.I,N.  PRI. 


PROJECT  DESCRIPTION 


1968-6 


Projects  Previously  Reviewed  -  continued 
DEPT.  OF  PUBUC  WORKS  -  Trafficways  -  Cont'd. 

671  .68.208    A        Division  St.,  bet.  Kansas  &  DeHaroSt,,  recon- 

struction (Project  670,67.211) 

672  .68.203    A        Third  St.,  bet.  16th  St.  &  Jamestown  Ave . ,  install 

center  island  indicators  and  replace  obsolete  signal 
wiring  (Project  670.57.214) 

572.68.204  A        Various  locations,  modify  pedestrian  traffic  signals 

(Project  670.57.150) 

574.68.202  A        Bayshore  Blvd.,  south  of  Army  St.,  landscape  center 

island  &  install  automatic  irrigation  system 
(Project  570.67.170) 

674.58.203  A        Eight  St.,  bet.  Bryant  &  Brannan  Sts.,  landscape 

center  island  &  install  automatic  irrigation  system 
(Project  570.57.171) 

574.58.205  A        San  Jose  Ave.,  west  slope,  bet.  Randall  St.  &  High- 

land Ave . ,  install  irrigation  system  for  planting 
(R66.61  &.  Project  670.67.154) 

574.58.205    D        Broadway,  bet.  Van  Ness  Ave.  &.  Lyon  St.,  plant 

trees  in  sidev/alk  areas  (Project  570.67.223) 

674.68.207    A        Division  St. ,  near  10th  St.,  landscape  center  island 

6c  install  automatic  irrigation  system  (Project  670.67.315) 


60. 


1969-70       1970-71            1971-72       1972-73  1973-74 
 Cost  in  thousands  of  dollars    TO TA LS 


28. 9e  28.9 


216. Oe  216.0 


86.5s  90.0s  93.5s  97.0s  367.0 

28. 5e  2^-^ 


16.5s 


52.2s 


82, 5n 


9. On 


16.5 


52.2 


82.5 


9.0 


CPC 

P.I.N.  PRI. 


PROTECT  DESCRIPTION 


1968-5S 


674.68.208  A 

674.68.20b  D 

574.68.210  A 

574.68.212  A 

575.58.203  A 

727.68.201  A 

727.58.2  02  A 


Projects  Previously  Reviewed  -  continued 

DEPT.  OF  PUBLIC  WORKS-  Trafficways  Cont'd. 

Geary  St. ,  bet.  Van  Ness  &  Grant  Aves. , 

plant  trees  in  sidewalk  areas  (Project  670.57.319) 

Sacramento  St.,  bet.  Presidio  Ave.  &  Arguello 
Blvd. ,  plant  trees  in  sidewalk  areas  (Project 
570.67.320) 

Tenth  St. ,  bet.  Market  St.  &  Potrero  Ave. ,  plant 
trees  in  sidewalk  areas  (Project  670.67.602) 

McCoppin  St. ,  at  Market  St. ,  landscape  center 
island  (Project  570.67.225) 

Telegraph  Hill,  east  slope,  remove  loose  rock  from 
streets;  construct  protective  barriers  (Project  670.57.141) 


INTERNATIONAL  AIRPORT 

Piers  and  concourses,  modifications  ($1,530.0 
previously  appropriated;  $8,400.0  from  approved  bond; 
total  cost,  $10,730.0) 

Landing  field,  extension  of  taxiways  and  terminal  apron 
($780.0  previously  appropriated,  $1,950.0  from  approved 
bond,  total  cost,  $4,880.0) 


61. 

1969-70        1970-71  1971-72        1972-73  1973-74 
 Cost  in  thousands  of  dollars  TOTALS 


64. 5n  64.5 

49. 5n  49.5 

63. On  63.0 
2.0s 

10. Os  110.0s              110.0s  230.0 


800. Or 
1,150. Or 


1,000. Or 


800.0 
2,150.C 


CPC  1958-69 
PJ.N.  PRL  PROJECT  DESCRIPTION  


Projects  Previously  Reviewed  -  continued 

INTERNATIONAL  AIRPORT  -  Cont'd. 

727.68.204    A        Landing  field ,  improvements  to  accommo- 
date larger  aircraft 

MUNICIPAL  RAILWAY 

735.68,102    A        Judah  St.,  30th  to  42nd  Aves.,  track  re- 
construction and  repair  ($800,0  previously 
appropriated) 

735.68.113    A        Geary  Carhouse ,  lower  roof  areas ,  recon- 
struction 

737.58.201    A        Geneva  Carhouse ,  install  fire  protection 

system 

WATER  DEPARTMENT 
745.58.201    A        Various  locations,  misc,  reconstruction  &  replacement 
746.58.203    A        Bay  Division  Pipelines  1  and  2,  e:d:erior  rehabilitation 


62. 

1969-70       1970-71            1971-72  1972-73  1973-74 
 Cost  in  thousands  of  dollars  TOTALS 

1,000. Or                           1,500. Or  2,500.0 

400.0  400.0 

118.0            93.0  2^^-° 
74.9 


100. Or 
105. Or 


100, Or 
107. Or 


100. Or         100. Or  100. Or 


500.0 
212.0 


CPC 

P.I.N.  PRI. 


PROJECT  DESCRIPTION 


1958-69 


Projects  Previously  Reviewed  -  continued 


WATER  DEPARTMENT  -  Cont'd. 


746.68.204  D       Francisco  Distribution  Tank,  new  construction 

PROJECT  746.58.204,  PROPOSING  THE  SALE  OF  A 
PORTION  OF  THE  FRANCISCO  RESERVOIR  SITE,  IS 
NOT  IN  CONFORMITY  WITH  THE  MASTER  PLAN.  THIS 
PROPERTY  IS  DESIGNATED  FOR  FUTURE  PARK  USE  IF 
THE  LAND  SHOULD  BE  DECLAPvED  SURPLUS  FOR 
WATER  DEPARTMENT  NEEDS. 

THE  WATER  DEPARTMENT  SHOULD  EXPLORE  THE 
FEASIBILITY  OF  ALTERNATIVE  METHODS  OF  FINAN- 
CING FOR  THE  PROPOSED  FACIUTY. 

745.68.205  B        Alameda  and  Peninsula  Division  Headquarters, 

construct  new  buildings 

747.68.201    A        Balboa  Reservoir,  South  Basin,  construct  reinforced 

concrete  lining  and  roof 

Note:  On  January  24,  1967,  tlie  Board  of  Education 
endorsed  in  principle  the  sharing  of  costs  for 
Project  747.68.201  to  the  extent  of  the  additional 
expenditure  for  structural  design  to  accommodate 
off-street  parking  on  the  roof  of  Balboa  Reservoir 
for  the  benefit  of  City  College. 


63. 


1969-70       1970-71            1971-72       1972-73  1S73-74 
 Cost  in  thousands  of  dollars    TOTALS 


I 


345. Oo 


345.0 


i 


2,300.0o 


2,300.0 


3,000.0b 


3,000.0 


CPC  1SS8-5S 
P.I.N.  PRL  PROJECT  DESCRIPTION   


Projects  Previously  Reviewed  -  continued 

747.58.202    D        Lincoln  Park  Distribution  Tank,  new  construction 

PROJECT  747.58.202  IS  NOT  IN  CONFORMITY  WITH 
THE  MASTER  PLAN,  FOR  IT  PROPOSES  THE  DIVERSION 
OF  PARK  LAND  TO  A  NON-RECREATIONAL  USE. 

THE  Vv^ATER  DEPARTMENT  SHOULD  RESTUDY  THE  LO- 
CATION OF  TPIE  PROPOSED  FACIUTY  IN  CONJUNCTION 
WITH  THE  DEPARTMENT  OF  CITY  PLANNING  AND  OTHER 
INTERESTED  AGENCIES  PRIOR  TO  1959-70. 

747  .68.203    A       Various  locations,  install  central  control  system 

($300.0  previously  appropriated) 

747.68.204  A        Alameda  East  Portal,  construct  chlorination  and 

dechlorination  plant 

747.56.205  A       San  Andreas  Pipeline  3,  construct  new  pipeline  to 

county  line  ($70.0  previously  appropriated) 

747.58.206  A        Bernal  Heights,  construct  new  tank  (site  undetermined) 

747.58.207  A        Bay  Division  Pipeline  4,  construct  Section  C 

747.58.208  A        Various  City  reservoirs ,  modifications 

747  .5S.20S     A        Various  locations,  misc.  minor  capital  improvements 


1969-70  1970-71  1971-72  1972-73  1973-74 
 Cost  in  thousands  of  dollars 


64. 


TOTALS 


600. Or         400. Or  1,000.0 


l,500.0o  1,500.0 

110. Or  110.0 

1,600. Or  1,600.0 

120. Or  120.0 
5,000.0b 

250. Or  250. Or             250. Or         250. Or  1,000.0 


100. Or         100. Or  100. Or         100. Or  100. Or 


500.0 


CPC 

P.I.N.  PEL. 


PROJECT  DESCRIPTION 


1958-69 


Projects  Previously  Reviewed  -  continued 

HETCH  HETCHY  SYSTEM 

755.57  .301    A        Red  Mountain  Bar  Siphon,  modify  siphon 

and  wasteway 


P  R  O  IE  C  T  S '  R E  V I E  W.  E  D.  1  9  6  8_r_g  j._ 
POLICE  DEPARTMENT 

151.58.106    C       Taraval  Station,  provide  eight  additional  park- 
ing spaces 

SHERIFF 

173.58.102    C       County  Jail  1,  alter  employees  change  room 

and  washroom 

JUVENILE  COURT 


186,68.101    B        Youth  Guidance  Center,  construct  garage  for 

ten  city-owned  vehicles 


65. 


1969-70       1970-71  1971-72  1972-73 

Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


1,000.0b 


1,000.0 


,T.  ^. ^.  ,v  *  ,v  ,v    V."  V;    -.V  -.V  -.V  V:  vV  V.-  *  *  ■>':  *  *  V:  V;  V.-  iV  *    *  •>':  V;  vV  -.V  i:  i:  i:    i;  i:  *  i':  V.  i:  V.-  *  -.V  i:    V.-  i:  •;.  -.V  V,-  vV  V:  -.V  •!:  *  *  iV  V. 


9.8 


9.8 


7.6 


7.6 


33.0 


33.0 


CPC  1968-69 
P.I.N.  PRL  PROJECT  DESCRIPTION   


Projects  Reviewed  1958-69      -  Continued 
DEPARTMENT  OF  PUBUC  HEALTH 
5500.68.107    A        Hassler,  various  wards,  provide  nurses  stations 

500.58.108  A        Hassler,  various  wards,  install  ventilation 

systems 

500.68.109  B        Laguna  Honda,  install  therapy  pool  water 

filter 

LEGION  OF  HONOR 
511.58.103    A        Exterior  and  interior  lighting  improvements 

PUBLIC  LIBRARY 

631.58. ICl    B        Main  Library,  Periodical  Reading  Room,  install 

air  conditioning 


RECREATION  AND  PARK  DEPARTMENT 

651.58.102  B        Golden  Gate  Park,  McLaren  Lodge,  repair  build- 

ing exterior 

651.68.103  A        V^arious  golf  courses,  resurface  parking  lots 


1969-70  1970-71  1971-72  1972-73 
 Cost  in  thousands  of  dollars 


1973-74 


66. 

TOTALS 


61.3 
29.0 

8.0 

29.0 
25.0 

15.0 
37,0 


61.3 
29.0 

8.0 

29.0 
25.0 

15.0 
37.0 


CPC  1S68-59 
.I.N.  PEL  PROJECT  DESCRIPTION  


► 


Projects  Reviewed   19S8-6S   -  continued 
RECREATION  AND  PARK  DEPT.  -  Cont'd, 
551,68.104    B        Phe Ian  Beach,  reconstruct  retaining  wail 


65S.68.107    B        Golden  Gate  Park,  provide  maintenance 

yard  carport 

355.66.110    B        Palace  of  Fine  Arts,  provide  landscaping, 

area  lighting 


DEPARTMENT  OF  PUBLIC  WORICS  -  Trafficways 

570.68.201    B        Harney  Way ,  vie .  of  Jamestown  Ave .,  con- 
struct pedestrian  overpass 

I   670.58.208    D       Beach  St.,  bet.  Polk  &  Larkin  Sts.,  narrow 

sidewalks  from  15  ft.  to  12  ft.  to  9  ft. ,  also 
Beach  St.,  bet.  Larkin  and  Hyde  Sts.,  recon- 
struct pavement  (increase  in  scope  of  Project 
670.67.206) 

570 . 58 .2 10    D       Divisadero  St. ,  bet.  California  &.  Waller  Sts . , 

remove  center  island  &  relocate  street  lighting 
facilities 


67. 

1969-70        1970-71  1971-72        1972-73  1973-74 

 Cost  in  thousands  of  dollars   TOTALS 

43.4  45,6  47.8  50.0  52.2  239.0 

6.0  51.0  57.0 

180.0  110.0  115.0  405.0 

7.0g  76. Og  ^^'^ 

88.0S 


15. 5e 


184. 4e 


199.9 


r>  T  \T 


CPC 
PRI, 


PROJECT  DESCRIPTION 


1958-69 


Projects  Reviewed   1958-69   -  continued 

DEPT.  OF  PUBLIC  WORKS -Trafficways  -  cont'd, 

371  .58  .201    A        San  Bruno  Ave.,  bet.  Alemany  Blvd.  &  Arleta 

Ave. ,  also  Gough  St.,  bet.  Market  &.  Washing- 
ton Sts. ,  also  Gough  St.  bet.  Jackson  & 
Lombard  Sts.,  resurface  street  areas  in  Select 
System 

571.58.205    A        Henry  St. ,  bet.  Noe  &  Sanchez  Sts.,  recon- 
struction (increase  in  scope  for  Project  670.67.  152) 

571  .58.210    D       North  Point  St.,  bet.  Columbus  Ave,  &  The 

Embarcadero,  reconstruction 

572.58.201    A        Sutter  St, ,  Gough  St.  to  Presidio  Ave. ,  install 
^  signals  along  public  transit  route 

572  .58.202    A        Golden  Gateway  &  Jackson  Square,  install  signals 

at  various  intersections 


674.58.201    A        New  Conservation  Areas ,  install  streetside  landscaping 

6c  plant  street  trees  in  areas  to  be  designated  for 
conservation  measures  (Project  574,68.201  will  qualify 
for  credits  in  the  approved  FACE  program) 

67'4.  6?  .S-^M-    A        Arlington  St. ,  east  side,  bet.  Highland  &  Richland 

I     '  Aves  . ,  install  streetside  landscaping  &  irrigation  system 


68. 


1969-70       1970-71  1971-72  1972-73 

Cost  in  thousands   of  dollars 


1973-74 


TOTALS 


143. Og 


143.0 


35.1s 


35.1 


290.3s 


290,3: 


207. Oe 


207.0 


86.0 
(51.6g) 
(34.4s) 


86.0 


200. On         200. On  200. On         200. On  200. On  1,000.0 


16.0s 


16.0 


CPC 

P.I.N.  PEL. 


PROJECT  DESCRIPTION 


19S8 


Projects  Reviewed  1968-69  -  continued 

DEPT.  OF  PUBLIC  WORKS-Trafficways  -  Cont'd. 

674.68.211    A        Neighborhood  Centers,  various  locations,  install 

streetside  landscaping  &  plant  trees  in  commercial 
areas  &  in  front  of  public  bldgs ,  serving  residential 
neighborhoods 

575.68.201  A        Golden  Gate  Heights,  various  streets,  install 

railings  on  open  stairways 

675.68.202  A        Fourth  St.  Bridge,  4th  &  Channel  Sts.,  reconstruct 

trusses 

675.68.505    A        Fair  Ave.,  bet.  Coleridge  St.  &  Prospect  Ave . , 

install  railings  on  open  stairway 

INTERNATIONAL  AIRPORT 

727.68.203  A        Development  of  airport-  owned  property 

west  of  Bayshore  Freeway 


WATER  DEPARTMENT 


746.58.202  A 


Various  City  reservoirs,  rehabilitate 


69. 


1969-70       1970-71            1971-72       1972-73  1973-74 
 Cost  in  thousands  of  dollars  TOTALS 


200. On        200. On  200. On        200. On  200. On  1,000.0 


27.2s  27.2, 

35.5 


35,5g 


5,0s 


3, 000. Or 


5.0 


2, 000. Or  5,000.0 


310. Or         355. Or 


135. Or 


800.0 


CAPITAL  IMPROVEMENT  PROGRAM 
1970-71       FISCAL  YEAR 


1270-71  FISCAL  YEAR  -  COST  SUMMARY 

1968- 


BALANCE  BROUGHT  FORWARD-  multi-phased  projects 

AD  VALOREM  TAXES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

APPROVED  BONDS 

TOTALS 

COST  SUMMARY 

AD  VALOREM  TAXES 

GAS  TA}(ES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

TOTALS 

RECAPITULATION 

AD  VALOREM  TAXES 

GAS  TA}CES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

APPROVED  BONDS 


TOTALS 


71. 


1969-70       1S70-71  1971-72       1972-73  1973-74 

 Cost  in  thousands  of  dollars  TO TA LS 


5,342.9 
3,203.6 
6,120.0 
55,557.0 
,711.3 


74,944.8 


4,268.0 
4,250.3 
9,122.0 
1,600.0 
1,131.0 


3,927.5 
1,152.8 
7,522.0 
1,600.0 


3,949.4 
1,064.8 
5,528.0 
1,600.0 


17,487.8 
9,671.5 
20,392.0 
61,367.0 
4,842.3 


20,371.3      14,302.3        12,142.2  121,760.6 


2,884^5 
1,886.6 
5,029,0 
95,777.7 

105,577.9 


364.0 
1,958.7 
1,600.0 
14,024.5 


900.0 
1,600.0 
895.0 


17,947.2  3,395.0 


605.0 
605.0 


3,248.6 
4,745.3 
8,229.0 
111,302.2 

127,525.1 


8,227.5 
5,090.2 
11,149.0 
152,344.7 
3,711.3 

180,522.7 


4,632.0 
5,209.0 
10,722.0 
15,624.5 
1,131.0 


3,927.5 
2,052  .8 
9,222.0 
2,495.0 


3,949.4 
1,064.8 
5,528.0 
2,205.0 


20,736.4 
14,416.8 
36,621.0 
172,669.2 
4,842.3 


38,318.5      17,697.3        12,747.2  249,285.7 


1970-71  FISCAL  YEAR  -  PRC  JECT  NOTES 


.I.N. 


691  .67.101        War  Memorial  -  Museum  of  Art  Bond  Issue 

Projects  to  be  included  in  this  proposed  bond 
issue  are: 

1.  Opera  House,  stage  equipment,  rehabilitation 

and  replacement  $     2,9  89,0 

2.  Opera  House,  production  areas  backstage, 

alterations  and  rehabilitation  384,7 

3.  Opera  House,  public  areas,  rehabilitation 

and  additions  3,527,6 

4.  Opera  House  and  Veterans'  Building,  re-  873.0 

habilitation  studies  and  plans 
($195,0  previously  appropriated) 


5.  Opera  House,  space  expansion  programming 


1,628,0 


6.  Veterans  Building,  public  areas,  rehabili- 

tation &  replacement,  $  1,679,0 

7,  Opera  House,  Memorial  Court,  underground 

air  conditioning  room,  new  construction  185,0 

8,  Veterans'  Building,  stage  equipment, 

replacement  885  .0 

9.  Museum  of  Art,  rehabilitation  2,199.0 


CPC 

P.I.N.  PEL  PROTECT  ^DESCRIPTION 


PROTECTS   PREVIOUSLY  REVIEWED 
DEPARTMENT  OF  SOCIAL  SERVICES 
16S.67  .108    A        565  Bush  St.,  Central  Intake  Area,  alterations 

SHERIFF 

173.67.107    B        County  Jail  2,  remodel  inmate  street  clothing 

storage  roorn 

173.57.116    B        City  Hall,  remodel  Room  333,  Civil  Division 

FIRE  DEPARTMENT 

145.57  .  104    A        Engine  Co.  48,  modernize  chiefs'  quarters 

145.67  .  ill    A        Various  firehouses,  construct  new  partitions 

and  alterations 

145 . 57  . 127    A        Redevelopment  Area  A-2  ,  AWSS  alterations  and 

extensions  ($10.0  previously  appropriated) 

145.67  .128    A        AWSS  Pumping  Station  2,  replace  steam  turbines 

with  diesel  engine 

145.67.201    A        AWSS  Pumping  Station  1,  replace  steam  turbine 

with  diesel  engine 


73. 


1969-70       1970-71  1971-72       1972-73  1973-74 

 Cost  in  thousands  of  dollars   TOTALS 


20.5 


20.6 


7.8 


7.8 


11.6 


11.6 


21.6 
7.9 

110.0  110.0 
24.0 
25.0 


21.6 
7.9 

165. On  110. On  495.0 


317. On 


413. On 


341.0 


438.0 


CPC  1968-6S 
PJ,N.  PRL  PROTECT  DESCRIPTION  


PROJECTS    PREVIOUSLY  REVIEWED  -  continued 

FIRE  DEPARTMENT 


145.67.401    A        Redevelopment  Area  D-1,  AWSS  alterations  and 

extensions 


REAL  ESTATE  DEPARTMENT 

245.67.110  B        Civic  Auditorium,  resurface  balcony  floors 

PURCHASING  DEPARTMENT 

311.67  .  103    A        Central  Shops ,  construct  enclosed  shed  for  ladder 

and  lumber  storage 

311.67.111  A        Central  Shops,  provide  fire  pump  test  facility 

311.67.112  A        Central  Shops,  service  station,  enclose  work 

area 

311.57.116    A        Central  Shops,  provide  fire  hose  test  facility 

DEPARTMENT  OF  PUBLIC  WORKS -Sanitation 

425.67.103    A        Turk-Taylor-Sixth  Sts  .  Sewer,  Section  A  and 

B,  increase  capacity 

425.67  .304    A        Waterloo  St.  Sewer,  Bayshore  to  Industrial, 

increase  capacity 


74. 

1S69-70        197-0-71        1971-72         1972-73  1973-74 

 Cost  in  thousands   of  dollars  TOTALS 

10.0  495. On  505.0 

50.0  50.0 
23.6  ^^-^ 

■,  r    n  16.3 

16,3 

7.8  '-^ 
16.5 


115. On  1,250. On 
300. On 


1,365.0 
300.0 


75. 


P.I.N. 


CPC 
PRI. 


1S68-69 


PROJECT  DESCRIPTION 


1969-70        1970-71        1971-72  1972-73 
  Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


Projects  Previously  Reviewed  -  continued 
DEPT .  OF  PUBUCWORKS'^Sanitation:;  Cont'd .   •  - 

425  .67  .305    A        Vicente  St.  Sewer,  42nd  Ave.  to  Great  High- 
way, increase  capacity 

425.67.306    A        Division  St.  Auxiliary  Sewer,  Section  C, 

increase  capacity 

425.67.308  A        Franklin  St.  Sewer,  Union  to  Pacific,  increase 

capacity 

425.67.309  A        Quint-Davidson  St.  Sewer,  increase  capacity 

425.67.310  A        Fifth  St.  Sewer,  Shipley  to  Harrison,  reconstruction 

425.67.401    A        Stanley  Sanitary  Sewer,  Park  Merced,  increase 

capacity 

425.67  .402    A        Ninth  Ave.  Sewer,  Ortega  to  Lincoln  Way,  in- 
crease capacity 

-25.57.403    A        Pine-Broderick  Sts .  Sewer,  replacement 


425.67.404  A 


Cortland  Ave.  Sewer,  Bennington  to  Bradford,  in- 
crease capacity 


425.67.406    A        Forty-third  Ave.  Sewer,  Section  A,  increase  capacity 


555. On 


340. On 


340, On 


30. On 


30. On 


182. On 


400. On 


10. On 


15. On 


860. On 


620. On 


540. On 


160. On 


250. On 


555.0 

340  .0 

340.0 

650.0 
570.0 
182.0 

400.0 

170.0 
265  .0 

860.0 


F.I.N. 

CPC 
PRI. 

1968-69 

PROJECT  DESCRIPTION 

1969-70       1970-71       1971-72  1972-73 
Cost  in  thousands  of  dollars 

1973-74 

1 

76. 

TOTALS 

Projects   Previously  Reviewed  -  continued 

DEPT.  OF  PUBLIC  WORKS -Sanitation  -  Cont'd, 

425.67.503 

A 

Fillmore  St.  Sewer,  Vallejo  to  Lombard,  in- 

7.On         139. On 

146.0  , 

■ 

crease  capacity 

425.57.504 

A 

Nineteenth  Ave,  Sewer,  Stonecrest  to  Holloway, 

15, On         264, On 

279.0  : 

increase  capacity 

425.67.506 

A 

Third  St,  Sewer,  Jerrold  to  Palou,  increase  capacity 

25. On        400, On 

425  .0 

DEPARTMENT  OF  PUBLIC  HEALTH 

500.67.103 

A 

District  Health  Center  5,  construct  additional 

774. 3n 

774.3 

floors  for  mental  health  center;  acquire  property  for 

parking 

500.67.134 

C 

Laguna  Honda,  various  wards,  remodel  treatment 

69.1 

69.1  1 

rooms  &  nurses  stations 

27,3 

27.3  1 

500.67.135 

c 

Laguna  Honda,  various  wards,  kitchen  alterations 

1,124. On 

1,124.0  1 

500.67.147 

B 

Sunset-Richmond  District  Mental  Health  Center, 

new  construction  (site  undetermined) 

1 

500.57.148 

C 

Chinatown-North  Beach  District  Mental  Health  Center, 

1,428, On         851. 5n 

2,279.5  1 

new  construction  (site  undetermined) 

77. 


P.I.N. 


CPC 

PRI. 


1958-69 


PROJECT  DESCRIPTION 


1969-70  1970-71  1971-72  1972-73 
  Cost  i n  thousands  of  dollars 


1973-74 


TOTALS 


Projects  Previously  Reviewed  -  continued 

DEPT.  OF  PUBUC  HEALTH  -  cont'd. 

500,67.154    A        Laguna  Honda ,  install  burglar  alarm  systems 

in  laundry  building  and  pharmacy 

500.67.157    C       Hassler,  Wards  1  and  2  ,  remodel 

500.67.159    A        Hassler,  access  road  slide  correction  ($5  .0  pre- 
viously appropriated) 

500.57.490    B        District  Mental  Health  Centers,  new  con- 
struction (sites  undetermined) 


8.5 

131.5 
50.0 

8,028,6n 


8.5 

131.5 
50.0 

8,028.6 


LEGION  OF  HONOR 


511.67.104    B        Remodel  Garden  Courts  1  and  2 


611.67,106  B 


Remodel  Galleries  9  and  11 


.11,67.201    A        Underground  expansion  of  exhibit  and  storage 

space  ($8,0  previously  appropriated) 

M,  H.  de  YOUNG  MUSEUM 

621.67.201    A        East  Wing,  new  construction 


49.2 


26.0 


20.0       1,250. On 


30.0       4, 300. On 


49.2 
26.0 
1,270.0 


4,330.0 


78. 

P.I.N. 

CPC 
PRI. 

1958-59 

PROTECT  DESCRIPTION 

1969-70       1970-71       1971-72  1972-73 
Cost  in  thousands  of  dollars 

1973-74 

TOTALS 

Projects  Previously  Reviewed  -  continued 

RECREATION  AND  PARK  DEPARTMENT 

651. S7. 113 

A 

Huntington  Square,  replace  irrigation  system; 
rehabilitate  square 

77.0 

77.0 

1 

551.57,116 

B 

Ina  Coolbrith  Park,  rehabilitation 

32.5 

32.5 

651.57.118 

B 

Jefferson  Square,  rehabilitation 

2.5 

104.0 

106.5 

551.67.201 

B 

Franklin  Square,  rehabilitation 

172.0 

172.0 

655.67.215 

A 

Julius  Kahn  Playground,  construct  new  field- 
house,  rehabilitation 

4.8 

150.0 

154.8 

655.67.514 

A 

Mission  Playground,  construct  enclosed 
swimming  pool 

DEPARTMENT  OF  PUBUC  WORKS -Trafficways 

1,093.0 

1,093.0 

1  570.58.302 

A 

Webster  St.,  bet.  Bush  &  Post  Sts,,  also  bet. 
Golden  Gate  Ave.  &  Fulton  St.,  construct  6-iane 
divided  roadway  as  extensions  of  Webster  St. 
widening  (portion  of  Project  670.67  .502) 

438. Og 

900. Og           900. Og 

2,238.0 

Note:  Project  670,68.302  is  located  within  Redevelopment 
Project  A-2,  Western  Addition  and  qualified  as  a  non-cash 
grant-in-aid  to  the  approved  Final  Plan 

1 

m4 

P.I.N. 


CPC 
PRI. 


1968-6S 


PROJECT  DESCRIPTION 


Projects  Previously  Reviewed  -  continued 
DEPT.  OF  PUBLIC  WORKS -Trafficways  Cont'd. 

670.58,303    A        Fifth  St.  extension,  bet.  Market  &  O'Farrell 

Sts.,  ($5,124,6  previously  appropriated) 


671.58.301  A 


674.68.301  A 


674.68.302  A 


674.68.303  A 


574.68.304  A 


Church  St.,  bet.  22nd  &  30th  Sts.,  reconstruction 
(Project  670.67,205) 


671,58.302    A        Third  St.,  bet.  Channel  &  Mariposa  Sts.,  re- 
habilitate pavement  (Project  570,67.504) 


San  Jose  Ave. ,  west  slope,  near  Richland  Ave,,  con- 
struct retaining  walls  for  slope  stabilization  in  con- 
junction with  a  landscaping  program  ($213.0  previously 
appropriated,  R66.61  &  Project  670,67.114) 

San  Jose  Ave,,  west  slope,  bet.  Richland  Ave.  & 
Mateo  St.,  landscape  &  install  irrigation  system 
(R66.61  &  Project  670.67.217) 

Twin  Peaks  Blvd. ,  bet.  Crown  Terrace  &  Clayton  St., 
landscape  streetside  areas  &  install  irrigation  system 
(Project  670.57.226) 

San  Jose  Ave. ,  bet,  Randall  &  Bosworth  Sts. ,  center 
island,  install  irrigation  system  for  planting 
(Project  670.57.218) 


1969-70       1970-71       1971-72  1972-73 
 Cos  t  in  t  h  ou  s  a  nds  of  dollars 


1973-74 


206, Oh 


24.5  264.0 

(8,0e)  (88. Oe) 
(16.5s)  (176.0s) 


33.5s 


250.0s 


52.0s 


11.0s 


66.5s 


319.0s 


79. 

TOTALS 


206.0 


288.5 


352  .5 


250.0 


52.0 


11.0 


66.5 


80, 


F.I.N. 


CPC 
PRI. 


1958-69 


PROJECT  DESCRIPTION 


1969-70  1970-71  1971-72  1972-73 
 Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


Projects  Previously  Reviewed  -  continued 
DEPT.  OF  PUBLIC  WO  RKS -Trafficways  «Cont'd. 

674.58.305    A        Jackson  St.  Cable  Car  Route,  bet,  Powell  &  Hyde 

Sts.,  plant  trees  in  sidewalk  areas  (Project  670.67.313) 


674.58.306  A 


Taylor  St.  Cable  Car  Route,  bet.  North  Point 

St,  <Sc  Columbus  Ave,,  plant  trees  in  sidewalk  areas 

(Project  670,57.413) 


574.68.307  A        Clipper  St.,  bet.  Portola  Dr.  &.  Douglass  St  .,  plant 

trees  in  sidewalk  areas  (Project  570 ,67, 4 16) 

574.68.308  A        Third  St.,  bet,  Townsend  &  Market  Sts.,  plant 

trees  in  sidewalk  areas  (Project  570,67.224) 

Note;  Project  674.68.308  will  qualify  as  a  non-cash 
grant-in-aid  to  Redevelopment  Project  Area  D-2 , 
Yerba  Buena  Center 

574.58.309  A        Fulton  St,,  bet.  Franklin  &  Stanyan  Sts.,  plant 

trees  in  sidewalk  areas  (Project  570.67.612) 

Note;     Project  674.68.309  will  qualify  as  a  non-cash 
grant-in-aid  to  Redevelopment  Project  Area  A-2, Western 
Addition 

574.68.310  A        Fillmore  St.,  bet.  Jackson  St.  c:  Marina  Blvd.,  plant 

trees  in  sidewalk  areas  (Project  570,57.418) 


36. 5n 


13. On 


44. On 


55  .5n 


130. On 


69. 5n 


36.5 


13.0 


44.0 


55.5 


130.0 


69.5 


Projects  Previously  Reviewed  -  continued 

DEPT.  OF  PUBLIC  WORKS-Trafficways  -  cont'd. 

Van  Ness  Ave,,  bet,  California  St.  &  Broadway, 
plant  trees  in  sidewalk  areas  (Project  670,67.322) 


WAR  MEMORIAL 

War  Memorial  -  Museum  of  Art 
Bond  Issue 

THE  MAGNITUDE  OF  THE  WAR  MEMORIAL  REHABILI- 
TATION PROGRAM  PROPOSED  IN  PROJECT  691.67.101 
REQUIRES  THAT  ALL  BUT  A  SMALL  PORTION  OF  THE  WORK 
AS  REPRESENTED  BY   PROJECT  6£  1.67.  190  BE  FINANCED 
FROM  A  GENERAL  OBLIGATION  BOND  ISSUE  RATHER  THAN 
AD  VALOREM  TAXES. 


INTERNATIONAL  AIRPORT 

Runway  28  R,  extend  pavement  ($1/000.0  from  approved 
bond;  total  cost,  $1,500.0) 

Southeast  and  northeast  courts,  provide  additional  park- 
ing facilities  ($2,500.0  from  approved  bond;  total 
cost,  $4,500.0) 


81. 


1969-70        1970-71        1971-72  1972-73 
Cost  in  thousands  of  dollars 


1973-74 


26.4s 


26.4 


14,350.3n 


14,350.3 


500. Or 


500.0 


2, 000. Or 


2,000.0  ; 


CPC  1968-69 
P.I.N.        PRI>   PROTECT  DESCRIPTION  

Projects  Previously  Reviewed  -  continued 
MUNICIPAL  RAILWAY 

735.58.301  A       Ocean  and  San  Jose  Avenues,  track  reconstruction 

WATER  DEPARTMENT 
747  .68.301    A        Balboa  Reservoir,  construct  feeder  mains 

747.68.302  A        Sunset  System  N .E ,,  construct  feeder  mains 

HETCH  HETCHY  SYSTEM 

755.67.302  A        New  Moccasin  Powerhouse,  additional  gener- 

ating units 

755.67.303  A        Holm  Powerhouse ,  additional  generating  units 
755  .57.401    A        Lake  Eleanor,  construct  new  dam 

755.67.4D2    A        Moccasin-Newark  Transmission  Line,  extension 

to  S  .F .  International  Airport 

755  .67  ,501    A        Moccasin  Lower  Dam,  install  spillway  drum  gates 


82. 


1969-70       1970-71       1971-72  1972-73  1973-74 

.  Cost  in  thousands  of  dollars  TOTALS^ 


542.0 

1,000. Or      1,000, Or 
800, Or         600. Or 

15, 000. On 
7, 000, On 

6, 000. On  4, 000, On 
6, 000. On 

200, Or 


1,000. Or 

600. Or 


542.0 

3,000.0 
2,000.0 

15,000.0 

7,000.0 
10,000.0 
6,000.0 

200.0: 


83. 


CPC 
PRI, 


1S58-6S 


PROJECT  DESCRIPTION 


1S1.&8.1-04  C 


1S1.S8.105  C 


PROJECTS   REVIEWED  1S5G-69 
POUCE  DEPARTMENT 

Hall  of  Justice,  Traffic  Bureau,  remodel 
western  portion 

Hall  of  Justice,  Central  Warrant  Bureau,  provide 
three  new  rooms 


1969-70        1970-71        1971-72  1972-73 

 Cost  in  thousands   of  do  J.  1 Q  r  s 


1973-74 


7.6 


7.6 


TOTAUiv 


7.6 


7.^ 


186,58.102  B 


JUVENILE  COURT 

Youth  Guidance  Center,  construct  retaining  wall 
to  stabilize  slide 


185.58.303    A        Youth  Guidance  Center  Bond  Issue 


29.0 


7, 500. On 


29.  C 


7,500.( 


425.68.301  A 


DEPARTMENT  OF  PUBLIC  WO RICS -Sanitation 

Various  sewage  treatment  plants,  provide  effluent 
water  pollution  control  facilities 


25, 000. On 


25, 000. C 


DEPARTMENT  OF  PUBLIC  HEALTH 

500.68.110  A        Has sler,  reconstruct  roads 

500.68.111  B        101  Grove,  alter  Ivy  St.  exit  doors 


21,5 
9.8 


21.1 


9. 


84. 


P.I.N. 


CPC 

PRI. 


1968-69 


PROJECT  DESCRIPTION 


Projects  Reviewed  1  9  6  8-  59  -  continued 
RECREATION  AND  PARK  DEPARTMENT 

555.58.301  A        Stanford  Heights  Reservoir,  construct  play- 

courts  on  roof  slab 

556.68.302  A       Golden  Gate  Park,  provide  road  and  parking 

area  margins 


1969-70        1970-71        1971-72  1972-73 
Cost  in  thousands  of  dollars 


1973-74 


66.0 


55.0 


TOTALS 


66.0 


55.0 


DEPARTMENT  OF  PUBLIC  WORKS -Trafficways 

570.68.301    D       Scott  St.,  bet.  Sacramento  &.  Hayes  Sts., 

narrow  sidewalks  from  15  ft,  to  10  ft. 


670.58.304  A 


670.68.305  D 


Judah  St.,  bet,  9th  Ave,  &  Sunset  Blvd.,  narrow 
sidewalks  from  15  ft.  &.  12  ft.  to  10  ft.  along 
a  public  transit  route;  also  reconstruct  or  resurface 
pavement  bet.  5th  &  9th  Aves,  &  bet.  Sunset  Blvd. 
and  La  Playa 

Salinas  Ave. ,  realign  roadway  at  intersection  with 
3rd  St.  to  facilitate  turning  movement  by  Municipal 
Railway  motor  coaches 


571.58.303    A        Sacramento  St.,  bet.  Franklin  &  Gough  Sts., 

reconstruction 

572.58.301    A        Alemany  Blvd.,  bet.  Geneva  &  Silver  Aves.,  install 

interconnecting  traffic  signals 


41,4s 


544.7 
(4  1.9g) 
(502. 8h) 


25, Oe 


32,  le 


32. Oe 


475.7s 


517. 


544.7 


25. ( 


32.: 


32. ( 


85. 


P. I.N. 


CPC 
PRI. 


1968-6S 


PROJECT  DESCRIPTION 


1S69-70       1970-71       1971-72  1972-73 

Cost  in  thousands   of  dollars 


1973-74 


TO  TALI' 


Projects  Reviewed  1  9  6  8-  69  -  continued 
DEPT.  OF  PUBLIC  WORKS -Trafficways  -  cont'd. 

75.68,301    B        \5aHej'o  St,  bet.  Montapmery  &.  Kearny  Sts., 

raconstrucc  slope  &  stciirwe.ys 


575.68.302  A 


575.68.303  B 


ope 

Baker  St. ,  bet.  Broadway  &  Vallejo  St. ,  repair 
slope  &  retaining  wall;  install  handrailing  for 
stairs 

Greenwich  St.,  bet.  Hyde  &  Larkin  Sts.,  replace 
concrete  stairways;  install  lighting  <S:  handrails 


45,0s 
18.5s 


40.0s 


45. C 
18. J 


40. ( 


WATER  DEPARTMENT 
747.68,303    A        Merced  Manor  Reservoir,  provide  landscaping 


29, Or 


29. ( 


HETCH  HETCHY  SYSTEM 
755  .68.301    A        Early  Intake,  rehabilitate  intake  powerhouse 


500. Or 


500.(1 


CAPITAL  IMPROVEMENT  PROGRAM 
1S71-72         FISCAL  YEA 


1971-72  FISCAL  YEAR  -  COST  SUMMARY 

1958-69 


87. 


1969-70        1970-71        1971-72  1972-73 
Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


BALANCE  BROUGHT  FORV\^ARD  -  multi-phased  projects 

AD  VALOREM^TAXES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

APPROVED  BONDS 

TOTALS 


4,632.0 
6,209.0 
10,722.0 
15,624.5 
1,131.0 

38,318.5 


3,927.5 
2,052.8 
9,222.0 
2,495.0 


3,949.4 
1,064.8 
5,528.0 
2,205.0 


17,697.3  12,747.2 


12,508.9 
9,326.6 
25  ,472  ,0 
20,324.5 
1,131.0 

6C, 763.0 


COST  SUMMARY 

AD  VALOREM  TA}(ES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

OTHER  SOURCES 

TOTALS 

RECAPITULATION 

AD  VALOREM  TA}CES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

APPROVED  BONDS 

OTHER  SOURCES 

T0TAI5 


2,887.8 
2,358.2 
250  .0 
55,045  .0 
125.0 

60,666.0 


7,519.8 
8,567.2 
10,972.0 
70,669.5 
1,131.0 
125.0 

98,984.5 


2,147.2 
2,550.0 

18,581.0 
1,875.0 


6,074.7 
4,702.8 
9,222.0 
21,076.0 


112.5 
8,500.0 

5,400,0 


25,253.2  14,012.5 


4,061.9 
9,564.8 
5,528.0 
7,605.0 


1,875.0 
42,950.5  26,759.7 


5,147.5 
13,508.2 
250  .0 
79,026.0 

2,000.0 

99,931.7 


17,656.4 
22,834.8 
25,722.0 
99,350.5 
1,131.0 
2,000.0 

168,694.7 


i_  p  • 

I.N. 

CPC 
PRI. 

PROIECT  DESCRIPTION 

1 

PROJECTS   PREVIOUSLY  REVIEWED 
FIRE  DEPARTMENT 

145. 

1 

67.121 

B 

Training  Center,  construct  storage  building 
for  ladders 

j  145. 

67.122 

B 

Engine  Co.  25,  repair  hose  racks  and  enclose 
hose  yard 

145. 

57.125 

B 

Engine  Co,  S,  replace  spiral  stairway 
POLICE  DEPARTMENT 

161. 

67.103 

C 

Northern  Station,  new  construction,  south 
side  of  Turk  between  Webster  Fillmore 

151. 

57.104 

C 

Potrero  Station,  new  construction.  Van  Dyke 
and  Lane 

151. 

57.201 

C 

Ingleside  Station,  new  construction  (site  to 
be  determined) 

SHERIFF 

173. 

57.106 

B 

County  Jail  2  ,  convert  office  to  property  storage 
room 

^  173. 

1 

•67  .409 

B 

County  Jail  2 ,  construct  concrete  retaining  wall 

88. 

1969-70        1970-71        1971-72  1972-73  1973-74 
 Cost  in  thousands   of  dollars  TOTALS 


17.8 

10.4 
16.9 

52  .9 

139.0 
209  .0 


442.0 
485.5 
441.0 


17.8 
10.4 
16.9 

494.9 
624.5 
550.0 


4.0 


38.5 


4.0 


38.5 


CPC  1968-69 
PJ,N.       PRI.  PROJECT  DESCRIPTION  


Projects   Previously  Reviewed   -  continued 

SHERIFF  -  Cont'd, 

173.57  .  110    C        County  Jail  2,  construct  new  feed  and  storage 

building 

173.57.111  C       County  Jail  2,  construct  new  chicken  house 

173.57.112  C       County  Jail  2,  construct  new  cattle  feed  and 

storage  building 

173.57  .  113    C        County  Jail  2,  convert  stable  to  farm  produce 

storage  building 

173.57  .  114    B        County  Jail  2,  construct  new  carport  for  motor 

vehicles 

173.57  .  115    B        County  Jails  2  and  A,  reconstruct  roads  and 

visitor's  parking  area 

ACADEMY  OF  SCIENCES 

213.57.106    B        North  American  Hall,  alterations  to  heating  system 

and  floors 

213.57.109    C        North  American  Hall,  remodel  dioramas 
213.67.111    B        North  American  Hall,  renovate  restrooms 


89. 

1969-70        1970-71        1971-72  1972-73  1973-74 

 Cost  in  thousands  of  dollars   TOTALS 


28.2  28.2 

23.3  23.3 
71.5  71.5 

59.2  59.2 

51.5  51.5 

28.0  ^^-^ 


48.9 

60.0 
27.2 


48.9 

60.0 
27.2 


so. 


P.IcN. 


CPC 
PRI. 


1SS8-52 


PROJECT  DESCRIPTION 


Projects   Previously  Reviewed  -  continued 

ACADEMY  OF  SCIENCES  -  Cont'd 

213.57.112    B        Steinhart  Aquarium,  install  suspended  ceiling 

in  swamp  area 


213.57.113  C 


African  Hall,  renovate  restrooms 


213.37.114  B  Steinhart  Aquarium,  ground  water  removal  system 
213  .67  .301    A        Hall  of  Man,  exhibit  building,  new  construction 


1969-70        1970-71        1971-72  1972-73 
Cost  in  thousands  of  dollars 


1973-74 


6.4 


32.5 


138.0 


125. Oo  l,875.0o 


TOTALS 


6.4 

32.5 
138.0 
2,000.0 


REAL  ESTATE  DEPARTMENT 
245.67.108    B        Civic  Auditorium,  main  floor,  install  partitions 
245.67.  1C9    B        Brooks  Hall,  install  sidev^/alk  freight  elevator 


6.5 
97  .0 


6.5 
97.0 


311.67.101  A 
311.57.113  B 

3111.67.115  B 


PURCHASING  DEPARTMENT 

Central  Shops ,  improve  unpaved  storage  area 

Central  Shops ,  relocate  existing  gas  station  & 
storage  tanks 

Central  Shops,  raise  yard  and  roadways  to  original 
grade 


71.0 
49.3 

102.9 


71.0 
49.3 

102.9 


CPC 

F.r.N.   PRI. 


PROJECT  DESCRIPTION 


1S68-6 


Projects  Previously  Reviewed  -  continued 
DEPARTMENT  OF  PUBLIC  WORKS  -  Sanitation 


425.57  .405    D       Griffith  and  Davis  Pumping  Station  and  related 

sewers ,  nevj  construction 

PROJECT  425,67.405  SHOULD  NOT  BE  DESIGNED 
UNTIL  FULL  COORDINATION  IS  ACHIEVED  WITH  PLANS 
OF  THE  STATE  DIVISION  OF  HIGHWAYS  AND  BAY  TOLL 
CROSSINGS  FOR  THE  HUNTERS  POINT  FREEWAY  AND 
TFIE  INDIA  BASm  CROSSING,  WITH  POLICIES  OF  THE 
BAY  CONSERVATION  AND  DEVELOPMENT  COMMISSION, 
AND  WITFI  THE  SHORELINE  RECOMMENDATIONS  OF 
THE   SOUTH  BAYSHORE  STUDY  APPROVED  BY  THE  CITY 
PLANNING  COMMISSION  ON  SEPTEMBER  21,  1967. 


425.57,407    A        Fulton  St.  Auxiliary  Sewer,  Sections  B,  C,  and  D, 

increase  capacity 

425.57.507    R        Woolsey-Wayland  Sts.  Sewer,  increase  capacity 

425  .57  .  501    A        Monterey- Junipero  Serra  Blvds.  Sewer,  increase 

capacity 

425.57.503    A        Steiner  St.  Sewer,  Post  to  O 'Farrell,  increase  capacity 
425.67.604    A        Clement  St.  Sewer,  23rd  to  30th  Aves.,  increase  capacity 


425.67.505 


A 


Thirtieth  St.  Sewer,  Harper  to  Chenery,  increase  capacity 


SI. 


1969-70        1970-71        1971-72  1972-73  1973-74 

 Cost  in  thousands   of  dollars    TOTALS 


500. On  500. On           400. On  1,400.0 

375. On  375.0 

30. On  595. On  625.0 

20. On  395. On  415.0 

6. On  114. On  120.0 

15. On  300. On  315,0 

8. On  147. On  1^5.0 


92. 


P  J.N. 


CPC 
PRI. 


1S68-6S 


PROJECT  DESCRIPTION 


1969-70        1S70-71        1971-72  1972-73 
Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


Projects  Previously  Reviewed  -  continued 
DEPT.  OF  PUBLIC  WORKS-Sanitation  -  cont'd. 
425.67.606    A        Arthur  Ave .  Outfall,  construct  sewer  extension 


15. On 


250. On 


265  .0 


DEPARTMENT  OF  PUBLIC  HEALTH 

500.57.104  A        District  Health  Center  1,  provide  additional 

examination  rooms 

500.67.105  A        District  Health  Center  2  ,  provide  parking  area 


500.57.137  A 

500.67.141  B 

500.67.150  B 

500.67.158  C 


Park  Emergency  /  relocate  and  construct  new 
facility 

S.  F.  General,  install  main  parking  area  lighting 
($14.0  previously  appropriated) 

Laguna  Honda,  convert  refrigerator  to  deep  freeze 

Hassler,  Administration  Building,  remodel 


34.0 

55.2 
183.0 

20.0 

6.7 

43.4 


445.7 


21.1 


55.3 


22.5 


34.0 

55,2 
628.7 

63.6 

62.0 
43.4 


LEGION  OF  HONOR 
6U.57.107    D       Widen  perimeter  road  and  provide  new  parking  area 


50.0 


50.0 


CPC  196C-59 
F.I.N.        PRI.  PROJECT  DESCRIPTION  . 


Projects  Previously  Reviewed  -  continued 
M.  H.  de  YOUNG  MUSEUM 
321.37.301    D       Convert  tower  space  to  offices  &.  storage 

RECREATION  AND  PARK  DEPARTMENT 

651.57.202    B        Lafayette  Square ,  rehabilitation  ($5,0  previously 

appropriated) 

555.67.108    B        Park  Presidio  Blvd.,  install  automatic  irrigation 

system 

555.S7.10S    B        Fleishhacker  Playfield,  playground  improvements 

355.57.406    B        Glen  Canyon  Park ,  general  development 

555.57  .503    A       Walter  Haas  Playground ,  Diamond  Heights , 

new  construction  ($713.2,  including  George 
Christopher  Playground,  previously  appro- 
priated) 

S56.57.510    A        Zoological  Gaix3ens ,  constmct  animal  holding 

pens 

55S.67.101     B        Camp  Mather,  construct  recreational  paviUon 
558  .57  .  102     B        Camp  Mather,  pave  roads  &  parking  area 
659.67  .105     B        Camp  Mather,  replace  six  cabins 


93, 


1969-70        1970-71        1971-72  1972-73  1973-74 
 Cost  in  thousands   of  dollars  TOTALS 


188.0  188.0 


80.0 

142.3 

28.5 
100.0 
367.0 


110.0 


90.0 


80.0  ^ 

142.3  ■ 

28.5  I 

300.0  I 

367.0  ■ 


38.0 


38.6 

17.2 
1.6 


71.6 


38.0 


38.6 

17.2 

73.2 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTIO N 


1968-59 


Projects  Previously  Reviewed  -  continued 

UNIFIED  SCHOOL  DISTRICT 

660.67.401    A        Proposed  School  Modernization  and  Rehabili- 
tation Bond  Issue 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 

370  .68.402    A        Bosworth  St.-O 'Shaughnessy  Blvd . ,  bet. 

Lyell  &  Ulloa  Sts,,  construct  4-lane  divided 
roadway  ($5,932  .6  previously  appropriated 
including  $1,223.5  in  1967-68  for  Project 
670.67,110) 

571  .68,401    A        Redevelopment  Area  A-2  ,  various  locations , 

reconstruct  or  resurface  streets,  construct  sewers, 
install  street  lighting,  traffic  signals  &  AWSS 
facilities  (Street  work  qualified  as  a  local  non-cash 
grant-in-aid  within  the  approved  Redevelopment  Plan: 
Project  570.67.401) 

572.68.403     B        Lincoln  Way,  bet.  19th  &  47th  Aves.,  install  signals 

&  master  control  equipment  (Project  670.67,406) 

574.68.401    A        Bosworth  St.-O 'Shaughnessy  Blvd.,  bet.  Elk  St.  & 

Portola  Dr. ,  plant  trees  &  shrubs,  install  automatic  irri- 
gation system  in  traffic  islands,  center  islands,  side- 
walks &  sideslopes  (portion  of  Project  670.67.110) 


1969-70  1970-71  1971-72  1972-73 
 Cost  in  thousands  of  dollars 


94. 

1973-74 

  TOTALS 


33, 462. On  33,462.0 

100. Oe        l,000,Oe        7,000.0e  8,100,0 

1,140.0  1,650.0  1,500.0  4,290.0 

(440. Oe)  (950. Oe)  (300. Oe) 
(700. Oh)         (700. Oh)         (700. Oh) 

(500. Os) 

54. Oe  54. 
308.0s  308.0 


S5. 


P.I.N. 


CPC 
PRI. 


.SSC-SS 


PROJECT  DESCRIPTION 


1S69-70       1970-71        1971-72  1972-73 
Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


574.38.402  A 


574.56.403  A 


574.68.404  A 


Projects  Previously  Reviewed  -  continued 

DEPARTMENT  OF  PUBLIC  WORKG -Trafficways  -  cont'd. 

San  Jose  i-\ve, ,  east  slope,  near  Richland  Ave., 
construct  retaining  walls  for  slope  stabilization 
(R56.51  &  Project  670.67.312) 

Monterey  Blvd.,  bet.  Ridgewood  &  Circular  Aves . , 
plant  trees,  shrubs,  or  c round  cover  in  sidewalk 
areas  or  center  islands;  install  automatic  irrigation 
system  ($7,000  appropriated  in  1967-58  for  Project 
570.57.115) 

Note;  Project  674.68.403  is  located  in  the  pro- 
posed Sunnycide  Conservation  Area  and  would 
qualify  for  credits  in  the  FACE  program  upon  future 
designation  of  the  area  for  conservation  measures. 

Powell  St.  Cable  Car  Route,  bet.  V/ashington  & 
Market  Sts,,  plant  trees  in  sidewalk  areas  (Project 
670.67.506) 


133. Oe 


120. Oe 


54. On 


133.0 


120.0. 


54.0 


P.I.N. 


745.68.401 


747.58.403 


CPC 
PRI. 


1S68-69 


PROJECT  DESCRIPTION 


Projects   Previously  Reviewed  -  continued 

WATER  DEPARTMENT 

A        Lake  Honda  Reservoir,  rehabilitate;  raise 
water  level 

THE  WATER  DEPARTMENT  SPIOULD  CONSIDER 
MAINTAINING  LAKE  HONDA  RESERVOIR  IN  ITS 
PRESENT  "NATURAL"  CONDITION  AS  AN  URBAN 
AMENITY  RATHER  THAN  REHABIUTATE  AND 
ROOF  THE  RESERVOIR  AS  PROPOSED  IN  PROJECT 
746.68,401 


747.68.401         A        Sutro  System  N.E.,  construct  transmission  and 

feeder  mains 

747.S8c402         A        Sunol  Valley  Filtration  Plant,  Alameda  Co., 

construct  Stage  2 


A        Sunset  System,  Northeast  Reservoir,  new  con- 
struction (site  undetermined) 


1969-70       1970-71        1971-72  1972-73 

Cost  in  thousands  of  dollars 


1973-74 


6, 000. On 


250. Or 

3, 000, On 
1,500. On 


96 


TOTALS 


6,000.0 


250.0 

3,000.0 
1,500.0 


755.57,502 


A 


HETCH  HETCHY  SYSTEM 
Ward's  Ferry  Powerhouse,  new  construction 


10, 000. On      15, 000. On         5,000. On  30,000. 


P.I.N. 


425.58.401 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1968-6S 


PROJECTS  REVIEWED   19  6  8-69 

DEPARTMENT  OF  PUBLIC  WORKS  -  Sanitation 

A        Army  St.  Sewer,  Valencia  to  Hampshire,  increase 
capacity 


1969-70  1970-71  1971-72  1972-73  1973-74 
 Cost  in  thousands  of  do  liars 


60.  On 


1,280. On 


TOTALS. 


1,340.0 


500.68.112 


500.68.113 


DEPARTMENT  OF  PUBUC  HEALTH 

S.F.  General,  provide  additional  parking  area 

S.F.  General,  remodel  garage  building  for 
equipment  painting  area 


53.8 
44.6 


53.8 
44.6 


655.58.401 


RECREATION  AND  PARK  DEPARTMENT 

C       Angelo  Rossi  Playground,  construct  new  recrea- 
tional building 


6.0 


75,0 


81.0 


570.58.401 


572.58.401 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 

B        Castro  St.,  bet.  Duboce  Ave.  &  Market  St., 

narrow  sidewalks  from  19  ft.  to  11  ft.  3  inches 
to  provide  4  traffic  lanes 

A        Divisadero  St.,  bet.  Sacramento  and  Waller  Sts., 
also  intersection  of  Castro  St.  &.  Duboce  Ave., 
install  traffic  signals 


170. Og 


144. Oe 


170. C 


144.(1 


9£ 

1968-69        196S-70         1970-71        1971-72          1972-73  1973-74 
_P-I.N.  PRI.  PROJECT  DESCRIPTION  Cost  in  thousands   of  dollar-s   tq^ALS 

Department  of  Public  "Works   -Trafficways-  continued 

672,68,402         B        Fulton  St. ,  bet  5th  &  47th  Aves .  install  108. Oe  108.0 

signals  &.  master  control  equipment  (Increase 
in  scope  of  Project  670.67.405) 

575,68.401         B        Greenwich  St. ,  bet.  Hyde  6:  Leavenworth  Sts 41.2s  41,2 

replace  concrete  stairways ,  connecting  walks 
and  retaining  walls 

575.58.402.        B        Vallejo  St.,  east  of  Jones  St.,  reconstruct  40.0s  40.0 

retaining  wall  and  sta^'T/vay 


I 


CAPITAL  IMPROVEMENT  PROGRAM 
1972-73  FISCAL  YEAR 


1  9  7  2  -7  3   FISCAL  YEAR  -  COST  SUMMARY 

1S68-G9        1969-70        1970-71       1971-72  1972-73 
 Cost  in  thousands  of  dollars 


1973-74 


100. 

TOTALS 


BALANCES  BROUGHT  FORWARD— multi- phased  projects 


AD  VALOREM  TA}CES  . 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

OTHER  SOURCES 


6,074.7 
4,702.8 
9,222.0 
21,076.0 
1,875.0 


4,061.9 
9,564.8 
5,528,0 
7,605.0 


10,136.6 
14,267.6 
14,750.0 
28,6.81.0 
1,875.0 


TOTALS 


COST  SUMMARY 


AD  VALOREM  TA}CES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

OTHER  SOURCES 


TOTALS 


RECAPITULATION 


AD  VALOREM  TA}(ES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

OTHER  SOURCES 


TOTALS 


42,950.5  26,759.7 


69,710.2 


1,589.3 
1,347.9 
300.0 
60,142.0 
100.0 


1,101.9 
400.0 

5,140.0 
1,275.0 


2,691.2 
1,747.9 
300.0 
65,282.0 
1,375.0 


63,479.2 


7,916.9 


71,396.1 


7,664.0 
6,050.7 
9,522.0. 
81,218.0 
1,975.0 


5,163.8 
9,964.8 
5,528.0 
12,745.0 
1,275.0 


12,827.8 
16,015.5 
15,050.0 
93,963.0 
3,250.0 


106,429.7        34,676.6  141,106.3 


CPC  1S6C-3S 
P.I.N.       PRI.  PROJECT  DESCRIPTION  


PROJECTS   PREVIOUSLY  REVIEWED 

FIRE  DEPARTMENT 

145  .67.402       D         AWSS  extension.  Third  and  Oakdale 

145.57.4C4      D  AV/SS  extension.  Forest  Knolls  Area 

145,57.406      D         AWSE  extension.  Outer  Mission  Area 

145.57.411      D         Various  locations,  construct  nev\7  fire 

cisterns 


POLICE  DEPARTMENT 

151  .57  .301      C  Richmond  Ctation,  new  construction  (site 

to  be  selected) 

151.57.^02       C  Taraval  Station,  new  construction  (site  to 

be  selected) 


SHERIFF 

173.57.117      C  Hall  of  Justice,  install  close-dcircuit  tele- 

vision system 


101. 

1969-70  1970-71         1971-72        1972-73  1973-74 


Cost  in  thousands  of  dollars   TOTALS 


485. On  485.0 

450. On  450.0 

775. On  775.0 

255. On  255.0 

172.5  515.0  6C7.5 


203.5  375.0 


91.3 


91.3 


102. 


P. I.N. 


CPC 
PRI, 


1968-5S 


PRQIECT  DESCRIPTION 


1969-70         1970-71        1971-72  1972-73 
Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


213.67.302  A 


Projects   Previously  Reviewed  -  continued 

ACADEMY  OF  SCIENCES 

Earth  History  and  Evolution  Building,  new 
construction 


100. Oo        1, 275.00  1,375  .0 


245.57.590  A 


REAL  ESTATE  DEPARTMENT 

Yerba  Buena  Sports  Center  and  Convention 
Complex,  new  construction  (part  of  approved 
plan  for  Redevelopment  Area  D-1) 


34, 000. On 


34,000.0 


311.57.104  B 


311.57.105  B 


;il.57.110  B 


425.57.501  A 


425.57.502  A 


PURCHASING  DEPARTMENT 

Central  Shops,  machine  shop,  construct  mez- 
zanine office 

Central  Shops  ,  construct  vehicle  storage 
structure 

Central  Shops,  Bldg.  B,  construct  toilet  room 
DEPARTMENT  OF  PUBHC  WORKS-Sanitation 

Eighteenth  St.  Sewer,  Noe  to  Douglass,  in- 
crease capacity 

Tenth  Ave.  Sewer,  Quintara  to  Lawton  Sts.,  in- 
crease capacity 


C.l 


52.0 


5.3 


605. On 


295. On 


8.1 


52.0 


5.3 


605.0 


295.0 


103. 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


Projects  Previously  Reviewed  -  continued 
DEPT.  OF  PUBHC  WORKS -Sanitation  -  cont'd. 

425.67.505      A  Evelyn  Way,  Teresita  to  Portola,  increase 

capacity 

425,57.502      A  Foerster  St.  Sewer,  Melrose  to  Hearst, 

increase  capacity 

425. S7. 607      A  San  Jose  Ave.  Sewer,  Wilson  to  Liebig,  increase 

capacity 

425.67.508      A  And  over  St.  Sewer,  Newman  to  Crescent,  in- 

crease capacity 

425.57.609      A  Twentieth  Ave .  Sewer,  Lincoln  V/ay  System , 

increase  capacity 

DEPARTMENT  OF  PUBUC  HEALTH 

500.67.158      A  S.  F.  General,  provide  Intensive  Care  Stroke 

Center 


656.57.512  A 


RECREATION  AND  PARK  DEPARTMENT 

Funston  Playground,  construct  enclosed 
swimming  pool 


1972-73  1973-74 
Cost  in  thousands  of  dollars 


110. On 
147. On 

58. On 

89, On 

690. On 


10.0 


944,0 


211,9 


TOTALS 


110.0. 
147,0 

58.0 

89.0 

690.0 


221.9 


944.0 


P  .I.N. 


CPC 
PRI. 


1972-73 


PROJECT  DESCRIPTION 


1973-74 


Cost  in  thousands  of  dollars 


104. 

TOTALS 


572.58.503 


674.58.502  A 


674.58.503  A 


574.58.505  A 


Projects  Previously  Reviewed  -  continued 

DEPARTMENT  OF  PUBLIC  V/ORKS-  Trafficways 

Western  Addition,  channelize  intersections  of 
Fulton  &  Scott  Sts.  and  Tulton  and  Stanyan  Sts., 
install  related  signal  control  (Project  570.67.408) 


574.68.501      A  Broadway,  bet.  The  Embarcadero  &  Van  Ness  Ave., 

plant  trees  in  sidewalk  areas  (Project  670.67.314) 


San  Jose  Ave.,  east  slope,  bet.  Richland  &  St, 
Mary's  Aves.,  install  irrigation  system  for 
planting  (R66.61  &  Project  670.67.316) 

San  Jose  Ave. ,  west  slope,  bet.  Mateo  St.  & 
St.  Mary's  Ave. ,  install  irrigation  system  for 
planting  (R56.61  &  Project  670.67.318) 

O'Shaughnessy  Blvd  .-Portola  Dr.  underpass 
area,  landscape  &  install  irrigation  system 
(Project  670.67.227) 


674.58.506      A  Van  Ness  Ave.,  bet.  California  &  Market  Sts., 

plant  trees  in  sidewalk  areas  (Project  670.67.412) 


35,0s 


S2.0S 


101.4s 


64.5s 


160. Oe 


64.5s 


35.0 


S2.0 


101.4 


64.5 


160.0 


64.5 


691.57.301  A 


WAR  MEMORIAL 


Music  Arts  Building,  new  construction 


21, 958. On 


21,958,0 


105. 


CPC 

P. T.N.  PRI,  PROJECT  DESCRIPTION 


1S72-73  1973-74 


Cost  in  thousands  of  dollars 


TOTALS 


Projects  Previously  Reviewed  -  continued 


HETCH  HETCHY  SYSTEM 


755.57.601      A  Various  reservoirs,  remote  water  level  recorders 


300. Or 


300.0 


-V  *******************  *  *  *  *  *  *  *  *  *******  *  *  *  *  *  1 


.^,^^*^*^^^^,**Vt**tf.Vt*************************************************************************** 


425.58.501  A 


PROTECTS   REVIEWED  lSGG-69 

DEPARTMENT  OF  PUBLIC  VVORKS -Sanitation 

Alemany  Blvd  .-Industrial-Rankin  Sts.  Sewer, 
Section  A,  increase  capacity 


225. On        5, 140. On  5,365  .0 


551.58.501  D 


RECREATION  AND  PARK  DEPARTMENT 

Golden  Gate  Park,  reconstruct  North  Mill 
Reservoir  roof 


356.68.501       B  Fleishhacker  Pool,  constaict  transformer  cover 


96.7 


5.9 


96.7 


5.9 


370.58.501  D 


DEPARTMENT  OF  PUBLIC  WORKS-Trafficways 

V\/ebster  St.  widening,  bet.  Bush  &  California  Sts., 
construct  4-lane  divided  roadway  (revision  of 
Project  670.67.502) 


146. Og  400. Og  546.0 


106. 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1972-73  1973-74 
Cost  in  thousands   of  dollars 


TOTALS 


Projects  Reviewed   19  60  -6  9   -  continued 

DEPT.  OF  PUBLIC  WORKS -Trafficways  -  Cont'd, 

Scott  St, ,  bet.  Duboce  Ave.  &.  Sacramento 
St.^  install  traffic  signals 

Larkin  St.,  bet.  California  &.  Lombard  Sts . , 
install  signals  after  sidewalk  narrowing  proposed 
in  Project  670.68.209  (Increase  in  scope  of  Project 
670.57.411  for  installing  signals) 


574.68.504      A  Carroll  Ave.,  Quint  St.,  &.  Bayshore  Blvd.,  land- 

scape traffic  island  &  install  benches 


572.58.501  D 


572.58.502  A 


575.68.501  B 


675.68.502  B 


575.58.503  B 


575.58.504  B 


375.58.505  B 


Vallejo  St. ,  west  of  Taylor  St. ,  reconstruct  concrete 
stairways;  install  landscaping  &  concrete  walkway 

Great  Highway  at  Taraval  St. ,  rehabiUtate  pedestrian 
underpass 

Great  Highway  at  Judah  St.,  rehabilitate  pedestrian 
underpass 

Great  Highway  at  Wawona  St. ,  rehabilitate  pedestrian 
underpass 

Waller  St. ,  bet.  Broderick  St.  &  Buena  Vista  East, 
replace  wooden  bulkheads  &  stairway  with  concrete 
retaining  wall  &  stairway 


233.0s 


190.0 
(130. Oe) 
(SO.Os) 


7.5s 


80.0s 


40. Og 


40.  Og 


70. Oe 


24.0s 


233.0 


190.0 


7.5 


80.0 


40.0 


40.0 


70.0 


24.0 
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1973-74     FISCAL  YEA 


19  73  -74  FISCAL  YEAR  -  COST  SUMMARY 
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1973-74 


Cost  in  thousands  of  dollars 


BALANCES  BROUGHT  FORWARD  -  multi-phased  project 

AD  VALOREM  TAXES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

OTHER  SOURCES 

TOTALS 


5,163,8 
9,964.8 
5,528,0 
12,745.0 
1,275,0 

34,676.6 


TOTALS 


5,163.8 
9,964.8 
5,528.0 
12,745.0 
1,275.0 

34,675.6 


COST  SUMMARY 

AD  VALOREM  TAJCES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

TOTALS 


223.5 
11,141.5 
2,500.0 
21,726.5 

35,591.5 


223.5 
11,141.5 
2,500.0 
21,726.5 

35,591.5 


RECAPITULATION 

AD  VALOREM  TA^CES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

PROPOSED  BONDS 

OTHER  SOURCES 


5,387.3 
21,106.3 

8,028.0 
34,471.5 

1,275.0 

70,268.1 


5,387.3 
21,106.3 

8,028.0| 
34,471.5 

1,275.0 

70,268.1 


TOTALS 
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p  I  .N. 

CPC 
PRI. 

PROJECT  DESCRIPTION 

Cost  in  thousands  of  dollars 

1973-74 

TOTALS 



PROJECTS   PREVIOUSLY  REVIEWED 

■ 

FIRE  DEPARTMENT 

145.67.403 

D 

AWSS  extension,  Bayview  District 

445. On 

445.0 

145.67.405 

D 

AWSS  extension.  West  Portal  District 

1,950  . On 

1,950.0 

145.57.407 

D 

AWSS  extension,  Ingleside-St.  Francis   Wood  Area 

1,100. On 

1,100.0 

145.67.408 

D 

AWSS  extension,  Lake  Merced  Area 

1,250. On 

1,250.0 

145.67.409 

D 

AWSS  extension,  Silver  Avenue-bayview /^rea 

1 ,200. On 

1,200.0 

145.67  .410 

D 

AWSS  extension,  Sunset  District 

1  ,950  . On 

1,950.0 

500.67.142 
500.67.153 

A 
B 

DEPARTMENT  OF  PUBLIC  HEALTH 
S,  F.  General,  Building  bU,  remoaei 
Laguna  Honda,  construct  new  fence 

• 

53.3 
6.6 

53.3 
6.6 

dec    c  n  rni 

Dbb.67 .511 
556.67  .515 

D 
B 

RECREATION  AND  PARK  DEPARTMENT 
T?..,-.r.4-^7-.  Pi;^irrtrr>nnH    ronstruct  rocreational 

runston  rlayyrouiiU/  c-^-iiiouii^v^i-    ^ ^ 

building  (plans) 

Larsen  Square,  construct  recreational  building 

10.0 
10.0 

10.0 
10.0 

(plans) 
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P.I.N. 


CPC 

PRI.        PROJECT  DESCRIPTION 


1973-74 


Cost  in  thousands  of  dollars 


Projects  Previously  Reviewed  -  continued 
RECREATION  AND  PARK  DEPT.  -  Cont'd. 

555.57  ,516      B        Outer  Richmond  ,  construct  recreational 

building  (plans) 

55£.67,103      B        Camp  Mather,  Dining  Pavilion  Annex,  new 

construction  (plans) 


10.0 


5.0 


TOTALS 


10.0 


5.0 


670.68.601  A 


670.68.602  A 


570.68.603  A 


DEPARTMENT  OF  PUBLIC  WORKS-Trafficways 

Webster  St.  widening  bet.  Fulton  &  Fell 
Sts.  -  new  diagonal  street  -  Laguna  St. 
widening  bet.  Page  &  Market  Sts.,  construct 
6-lane  divided  roadway  (portion  of  Project 
670.67.505,  $15.0  previously  appropriated) 

Holloway  Ave.  bet.  Junipero  Serra  Blvd.  & 
Harold  Ave.,  widen  roadway  by  narrowing  side- 
walks from  15  ft.  to  10  ft.  west  of  Ashton  Ave. 
&  from  12  ft.  to  10  ft.  east  of  Ashton  Ave.; 
improve  alignment  at  Ashton  Ave.;  provide  con- 
nection to  Phelan  Ave.  at  Ocean  Ave. 
(Project  670.67.202) 

Bay  View  Parkway,  from  San  Bruno  Ave.  and 
Mansell  St.  to  Bay  View  Park,  construct  4-lane 
parkway  (Project  670.67  .403) 


878. Og 


223. Og 


2,682.0g 


878.0 


223.0 


2,682.0 


Pro j  e  ct  s 


Pre viou  sly 


Reviewed 


-  continued 


672.68.601 


672.68.602 


574.68.609 


727.68.601 


DEPT.  OF  PUBLIC  WORKS-Trafficways  -  cont'd. 

D  Grade  separation,  Masonic  Ave.  &  Turk  St., 
construct  underpass  for  Masonic  Ave.  traffic 
(Project  670.67.407) 

A        Grade  separation,   Geary  Blvd.  &  Masonic  Ave., 
construct  underpass  for  Geary  Blvd.  traffic 
(Project  670.67.409) 

IT  IS  RECOMMENDED  THAT  THE  DEPARTMENT  OF  PUBUC 
WORKS  SCHEDULE  ADVANCE  PLANNING  FOR  PROJECT 
672.68.602  TO  BEGIN  IN  196S-70  AND  TO  BE  COORDINATED 
WITH  THE  DEPARTMENT  OF  CITY  PLANNING  AND  OTHER 
INTERESTED  CITY  AGENCIES 

A        Bryant  St. ,  between  7th  St. ,  and  The  Embarcadero, 
plant  trees  in  sidewalk  areas  (Project  670.67.611) 


INTERNATIONAL  AIRPORT 


A        Transportation  system  for  terminal  complex, 
new  construction 
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P.I.N 


CPC 
PRI. 


PROJECT  DESCRIPTION 


PROJECTS   REVIEWED  1558-69 

DEPARTMENT  OF  PUBLIC  WORKS -Sanitation 

425.68.601      A        Alemany  Blvd  . -Industrial-Rankin  Sts  .  Sewer, 

Section  B,  increase  capacity 

425.68.502       A        Baker  St.  Sewer,  Marina  Blvd  .  t  o Filbert , 

increase  capacity 


425.68.604  A 


425.68.605  A 


425.68.606  A 


425.68.607  A 


Head  St.  Sewer^  Holloway  to  Ashton,  increase 
capacity 

Lagi.na  Honda  Blvd.  Sewer,  Idora  to  Dewey, 
increase  capacity 

Russia  Ave.  Sewer,  Vienna  to  Mission,  increase 
capacity 

Seventh  Ave.  Sewer,  Moraga  to  Lincoln  Way, 
increase  capacity 


RECREATION  AND  PARK  DEPARTMENT 

551.88.601  D       Golden  Gate  Park,  reconstruct  Arboretum  reservoir 

551.68.602  D       Golden  Gate  Park,  reconstruct  Elk  Glen  Pumphouse 


Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


4, 980. On  4,980.0 


290. On 


290.0 


47. 5n 


47.5 


128. On 


128.0 


140. On 


140.0 


834. On 


834.0 


118.2 
10.4 


118.2 
10.4 


PROJECT  DESCRIPTION 


Cost  in  thousands   of  dollars 


1973-74 


TOTALS 


Projects  Reviewed   1968-69   -  continued 


DEPARTMENT  OF  PUBLIC  WORKS-Trafficways 

672.68.604  B        Grade  separation,  Portola  Dr.  at  Clip)  er  St . , 

construct  underpass  for  Portola  Dr.  traffic 

IT  IS  RECOMMENDED  THAT  THE  DEPARTMENT  OF  PUBUC 
WORKS  SCHEDULE  ADVANCE  PLANNING  FOR  PROJECT 
672.68.604  TO  BEGIN  IN  19  59-70  AND  TO  BE  COORDIN- 
ATED WITH  THE  DEPARTMENT  OF  CITY  PLANNING  AND 
OTHER  INTERESTED  CITY  AGENCIES 

572.68.605  D       Grade  separation,  Market  &  Castro  Sts., 

construct  overpass  for  Market  St,  traffic 


l,100.0g 


l,050.0g 


1,100.0 


1,050.0 


747.68.601  A 

747.68.602  A 

747.68.603  A 


WATER  DEPARTMENT 

Lake  Merced  Pump  Station,  provide  emergency  power 
supply 

Bay  Division  Regulating  Reservoir,  new  construction 

Bay  Division  Pipelines,  provide  emergency  pumping 
facilities 


1,250. On 


1,250.0 


4, 000. On  4,000.0 
1,000. On  1,000.0 


CAPITAL  IMPROVEMENT  PROGRAM 
PROJECTS        FOR  DEFERRAL 


PROJECTS  FOR  DEFERRAL 
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CPC 

p_T.N.  PRI» 


The  following  nine  projects  are  not  included  in  the  Six-year  Capital  Improvement  Program  schedules All  projects  are  subject  to  further  review. 
PROJECT  DESCRIPTION  


1968-69  1969-70  1970-71  1971-72  1972-73  1973-74 

Cost  in  thousands  of  dollars  TOTALS 


CITY  ATTORNEY 

117.67.101    D     City  Hall,  install  library  &  office  ventilation 

MUNICIPAL  COURT 


34.0 


i     155.57.102    D     City  Hall,  various  courtrooms  S:  chambers , renovate  20.9 


SUPERIOR  COURT 


179. 57. 101  D 


City  Hall,  various  courtrooms,  install  air 
conditioning 


175.58.101  D     City  Hall,  various  courtrooms,  remodel 

175.58.102  D     City  Hall,  Judges  Chambers,  install  air 

conditioning 

TAX  COLLECTOR 

251.57.101  D     City  Hall,  install  ventilation  system 

261.57.102  D     City  HaU,  replace  lighting  fixtures  &  wiring 


423.57.108  D 


DEPARTMENT  OF  PUBLIC  WORKS-General  Office 
City  Hall,  Bureau  of  Engineering,  install 
ventilation 


737.68.111  D 


MUNICIPAL  RAILWAY 

Various  locations  indent  sidewalks  for  bus  stops 

TOTALS 


176.0 
49.0 

17.0 

14.0 
20.0 


9.0 


18.0 


357.9 


22.1 


60.0 


82.1 


23.2 


60.0 


83.2 


24.5 


60.0 


84.5 


25.6 


25.6 


26.8 


26.8 


34.0 


143.1 


176.0 
49.0 

17.0 

14.0 
20.0 


9.0 


198.0 


660.1 


I 


CAPITAL  IMPROVEMENT  PROGRAM 


SPECIAL  AGENCIES 


Housing  Authority 


Ihe  Authority  is  responsible  for  the  construction, 
rental  and  maintenance  of  more  than  5600  public  housing 
units  in  San  Francisco.   The  Authority  has  recently  com- 
pleted two  projects  for  senior  citizens:  John  F.  Kennedy 
Towers  and  Mission  Dolores  Apartments.  A  similar  project, 
Woodside  Gardens  (110  apartments),  is  scheduled  for 
occupancy  March  1,  1968. 

The  present  construction  program,  to  be  funded  from 
Federal  loans,  includes  four  projects  which  will  provide 
409  apartment  units  for  senior  citizens.  Of  this  total,  con- 
struction is  expected  to  begin  on  92  units  within  the  next 
few  months  and  the  remaining  317  units  will  probably  be 
under  construction  within  the  next  nine  months .   The  four 
projects,  each  reviewed  by  the  City  Planning  Commission, 
are: 


1.  Pacific  and  Mason  Streets  (92  units).  A  seven 
story  reinforced  concrete  building  will  contain 
74  studio  and  18  one  bedroom  apartment  units 
with  community  space.   The  estimated  cost  of 
this  project  is  $1  ,590,600. 

2.  Eighteenth  and  Church  Streets  (107  units).  A  five 
story  reinforced  concrete  building  will  provide 

92  studio  and  15  one  bedroom  units  with  community 
space.   The  estimated  cost  of  this  project  is 
$1,986,100. 


117. 


3.  McAllister  Street  between  Broderick  and  Baker  Streets 

(90  units) .   A  seven  story  reinforced  concrete  building  will 
provide  73  studio  and  17  one  bedroom  apartment  units  with 
community  space.   The  estimated  cost  of  this  project  is 
$1,599,700. 

4.  Pine  and  Octavia  Streets  (120  units).  A  4  to  12  story  rein- 
forced concrete  building  will  contain  96  studio  and  24  one 
bedroom  apartment  units  with  community  space.   The  estimated 
cost  of  this  project  is  $2  ,09  6,300. 

There  are  three  additional  projects  in  the  planning  stage  which  . 
have  been  selected  by  the  Housing  Authority  Commission.   These  pro- 
jects have  not  been  formally  adopted  by  the  Board  of  Supervisors  or 
budgeted  through  the  Federal  Housing  Assistance  Administration.  The 
planned  projects  are: 

1.  Air  Rights  Project,  21st  and  Bartlett  Streets  (110  units  for 
senior  citizens) .   The  Housing  Assistance  Administration 
has  given  conditional  site  approval.   Negotiations  for  the 
use  of  air  rights  over  the  existing  public  parking  lot  from 
the  Parking  Authority  are  now  under  way. 

2.  Western  Addition  Redevelopment  Area  A-2  .  This  Is  a  "scattered 
site"  program  of  approximately  200  dwellings  for  family  housing 
Some  18  site  locations  have  been  presented  by  the  Redevelop- 
ment Agency  and  accepted  by  the  Housing  Authority  Commissior 
Formal  site  approvals  are  being  awaited  from  the  Housing 
Assistance  Administration. 


Housing  Authority  -  continued 


3.    Yerba  Buena  Center  (300  units  for  senior  citizens) . 

A  site  for  the  project  in  the  South  of  Market  Redevelop- 
ment Area  has  been  designated  and  some  exploratory 
planning  has  taken  place.   No  cost  estimates  have  been 
formulated. 

In  addition  to  the  above  project,  the  Authority  has  been  active 
in  implementing  some  of  the  more  recent  U.S.  Housing  Act  low 
income  housing  tools: 

1.  One  144-unit  "Turnkey"  development  has  been  adopted 
by  the  Housing  Authority  Commission,   This  is  planned 
as  a  multi- story  building  for  the  elderly  on  Ellis  Street 
near  Folk  Street,   Other  inquiries  from  private  developers 
which  would  involve  some  250  units  of  varying  sizes  are 
presently  under  consideration  by  the  Authority. 

2,  Section  23  of  the  Housing  Act  now  permits  rent  subsidy 
leasing  to  families  in  the  private  housing  market.  The 
Authority  has  256  families  housed  under  this  program.  One 
of  the  largest  leased  apartment  buildings-is  the  former 

La  Salle  Hotel,  located  on  Hyde  Street  between  Turk  and 
Eddy  Streets,  now  completed  and  in  process  of  housing  an 
additional  IIS  elderly  citizen  families. 

The  following  recapitulation  relates  the  present  Housing  Authority' 
program  to  the  2500  units  authorized  by  the  electorate  in  November, 
1S54: 
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Construction  Phase 


Eighteenth  and  Church  Streets 
Pine  and  Octavia  Streets 


107  units 
120  units 


Subtotal 


227  units 


Planning  Phase 

Twenty-first  and  Bartlett  Streets  110  units 

Western  Addition  Area  A-2  200  units 

Yerba  Buena  Center  300  units 


Subtotal 


610  units 


"Turnkey"  Projects 


Ellis  Street  near  Polk  Street 
Other  possible  projects 

Subtotal 


144  units 
250  units 


394  units 


TOTAL 


Unallocated  balance 


TOTAL  Authorized  Units  (1964) 


1,231  units 
1  ,269  units 
2,500  units 


Parking  Authority 


The  Parking  Authority  is  responsible  for  the  creation 
of  public  supported  off-street  parking  facilities  and  advises 
the  Board  of  Supervisors  on  the  selection  of  sites  and  the  de- 
sign of  projects.   For  large-capacity  parking  garages,  non- 
profit corporations  normally  are  set  up  to  issue  their  ov/n 
revenue  bonds «   Neighborhood  parking  projects  are  financed 
through  parking  meter  revenue , 

The  present  program  of  the  Parking  Authority  includes 
twelve  projects  o   Two  would  be  financed  by  non-profit  corpor- 
ations and  the  remainder  would  be  from  parking  meter  revenues. 
These  are: 

1 .  Combined  North  Beach  Garage  and  Central  Police 
Station  (northwest  corner  of  Emery  Lane  and  Vallejo 
Street  near  Powell  Street) .  A  five-level  parking 
garage  will  provide  163  parking  spaces  in  conjunc- 
tion with  the  Central  Police  Station.   The  estimated 
cost  of  the  parking  facility  is  $£ 57,700.  Construc- 
tion commenced  on  the  combined  structure  on  October 
2,  1S57  and  completion  is  scheduled  for  November  1, 
1S68. 

2,  Bush-Pine  Garage  (between  Bush  and  Pine  Streets 
east  of  Beldon  Place).   This  project,  financed  by 
a  non-profit  corporation,  will  provide  space  for 
1,000  automobiles  on  a  self-park  basis.   The  non- 
profit corporation  is  presently  preparing  alternate 
financial  and  feasibility  studies  for  study  and  recom- 
mendation by  the  Parking  Authority. 
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NOTE:  THE  BUSH-PINE  GARAGE  PROJECT  WAS  FOUND 
TO  BE  "NOT  IN  CONFORMITY"  WITH  THE 
MASTER  PL/UM  BY  THE  CITY  PLANNING  COM- 
MISSION ON  SEPTEMBER  2 1 ,  1967. 

Queen  Victoria  Garage  (bounded  by  Beach,  Hyde  and 
Jefferson  Streets,  and  by  Larkin  Street  extended).  The 
property  for  this  project  is  owned  by  the  Recreation  and 
Park  Dspartment  and  leased  to  the  State  Division  of 
Beaches  and  Parks,   This  proposed  parking  garage,  to 
be  financed  by  a  non-profit  corporation,  will  provide 
850  to  1,100  automobile  spaces. 

NOTE:  THIS  PROJECT  WAS  FOUND  TO  BE  "NOT  IN 
CONFORMITY"  WITH  THE  MASTER  PLAN  BY 
THE  CITY  PLANNING  COMMISSION  ON 
DECEMBER  14,  1967. 

Air  Rights  Project,  Mission-Bartlett  Parking  Plaza 
(Bartlett  and  21st  Streets) .  A  joint  proposal  between 
the  Parking  and  Housing  Authorities.   The  City  Engineer's 
parking  survey  indicates  that  future  neighborhood  park- 
ing needs  in  this  area  total  about  455  spaces  which  is 
equivalent  to  2-1/2  levels  of  parking  on  the  Mission- 
Bartlett  site.  Air  space  over  the  existing  parking  lot 
would  be  utilized  for  the  construction  of  110  apartment 
units  for  senior  citizens. 

NOTE:  City  Planning  Commission  review  of  this 

project  was  limited  to  at-grade  parking  only. 
Revised  preliminary  plans  for  an  above-grade 
parking  structure  are  subject  to  further  re- 
view by  the  City  Planning  Commission. 


Parking  Authority  -  continued 


5 .  The  following  eight  neighborhood  sites  proposed  for  public 
parking  are  under  study  and  have  been  referred  to  the  Real 
Estate  Department  for  further  appraisal: 

a.  Polk  Street,  56  spaces  (Sacramento  Street  east  of 
Van  Ness  Avenue) ,  A  substitute  location  is 
proposed  in  conjunction  v/ith  the  Redding  School 
located  between  Bush  and  Pine  Streets,  and 
Polk  and  Larkin  •  Streets. 

b.  Bay  View  District,  20  spaces  (site  undetermined), 

c.  Haight-Ashbury,  32  spaces  (Haight  and  Cole 
Streets) . 

d.  Outer  Irving,  40  spaces  (23rd  Avenue) . 
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e,  Mission,  38  spaces  {18th  and  Capp  Streets) . 

f,  JWIission,  74  spaces  (20th  and  Capp  Streets) . 

g,  Clement  Street,  28  spaces  (6th  Avenue.  A  sub- 
stitute location  is  proposed  in  the  Union  Street 
area, 

h,  Portola,  22  spaces  (San  Bruno  Avenue).   It  is 
proposed  that  this  site  be  replaced  by  a 
Visitacion  Valley  site , 

NOTE:     Alternative  sites  proposed  with  the  above  projects 
are  subject  to  further  review  by  the  City  Planning 
Commission. 
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INTRO DUG 


Presented  herein  is  the  final  recapitulation  of  the  capital  budgeting 
process  for  fiscal  year  l?SC-59,   It  should  be  an  extremely  useful 
report^  as  it  is  the  only  central  source  of  information  devoted  to 
capital  budget  items ,  and  a  working  document  from  which  operating 
departments  may  construct  future  capital  budgets. 

Your  close  attention  is  directed  to  important  and  helpful  "New  Poli- 
cies and  Procedures"  discussed  in  the  latter  part  of  this  introduction. 

In  tne  forthcoming  year  two  new  factors  will  lend  particular  signifi- 
cance to  the  budget  review  process:  the  substantial  difference 
between  the  1£  58-S£  budget  as  recommended  by  the  Capital  Improve- 
ment .-id  vis  ory  Committee  and  as  actually  appropriated;  and  the 
electorate  approval  of  advancing  from  November  30  to  October  1  the 
deadline  for  submitting  capital  improvement  schedules  to  the  Depart- 
ment of  City  Planning. 


Background 


ejection  S2.1  of  the  Charter  requires  the  City  Planning  Commission  to 
prepare  end  submit  a  report  on  or  before  January  20  of  each  year  recom- 
mencing c  capital  improvement  program  for  the  ensuing  budget  year  and 
tne  five  succeeding  fiscal  years.   On  its  own  initiative  this  department 
has  developed  the  practice  of  issuing  a  supplementary  report  after  the 
Board,  of  J  upervisors  has  adopted  the  budget  and  appropriation  ordinance 
for  tlie  first  of  those  six  years.  This  present  document  ftmctions  as  a 
final  report  to  the  extent  that  it  indicates  which  of  the  proposals  for  the 
budget  year  12SE-SS  have  been  funded,  and  it  sets  forth  the  amounts 
appropriated . 

As  capital  improvement  programming  is  a  continuing  process,  those  ^ 
projects  scheduled  for  the  current  budget  year  which  were  not  funded 
must  now  be  rescheduled  to  one  or  more  of  the  five  succeeding  years. 


:n 
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Tv  .ills  context  the  supplementary  report  functions  as  a  bridge  to  the 
next  capital  improvement  program, 

Thfe  twentietli  C.I. P.  report,  covering  tlie  period  1SS8-S9  through 
1£  73-74,  was  published  on  January  20,  1£58.  This  document  was 
used  as  a  guide  by  the  Capital  Improvement  Advisory  Committee 
(CIAC)  in  the  development  of  its  recommended  Capital  Improvement 
Program  for  the  budget  year  and  subsequent  five  years  in  two  separate 
reports  as  required  by  Section  3.0L'  of  tlie  Adininistrative  Code.  The 
budget  year  report  v/hich  was  submitted  to  the  Mayor  and  Board  of 
Supervisors  on  March  15,  12  53,  recommended  for  funding  a  schedule 
of  reconstruction  and  replacement  items  and  5S  capital  improvement 
projects  arranged  in  specific  priority  order.   On  June  1,  ICoC  the 
Committee  published  its  second  report  containing  recommendations 
for  the  remaining  five  years  of  the  six-year  program.  A  financing 
plan  to  effectuate  this  program  and  a  schedule  of  priorities  for  pro- 
posed bond  issues  to  underwrite  major  new  capital  improvements  V7as 
also  submitted.  The  capital  improvement  section  of  the  Department 
of  City  Planning  served  as  the  technical  end  research  staff  for  the 
CIAC  in  the  preparation  of  these  tv>;o  reports. 

Pursuant  to  Section  3.012  of  tlie  Administrative  Code  the  Board  of 
Supervisors  approved  and  adopted  in  principle  the  revised  six-year 
Capital  Improvement  Program  on  July  15,  19S8  subject  to  possible 
future  amendment.   The  present  report  reflects  this  process  of  review 
that  took  place  between  January  20  and  July  15. 

The  City  Planning  Commission's  Report  of  Tanuar/  20  ^  13  58  end  the 
Results  of  Subsequent  Review 

The  Capital  Improvement  Program  for  1958-53  through  1373-74,  as  set 
out  in  the  report  of  January  20,  1358,  included  557  projects  at  an 
estimated  aggregate  project  cost  of  approximately  $727.1  million. 


Reconstruction  and  replacement  of  existing  facilities  accounted  for 
aLuost  half  the  projects,   A  substantial  majority  of  the  remainder, 
classified  as  new  capital  improvements,  was  for  modernization  of 
buildings  and  facilities  rather  than  new  construction.    (The  largest 
single  reconstruction  and  replacement  item  approximated  $18.2  ^ 
million  to  replace  the  Municipal  Railway's  fleet  of  motor  coaches 
beginning  with  a  budgetary  request  of  $4  million  in  IS  68-59 .  Upon 
review  the  Mayor  reduced  this  request  to  $2  millionj 

In  the  Jcnuary  20  report  the  aggregate  cost  of  first-year  projects 
recommended  for  ad  valorem  tax  financing  was  approximately  $10.2 
million  for  19  58-59;    $4.3  million  for  new  capital  improvements 
and  $5,9  million  for  reconstruction  and  replacements. 

In  its  review  of  the  19  58-69  budgetary  requests  the  CIAG  recommended 
57  new  capital  improvements  for  ad  valorem  tax  financing,  listing 
them  in  numerical  sequence  with  a  descending  order  of  priority: 
CIAC-1,  CIAC-2  ...  CIAC-57.  Among  the  supplemental  budget  re- 
quests the  CIAC  assigned  favorable  ratings  to  two  of  the  additional 
proposals  for  new  capital  improvements,  CIAC-20A  and  2  3A,  for  an 
aggregate  project  cost  of  approximately  $3,2  million. 

The  Mayor  recommended  funding  for  30  of  these  proposals  in  his  draft 
budget,  CIAC-1  through  28,  23A,  and  32,  at  an  aggregate  project  cost 
of  approximately  $2.5  million.  The  remaining  39  proposals,  plus  those 
new  capital  improvements  deleted  from  the  draft  budget  for  1968-59  by 
the  Board  of  Supervisors,  have  been  transferred  to  the  recommended 
schedules  for  1969-70,  in  the  present  report,  with  an  entry  of  the 
priority  rating  after  the  project  description. 

The  entire  process  of  review  by  the  CIAC,  the  Mayor,  and  the  Board  of 
Supervisors  is  summarized  in  fiscal  terms  in  the  table,  "Proposed 
Capital  Budget  for  1968-59,"  The  corresponding  provisions  of  the  ap- 
proved hudget  and  appropriation  ordinance  are  presented  with  supporting 


ii. 


project  detail  in  the  table  "Approved  Capital  Budget  for  1S68-6S" 
and  the  schedule  of  budgeted  items  immediately  following  that  tablp.. 

As  a  direct  result  of  the  review  process  the  revised  schedule  of 
capital  budget  items  for  fiscal  year  1969-70,  in  this  supplemental 
report,  consists  of  four  components: 

(a)  the  next  increment  of  multi-phased  projects  budgeted  in 
1968-59; 

(b)  budgetary  requests  for  1968-69  recommended  by  the  CIAC 
but  reduced  or  deleted  by  the  Mayor  or  the  Board  of  Super- 
visors; 

(c)  budgetary  requests  for  projects  scheduled  to  begin  in  19  69- 
70,  shown  as  second-year  projects  in  the  City  Planning 
Commission's  report  of  January  20,  1968; 

(d)  budgetary  requests  for  19  58-69  which  the  CIAC  recommended 
for  one-year  postponement. 

The  enormous  backlog  of  project  expenditures  which  has  developed 
in  the  revised  schedule  for  1969-70  will  require  a  joint  effort  by  the 
various  operating  agencies  and  this  department  to  phase  and  adjust 
the  load  equitably  over  the  six-year  span  of  the  next  program, 
1959-70  through  19  74-75.  As  a  point  of  information,  subject  to 
massive  revision  in  the  next  program,  the  schedules  for  the  four 
years  19  70-71  through  19  73-74  are  reprinted  under  separate  cover 
as  an  appendix  substantially  as  they  appeared  in  the  report  of  Janu- 
ary 20,  1968. 


New  Policies  and  Procedures 

1.    The  Capital  Improvement  Program  report  of  January  20  and  tl 
supplementary  report  differ  from  their  predecessors  in  that  i 
the  first  time  each  one  of  the  fiscal  years  within  the  six- 
year  period  has  been  treated  individually  so  that  the  progra 


now  appears  as  a  series  of  six  annual  increments.  A  package 
of  new  projects  or  continuing  projects  has  been  assigned  to 
e£ch  fiscal  year  in  the  program,  and  it  is  expected  that  the 
requisitioning  departments  will  resubmit  their  proposals  in 
greater  detail  as  any  given  year  moves  forward  toward  its  even- 
tual position  as  the  budget  year. 

In  the  past,  these  supplementary  reports  have  emphasized  re- 
porting of  funded  projects:  items  approved  for  the  budget  year 
or  for  previous  fiscal  years,  A  section  of  the  report  was 
devoted  to  "Progress  on  Construction",  a  listing  of  the  major 
new  construction  or  reconstruction  projects  which  were  started, 
continued,  or  completed  during  the  last  fiscal  year.   This  re- 
view of  funded  projects  was  then  printed  as  a  final  report  with 
photographs  showing  recent  construction,  and  the  document 
received  wide  circulation  throughout  the  state  and  country  as 
a  public  infomtiation  report. 

Increasing  emphasis  is  now  given  to  advance  planning  for  the 
next  six-year  program,  and  the  "Progress  on  Construction" 
section  will  be  transferred  to  the  January  20  report.  This  sup- 
plementary report  will  henceforth  be  mimeographed  as  soon  as 
possible  after  July  15  as  an  interdepartmental  working  paper  to 
cid  requisitioning  agencies  in  developing  tlieir  capital  improve- 
ment schedules  and  the  corresponding  budgetary  submissions. 

It  is  urged  that  (a)  after  examining  the  revised  schedules  for 
1S6S-70  in  this  report,  the  requisitioning  departments  redis- 
tribute their  proposals  more  equally  over  the  six  years  of  the 
program,  and  (b)  no  additional  .major  capital  improvements  be 
scheduled  to  commence  in  1S5S-70  -  because  of  the  large  dollar 
volume  deferred  during  the  course  of  the  19  58-52  budget  review. 

The  charter  amendment  permitting  multiple-purpose  bonds  was 
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defeated  June  4,  IS 68,  but  is  scheduled  to  be  submitted  to  the 
electorate  again  this  November.   Should  it  be  approved,  the 
first  multi-purpose  bond  propositions  would  probably  not  be 
submitted  prior  to  November  1S6£. 

On  June  4,  19  58  the  electorate  approved  a  Charter  amendment 
advancing  the  mandatory  date  for  submission  of  capital  improve- 
ment schedules  to  the  Department  of  City  Planning  from  Novem- 
ber 30  to  October  1  of  each  year.   Since  the  mandatory  date  for 
issuing  the  annual  Capital  Improvement  Program  report  remains 
the  following  January  20,  this  department  will  devote  the  addi- 
tional time  to  developing  closer  liaison  with  the  requisitioning 
agencies  and  to  more  intensive  analysis  of  proposals  for  major 
new  capital  improvements.   There  will  be  increasing  concern 
with  the  long-range  impact  of  new  construction  upon  a  depart- 
ment's operating  budget,  such  as  the  need  for  additional 
personnel,  maintenance  of  the  premises  and  similar  aspects . 

A  large  number  of  the  projects  listed  in  the  Planning  Commis- 
sion's report  of  January  20  ,  1958  are  routine  proposals  for  recon- 
struction of  facilities;  they  do  not  affect  the  Master  Plan. 
Future  reviews  by  the  Commission  will  focus  on  new  capital 
improvements,  particularly  those  which  may  raise  questions  of 
long-range  policy. 

In  this  supplementary  report  the  schedules  of  projects  for  the 
current  budget  year,  1958-69  ,  and  the  ensuing  budget  year, 
1959-70,  have  each  been  prepared  in  tv;o  sections:  proposals 
to  be  financed  by  the  annual  budget  and  proposals  to  be  financed 
from  sources  outside  the  budget.   This  selective  rearrangement 
of  the  data  will  facilitate  comparison  with  the  departmental 
budgetary  submissions  and  the  appropriation  ordinance. 


The  following  may  help  clarify  some  confusion  surrounding 


the  intricacies  of  reporting  bond -financed  projects: 


(a)  Since  it  is  the  prerogative  of  the  Capital  Improvement 
Advisory  Committee  to  revise  priorities  for  submitting 
bond  propositions  to  the  electorate^  it  may  be  necessary 
to  reschedule  /  from  one  year  to  another  projects  . 
financed  from  bonds  affected  by  such  revision. 

(b)  Y/hen  a  bond  proposition  is  defeated,  a  project  it 
would  have  financed  is  removed  from  the  schedules 
unless  alternate  financing  has  been  proposed. 

(c)  V/hen  a  single  project  is  to  be  financed  from  a  single 
bond,  the  project  henceforth  will  be  listed  as  a  foot- 
note to  the  schedule  of  proposed  bonds  rather  than 

in  the  schedule  of  projects . 

(c)  At  the  first  opportunity  following  voter  approval  of  a 
bond  proposition,  the  change  in  project  financing  from 
proposed  bonds  (n)  to  approved  bonds  (b)  will  be 
reported  one  time  only  and  as  a  lump  sum  entry  in  the 
schedules  of  projects.  Thereafter,  new  construction  or 
replacement  of  facilities  that  is  financed  from  an  ap- 
proved bond  will  be  reported  only  in  the  "Progress  on 
Construction"  section  to  identify  work  accomplished  in 
the  previous  fiscal  year. 

(e)  Projects  financed  from  the  School  Bond  approved  by  the 
electorate  November,  IS  64,  end  the  Airport  Bond  ap- 
proved November,  1S67,  are  described  herein  under 
"Approved  Bonds". 
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EXPLANATION  OF  NOTES  AND  SYMBOLS 


V. 


GENERAL     PRIO  RITIES 


NOTES 


ESSENTIAL  (A).  An  "essential"  rating  is  assigned  to  those  proposals: 
1)  which  implement  a  declared  executive  or  legislative  policy  or  a 
previously  approved  bond  issue;  2)  which  are  necessary  to  the  safety, 
health  and  convenience  of  the  general  public;  or  3)  which  are  required 
to  complete  a  partially- funded  public  facility. 

DESIRABLE  (B) .  A  "desirable"  rating  is  assigned  to  those  proposals 
which  do  not  qualify  as  essential  but  would  nonetheless  yield 
economic,  social,  cultural  and  aesthetic  benefits  to  the  entire  City 
or  to  a  designated  service  area. 

ACCEPTABLE   (C) .  An  "acceptable"  rating  is  assigned  to  those  other 
proposals  which  appear  to  meet  a  significant  public  need  but  in  the 
current  situation  suffer  from  untesolved  questions  such  as  incomplete 
justification,  inadequate  financing,  and  an  uncertain  impact  upon 
other  public  programs. 

DEFERRABLE   (D) .  A  "deferrable"  rating  is  assigned  to  those  projects 
which  pose  serious  questions  as  to  need,  cost,  planning  or  justifi- 
cation. 

SOURCE  OF  FINANCING 

All  cost  figures  are  to  be  funded  from  ad  valorem  taxes,  except  as  noted: 


Gas  Tax  9 

1.C4  Cent  Fund  e 

Road  Fund  s 

Road  Fund  Select  System  h 


Revenues 
Bonds,  approved 
Bonds,  proposed 
Other  sources 
(e.g..  Federal  or  State  sub- 
ventions ,  Real  Property  Funds , 
private  gifts  or  bequests) 


r 
b 
n 

o 


Projects  which  have  previously  been  reviewed  by  the  City  Planning 
Commission  for  conformity  with  the  Master  Plan,  outside  the  annual 
Capital  Improvement  Program  review,  are  identified  by  an  individual 
Referral  number  such  as  (R67,34). 

All  projects  are  in  conformity  with  the  Master  Plan,  except  as  noted. 

Notes  appearing  in  BOLD  TYPE  are  policy  statements  approved  for 
inclusion  in  the  Capital  Improvement  Program  Report. 

Projects  included  in  the  Capital  Improvement  Program  Report  are 
approved  in  concept  only,  except  for  projects  submitted  with  full 
specifications . 

Projects  involving  the  acquisition  of  land  for  street  rights-of-way, 
buildings,  structures  or  other  City  improvements  are  subject  to  further 
reviev/  by  the  City  Planning  Commission. 

Schematic  and  preliminary  plans  for  projects  involving  the  expansion 
or  extension  of  rights-of-way,  sidewalk  narrowing,  new  structures, 
buildings  or  additions  thereto  are  also  subject  to  review  by  the  City 
Planning  Commission. 


The  project  identification  number  is  designed  to  apply 
to  a  particular  capital  improvement  project  and  only  that  one 
proposal.   Its  purposes  are:   1)  to  relate  a  specific  project 
to  the  submitting  department;  2)  to  identify  the  capital  im- 
provement program  in  which  the  project  will  first  appear; 
3)  to  identify  the  fiscal  year  (1st  through  6th  year)  within 
that  program  when  the  department  seeks  funding;  and  4)  to 
indicate  the  departmental  priority  rating  for  that  project  on 
its  first  submission.   In  subsequent  capital  improvement 
program  reports  the  same  identification  number  will  be  re- 
peated through  all  phases  of  the  project's  development  and 
execution.   A  new  identification  number  would  be  assigned 
only  if  the  scope  of  a  project  is  changed  substantially  upon 
resubmission. 

The  project  identification  number  consists  of  eight 
digits  arranged  in  three  major  components  as  shown  in  the 
following  example: 

674.58.101 

The  first  component,  "674"  in  the  example,  is  a  budget 
index  number  assigned  to  the  requisitioning  department. 
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NUMBER 

The  second  component,  "68"  in  the  example,  identi- 
fies the  budget  year  (12  68-6S)  of  the  six-year  program  for 
which  the  particular  project  was  initially  submitted.  The 
present  report  covers  the  six  fiscal  years  between  July  1, 
1958  and  June  30,  1974,  and  "68"  appears  as  a  constant 
for  all  first  submissions.   Last  year  "67"  was  a  constant 
for  new  submissions,  and  ne:d;  year  "69"  will  be  the  con- 
stant. 

The  third  component,  "101"  in  the  example,  con- 
sists of  two  elements  without  separation.   The  first  digit, 
which  may  range  from  1  to  6,  indicates  that  fiscal  year 
within  the  six-year  capital  improvement  program  when  the 
requisitioning  department  asks  that  the  project  be  initiated. 
The  second  element,  "01"  in  the  example,  consists  of  two 
digits  ranging  from  01  to  89  and  reflects  the  departmental 
order  of  priority  for  projects  in  that  particular  fiscal  year, 
wherever  such  a  sequence  is  feasible.   The  lower  this  two- 
digit  number  may  be,  the  higher  the  departmental  priority 
that  was  assigned  to  the  project  on  its  first  submlcsion. 

The  City  Planning  Commission  has  reserved  the  block 
of  numbers  from  90  to  99  in  this  second  element  to  designate 
those  additional  capital  improvement  projects  which  it  pro- 
poses on  its  own  initiative  to  the  respective  operating  de- 
partments , 


DEPARTMENTAL 


Budget 

index 

number 


113  Art  Commission 

115  Assessor 

117  City  Attorney 

119  Department  of  City  Planning 

121  Civil  Service 

145  Fire  Department 

1 55  Municipal  Court 

161  Police  Department 

16S  Department  of  Social  Services 

170  Department  of  Social  Services -Single  Men's  Rehabilitation 

Center 

173  Sheriff 

179  Superior  Court 

183  Treasurer 

186  Juvenile  Court -Youth  Guidance  Center 

117  Juvenile  Court-Log  Cabin  Ranch 

213  Academy  of  Sciences 

225  County  Clerk 

233  Department  of  Electricity 

245  Real  Estate  Department 

261  Tax  Collector 

311  Purchasing  Department-Central  Shops 

423  Department  of  Public  Works-General  Office 

425  Department  of  Public  Works-Sanitation 


Budget 
index 
_number 

500     Department  of  Public  Health 
611     Legion  of  Honor 
621     M.H.  de  Young  Museum 
631     Public  Library 

651  Recreation  and  Park-reconstruction  and  replacement 
656     Recreation  and  Park-buildings,  structures  and 

improvements 
659     Recreation  and  Park-Camp  Mather 
650     Unified  School  District 

670  Trafficways-Major  Thoroughfares  and  .Street 
Improvements 

671  Trafficways-  Streets  and  Sidewalk  Reconstnjctlon 

672  Trafficways-Traffic  Signals  and  Channelization 

673  Trafficways-Street  Lighting 

674  Trafficways-Landscaplng  and  Irrigation 

675  Trafficways-Miscellaneous 
691    Wqt  Memorial 

725     International  Airport-reconstruction  and  replacement 
727     International  Airport-additions  and  betterments 
735     Municipal  Railway-reconstniction  and  replacement 
737     Municipal  Railway-additions  and  betterments 
745    Water  Department-reconstruction  and  replacement 
747    Water  Department-additions  and  betterments 
755     Hetch  Hetchy  System 


APPROVED  BONDS 
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The  following  two  approved  bonds ^  while  not  shown  in  the  1968-69 
through  1973-74  Capital  Improvement  Program  schedules,  propose  the 
construction  of  major  City  improvements  during  the  six-year  period. 


SCHOOL  BOND 


The  School  Bond  was  approved  by  the  electorate  in  November,  1964 
for  $31,464,500. 


Expended  or  Allocated 


Burnett  Elementary 
Diamond  Heights  Elementary 
El  Dorado  Elementary 
Paul  Revere  Elementary 
City  College ,  Educational 

Services  Building 
Buena  Vista  Elementary 
Modernization  of  schools 

Total 


$  739,000 
974,900 
725,000 
826,200 

1,160,222 
878,000 
3,413,000 

$8,716,322 


Proposed 


City  College,  laboratory 

and  classrooms 
Diamond  Heights  High 
Visitacion  Valley  Junior  High 
Bret  Harte  Elementary 
Cabrillo  Elementary 
Grattan  Elementary 
Potrero  Junior  High 

Total 


$  941,078 

6,900,000 
3,373,250 
485,480 
1,104,000 
1,192,500 
3,339,500 

$17,335,808 


Recapitulation 

Expended  or  Allocated 
Proposed 

Subtotal 

Architect  Fees,  Inspection,  Filing 
Fees ,  Furniture 
Subtotal 

Unallocated  Balance 
TOTAL  APPROVED  BOND 


$  8,716,322 
17.335,808 
26,052,130 


3.745,140 
29,797,270 

1 .667  ,230 

$31,464,500 


ix. 

AIRPORT  BOND 

The  Airport  Bond  was  approved  by  the  electorate  in  November, 
1967,  for  $98,000,000.   Projects  noted  with  an  asterisk  (*) 
will  be  financed  in  part  through  airport  revenues. 


1. 

Utilities  improvements 

850,000* 

15,  Runway  28R  extension 

$  1,000,000* 

2. 

Modernization  of  terminal  facilities 

1,485,000* 

16.  Downtown  San  Francisco  Heliport 

500,000 

3. 

Landing  field  facilities 

1,270,000* 

17.  Coast  Guard  facilities 

400,000 

4. 

Parking  garage  and  employee  parking  facilities 

21,000,000* 

18,  Protective  fencing 

125,000 

5. 

WeiSte  treatment  facilities 

3,000,000* 

19,  Southeast  and  Northeast  Courts 

2  ,500,000* 

6. 

Modifications  to  piers  and  concourses 

8,400,000* 

20.  Maintenance  building 

500,000 

7. 

Interim  air  cargo  facilities 

2,750,000 

21,  Air  cargo  and  aircraft  service  area 

14,000,000 

8. 

Landing  field  improveraent 

1,950,000* 

22 .  Service  roads 

1  ,800,000 

£. 

North  Terminal 

17,000,000 

23,  Heliport 

1  ,200,000 

10. 

Extension  of  South  Terminal 

4,000,000 

95,500,000 

11. 

Air  cargo  and  aircraft  service  area 

7,710,000 

Subtotal 

12. 

Terminal  complex  roads 

3,060,000 

Contingency  Fund 

2,500,000 

13. 

Executive  aircraft  facilities 

250,000 

$98,000,000 

14. 

Drainage  system 

750,000 

Total  Approved  Bond 

PROPOSED  BONDG 


On  the  following  page  Is  a  schedule  of  (a)  four  bonds  voted 
upon  June,  1£SC,   (b)  23  proposed  bonds  ($42G,4S4,  700)  to 
which  the  C.I.A.C,,  as  of  July  15,  1S68,  has  assigned  a 
priority  and  a  recommended  submission  date,   and  (c)  five 
possible  bonds  for  further  consideration.  This  schedule  is 
followed  by  seven  pages  of  explanatory  notes. 


*  Bond  proposal  not 
reviewed  by  City 
Planning  Commission 

Sub-  CIAC 
mission  Priori- 


Recommended  Submission  Dates  and  Priorities  for  Proposed  Bond  Issues  as  of  Tuly  15,  1968 
(Amounts  are  shown  in  thousands  of  dollars.   Notes  appear  on  following  pages.) 


xi. 


Mpnth_ 

ties 

Bond  Proposal 

Amount 

Notes 

Juns  5£ 

Market  .St,  Restoration 

24,500.0 

Portion  of 

(Passed) 

fzn  c    CO  ion 
0/O.OO.iZU 

June  58 

Lanitation,  Cewerage  & 

17,500.0 

Note  1 

(Pc  ssed) 

"Water  Pollution  Control 

June  5£ 

outro  Baths -Cliff  House 

5,700,0 

Note  2 

(Defeated) 

June  58 

Recreation-Park  Facilities 

14,885.0 

Note  3 

(Defeated) 

11  ov,  58 

1 

Recreation-Park  Facilities 

6,425.0 

Portion  of 

above  bond 

2 

Undergrounding  of  Police 

3,000.0 

Portion  of 

&  Fire  Alarm  System 

233.67.101 

3 

Urban  Beautification 

3,083.0 

Note  4 

Nov.  S£ 

4 

Municioal  Railwav 

60,000.0 

Note  5 

5 

Embarcadero  (Davis  St.) 

15,000.0 

* 

Station(2nd  Phase) 

6 

Social  Services,  acquire 

2,250.0 

Note  5 

1665  Mission  (R66.34) 

June  70 

7 

Street  Lighting 

5,000.0 

Portion  of 

673,68.101 

8 

Youth  Guidance  Center 

7 f 500 .0 

i\i  ote  / 

S 

Dist.  Mental  Health  Cntrs. 

12,206.4 

Note  8 

10 

Public  Library, new;Main  L. 

15,000.0 

Note  S 

Nov.  70 

11 

Civic  Center  Bldg.6:  Heat- 

30,000.0 

Portion  of 

ing  &  Cooling  Plant 

423.67,103 

12 

Hetch  Hetchy  System 

68,000.0 

Note  10 

Sub- 
mission 
Month 

Nov.  71 


June  72  18 


Nov.  72  21 


Possible  Future  Bond  Propositions:* 

County  Jail,  expansion 

Police  Dept.,  remodel  district  stations 

Public  Utilities,  Office  Bldg. 

Voting  Machine  V/hse .  &  Records  Storage 

Central  Shops,  addl.  structures 


CIAC 

Pri  oH  — 

/■iiii  ou  ni 

i\i  otes 

13 

War  Memorial.  Rehab 

14 

M,  H.  de  Young  Museum, 

4,300.0 

Portion  of 

replace  east  wing 

621.67.201 

15 

Unified  School  District 

33.462  0 

Note  12 

15 

Palace  of  Legion  of  Honor, 

1 .250  .0 

Portion  of 

exnansion 

511  .57.201 

X    X    S    Si/  f      #   ^   V  X 

17 

Water  Denartment 

16.750.0 

Note  13 

18 

Sanitation:  Sewerage 

18,500.0 

Note  14 

riv<^tpm  Tmnrovpmfnt 

IS 

Fire  Deoartment  AV/SS 

11,350.0 

Note  15 

7  n 

'W?r  Mpmorial    Mu«?ic  Art 

21.S58.0 

Note  16 

Buildinci 

21 

Sanitation,  Storm  "Water 

20,000.0 

Portion  of 

Overflow  Treatment  for 

423.60,103 

North  £:  "West  Shorelines 

22 

Yerba  Buena  Center,  C ports 

34,000.0 

Note  17 

£c  Convention  Complex 

23 

Sanitation,  effluent  improve- 

25,000.0 

Note  18 

ment/pollution  control 

Center 


xii. 


1S5B-6S  lSSS-70  1970-71  1971-72  1972-73  1973-74 

NOTE  PROJECT  DESCRIPTION  C  oc  t  in  th  ou  sa.nd  :-;„iif.  d  ollars 


1  DEPARTMENT  OF  PUBLIC  WORKS  -  Sanitation,  General  Office. 


This  bond  provides  funds  for  29  projects  which  are 
part  of  an  ongoing  program  of  extending  the  present 
sewer  system  and  increasing  its  capacity.  Funds 
are  also  provided  for  storm  flow  pollution  control 
facilities  at  north  and  west  shorelines  of  the  City. 


DEPARTMENT  OF  CITY  PLANNING 

119.S8.1C2    Cliff  House  -  Sutro  Baths,  land  acquisition;  5, 700. On 

initial  development  (Defeated:  June,  1SS8) 


RECREATION  AND  PARK  DEPARTMENT 

355. S8. Ill    Recreation  and  Park  Facilities  (Defeated 
June,  19  68) 

For  detailed  listing  of  projects  which  were 
included  under  tliis  proposition  see  follow- 
ing page. 


555.58.111    Recreation  and  Park 


Recreation  Division 

1.  Bay  View  Swimming  Pool  $  900.0 

2.  Bay  View  Recreation  Park  and  neighborhood  center  1,130.0 

3.  Protective  Park  and  Recreation  lighting  240.0 
^.,    Expansion  of  Folsom  Recreation  Center  270.0 

5.  New  Chinese  Recreation  Center  Building  175.0 

6.  Crocker-Amazon-Excelsior  Recreation  Center  500.0 

7.  Floodlighting  for  athletic  fields  in  various  districts  350.0 

8.  Balboa  Soccer  Stadium ,  lights  137.0 
e.    Sunset  District  Sports  Center  4G0.0 

10.  New  enclosed  competitive  swimming  pool  at 

Fleishhacker  1  ,700.0 

11.  Recreation  Center  Buildings  3C3,0 

Total  Recreation  Division  6/3 
Park   Divi  s  ion    -  Golden  Gate  Park 

1.    New  water  supply  &  distribution  $  1,GC£.0 
2  .    t  tow  Lake  -  Strawberry  Hill  -  Huntington  Falls  , 

rehabilitation  400.0 

3.  DeLaveaga  -  Mother's  Meadow  drainage  correction  S5.0 

4.  Chain  of  Lakes,  rehabilitation  250.0 

5.  North  &  South  V\^indmills,  reconstruction  &  preservation  135.0 

6.  Three  new  convenience  stations  ^^'^ 
7,.  Concourse  area  &  tennis  courts,  lighting  150.0 
8.     Strybing  Arboretum,  develop  pinetum  S3.0 


Amounts  in  thousands  of  do  liars 


:dii. 


>5.0 


Par)^  Division      -  Parks  and  Squares 

9.    South  Park  rehabilitation  100.0 
(project  under  consideration  for 
cost  reduction) 

10.  Fort  Miley-Seaside  Park,  initial  development  6C.0 

11.  Buena  Vista  Park,  rehabilitation  200.0 

12.  Sutro  Heights  Park,  rehabilitation  200.0 

13.  Aquatic  Park-Municipal  Pier-Maritime  725.0 
Museum-Senior  Center,  rehabilitation 

(Project  under  consideration  for  cost  reduction) 

Total  Park  Division  $4,384.0 

Zoo  Division 

1,  Aquatic  Animal  Exhibit  187.0 

2,  New  Animal  hospital  250.0 

3.  New  Pinniped  Stadium  1  ,250  .0 
(project  under  consideration  for  deletion) 

4.  New  Administration  Building  282  .0 

Total  Zoo  Division  $1,969.0 

Recreation,  Park  and  Zoo  Divisions,  contingency-  ^ 
escalation  fund  ' 
Redevelopment  Agency 

Hunters  Point  Ridge,  Recreation, Parks  &  Neighborhood  $2,490.U 
Center  (3  tot-lots  proposed  for  addition  at  cost  of  $180.0) 


xiv. 


NOTE 


4 


LEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


This  bond  would  fund  18  projects  for  street  tree  plant- 
ing and  landscaping  along  various  thoroughfares. 


5 


MUNICIPAL  RAILWAY 


735,68,120    Municipal  Railway,  general  rehabilitation 


50, 000. On 


THE  MUNICIPAL  RAILWAY  REHABIUTATION  BOND  PROPOSAL  SHOULD 
PLACE  GREATER  EMPHASIS  ON  THE  MODERNIZATION  PLANS  AND 
PROGRAMS  NOW  BEING  EVOLVED  BY  A  JOINT-STUDY  TEAM  FROM  THE 
l^UNICIPAL  RAILWAY,  THE  UTILITIES  ENGINEERING  BUREAU,  AND 
THE  DEPARTMENTS  OF  PUBUC  WORKS  AND  CITY  PLANNING,  WHICH 
WILL  INCLUDE  THE  USE  OF  NEV\/'  RAIL  CARS,  SUCH  AS  RAPID  TRANSIT 
TRAINS  OR  NEW-DESIGN,  SUBWAY-SURFACE  TRAINS;  AND  WHICH 
WILL  BE  CARRIED  OUT  IN  STAGES  TO  COINCIDE  WITH  THE  SCHEDULED 
COMPLETION  OF  THE  MARKET  STREET  SUBWAY  STRUCTURE  NOW  BEING 
CONSTRUCTED  BY  BARTD  FOR  USE  BY  THE  MUNICIPAL  RAILWAY 


5  DEPARTMENT  OF  SOCIAL  SERVICES 

159.67.101     1555  Mission  St,,  acquire  land  6.  building; 
alterations  (R55.34) 


7  JUVENILE  COURT 


186.68.303    Youth  Guidance  Center,  new  constniction 
complete  remodeling 


7, 500. On 


MOTE 

PROJECT  DESCRIPTION 

1S68-69 

1S6S-70          1970-71  1971-72 

Cost  in  thousands  of 

1S72-73 
dollars 

XV. 

1973-74 

8 

DEPARTMENT  OF  PUBUC  HEALTH 

This  bond  would  fund  three  projects  for  new 
construction  of  district  mental  health  centers . 

c 

PUBLIC  LIBRARY 

631.57.201    Main  Library,  new  construction 
(site  undetermined) 

15, 000. On 

IC 

HETCH  HETCHY  SYSTEM 

This  bond  would  fund  five  projects  for  improving 
power  generating  and  distributing  capabilities. 


xvi. 


1S68-69          1S59-70          1970-71          1S71-72          1972-73  1973-74 
r23__  PROIECT  DESCRIPTION  Cost  in  thousands   of  dollars  

II  WAR  MEMORIAL 

5S1.S7.101    Wer  Memorial  -  Museum  of  Art,  general  rehabilitation  '  14,35C.3n 

THE  MAGNITUDE  OF  THE  WAR  MEMORIAL  I  - 
REHABIUTATIOH  ??.OG?JM  PRGPOSEDH^  PROJECT 
591.67.101  REQUIRES  THAT  ALL  BUT  A  SMALL  PORTION  OF 
THE  WORK  AS  REPRESENTED  BY  PROJECTS  6S 1 . 67  .  ISO  AND 
692  .67.101  BE  FINANCED  FROM  A  GENERAL  OBUGATION 
BOND  ISSUE,  NOT  AD  VALOREM  TAXES 

Projects  to  be  included  in  this  proposed  bond 
issue  are: 


1.  Opera  House,  stage  equipment,  rehabilitation 

and  replacement  $  2,9  89  ,0 

2.  Opera  House,  production  areas  backstage, 

alterations  and  rehabilitation  364.7 

3.  Opera  House,  public  areas,  rehabilitation 

and  additions  3,527. o 

4.  Opera  House  and  Veterans'  Building,  re- 

habilitation studies  and  plans 

($195.0  previously  appropriated)  873.0 

5.  Opera  House,  space  expansion  programming  1,628.0 
5.  Veterans'  Building,  public  areas,  rehabili- 
tation 6:  replacement  1,679.0 

7.  Opera  House,  Memorial  Court,  underground 

air  conditioning  room,  new  construction  185.0 

8.  Veterans'  Building,  stage  equipment, 

1  J.  8 DO  •  U 

replacement  9  loc  n 

9.  Museum  of  Art,  rehabilitation  ^,i--^.u 


xvii. 


1968-69  1959-70  1970-71  1971-72  1972-73  1973-74 

 PROJECT  DESCRIPTION  Cost  in  thousands  of  dollars  

UNIFIED  SCHOOL  DISTRICT 

550.67.401  School  Modernization  and  Rehabilitation  33, 462. On 

WATER  DEPARTMENT 

TFiis  bond  wouldlvfund  six  projects  for  new  construction 
and  rehabilitation  at  various  locations, 

DEPARTMENT  OF  PUBLIC  WORKS  -  Sanitation 

This  bond  would  provide  funds  for  part  of  an  ongoing 
program  of  extending  the  present  sewer  system  and 
increasing  its  capacity. 

FIRE  DEPARTMENT 

This  bond  would  partially  finance  13  projects,  within 
the  six-year  program,  for  extension  and  improvement 
of  the  auxiliary  water  supply  system. 


WAR  MEMORIAL 

691.57.301  Music  Arts  Building,  new  construction 


'^1, 358. On 


NOTE.   PROTECT  DESCRIPTION 


17  REAL  ESTATE  DEPARTMENT 


245.67.590    Yerba  Buena  Sports  Center  and  Convention 
Complex,  new  construction  (part  of  ap- 
proved plan  for  Redevelopment  Area  D-1) 


15  DEPARTMENT  OF  PUBLIC  vVORKS  -  Sanitation 

425.58,301    Various  sewage  treatment  plants,  provide 
effluent  water  pollution  control  facilities 


xviii, 

1S68-S9  196S-70  1S70-71  1971-72  1972-73  1973-74 
 Cost  in  thousands  of  dolla  rs 


34, 000. On 


25, 000. On 


GENERAL  POHCY  STATEMENTS 


The  following  General  Policy  Statements,  adopted  by  the  City  Planning 
Commission,  are  applicable  to  a  department's  entire  capital  improve- 
ment schedule. 


Fire  Department 

STUDIES  SHOULD  BE  INITIATED  AT  THE  DEPARTMENTAL 
LEVEL  TO  INVESTIGATE  RE-USE  POSSIBILITIES  OF  AREAS  AND 
BUILDINGS  TO  BE  VACATED  UPON  COMPLETION  OF  THE 
FIRE  STATION  CONSTRUCTION  PROGRAM 

Police  Department 

INTERDEPARTMENTAL  STUDIES  SHOULD  BE  INITIATED  TO 
DEVELOP  CRITERIA  FOR  A  POLICE  FACILITIES  LOCATION 
PU\N  V^HICH  WOULD  BE  ADOPTED  AS  PART  OF  THE  MASTER 
PLAN 

Department  of  Social  Services 

THE  DEPARTMENT  OF  SOCIAL  SERVICES  SHOULD  ACTIVELY 
CONSIDER  VACATING  585  BUSH  STREET  AND  RELOCATING 
IN  CLOSER  PROXIMITY  TO  OTHER  BUILDINGS  OWNED  OR 
OCCUPIED  BY  THE  DEPARTMENT 

Department  of  Public  Works-Sanitation 


Department  of  Public  Health 

THE  SUGGESTED  DECENTRALIZED  PATTERN  FOR  DISTRICT 
MENTAL  HEALTH  CENTERS  POSES  QUESTIONS  AS  TO  THE 
NUMBER  AND  TERRITORIAL  DISTRIBUTION  OF  THESE  FACIIJTIES 
IN  A  FIIGH-DENSITY  CITY  OF  SMALL  GEOGRAPHICAL  SCALE 

A  LONG-RANGE  COORDINATED  DEVELOPMENT  PLAN  SHOULD 
BE  FORMULATED  FORS.  F.  GENERAL,  LAGUNA  HONDA  AND 
HASSLER  HOSPITALS 

ADVANCE  PIANNING  OF  PHYSICAL  FACIUTIES  SHOULD  BE 
COORDINATED  AT  STAFF  LEVEL  BETWEEN  THE  DEPARTMENTS 
OF  PUBLIC  HEALTH  AND  CITY  PLANNING 

Municipal  Railway 

THE  EXTENSION  OF  THE  POWELL  CABLE  LINE  FROM  BAY  TO 
JEFFERSON  STREETS  SHOULD  BE  INCLUDED  IN  THE  MUNI- 
CIPAL RAILV/AY'S  CAPITAL  IMPROVEMENT  PROGRAM 


ALL  APPURTENANCES  AND  STRUCTURES  RISING  ABOVE  GRADE 
ARE  SUBJECT  TO  REVIEW  BY  THE  CITY  PLANNING  COMMISSIO 


SPECIAL  AGENCIES 


Following  are  summary  reports  for  the  capital  improvements 
scheduled  by  three  special  agencies  operating  at  the  local 
governmental  level: 

Parking  Authority 
Housing  Authority 
Redevelopment  Agency 


Parking  Authority 


The  Parking  Authority  is  responsible  for  the  creation 
of  public  supported  off-street  parking  facilities  and  advises 
the  Board  of  Supervisors  on  the  selection  of  sites  and  the  de- 
sign of  projects.  For  large -capacity  parking  garages,  non- 
profit corporations  normally  are  set  up  to  issue  their  own 
revenue  bonds.   Neighborhood  parking  projects  are  financed 
through  parking  meter  revenue . 

The  present  program  of  the  Parking  Authority  includes 
twelve  projects.  Two  would  be  financed  by  non-profit  corpor- 
ations and  the  remainder  would  be  from  parking  meter  revenues. 
These  are: 

1 .  Combined  North  Beach  Garage  and  Central  Police 
Station  (northwest  corner  of  Emery  Lane  and  Vallejo 
Street  near  Powell  Street) .  A  five-level  parking 
garage  will  provide  163  parking  spaces  in  conjunc- 
tion with  the  Central  Police  Station.  The  estimated 
cost  of  the  parking  facility  is  $£37,700.  Construc- 
tion commenced  on  the  combined  structure  on  October 
1,  1S67  and  completion  is  scheduled  for 

JUuS   i,    li:.  Sb, 

2.  Bush-Pine  Garage  (between  Bush  and  Pine  Streets 
east  of  Beldon  Place).   This  project,  financed  by 
a  non-profit  corporation,  will  provide  space  for 
1,000  automobiles  on  a  self-park  basis.   The  non- 
profit corporation  is  presently  preparing  alternate 
financial  and  feasibility  studies  for  study  and  recom- 
mendation by  the  Parking  Authority. 


NOTE:   THE  BUSH-PINE  GARAGE  PROJECT  WAS  FOUND 
TO  BE  "NOT  IN  CONFORMITY"  WITH  THE 
MASTER  PLAN  BY  THE  CITY  PLANNING  COM- 
MISSION ON  SEPTEMBER  2 1 ,  1967. 

Queen  Victoria  Garage  (bounded  by  Beach,  Hyde  and 
Jefferson  Streets,  and  by  Larkin  Street  extended).  The 
property  for  this  project  is  owned  by  the  Recreation  and 
Park  Dapartment  and  leased  to  the  State  Division  of 
Beaches  and  Parks.   This  proposed  parking  garage,  to 
be  financed  by  a  non-profit  corporation,  will  provide 
850  to  1,100  automobile  spaces. 

NOTE:  THIS  PROJECT  WAS  FOUND  TO  BE  "NOT  IN 
CONFORMITY"  WITH  THE  MASTER  PLAN  BY 
THE  CITY  PLANNING  COMMISSION  ON 
DECEMBER  14,  1967. 

Air  Rights  Project,  Mission-Bartlett  Parking  Plaza 
(Bartlett  and  21st  Streets) .  A  joint  proposal  between 
the  Parking  and  Housing  Authorities.   The  City  Engineer's 
parking  survey  indicates  that  future  neighborhood  park- 
ing needs  in  this  area  total  about  455  spaces  which  is 
equivalent  to  2-1/2  levels  of  parking  on  the  Mlsslon- 
Bartlett  site.   Air  space  over  the  existing  parking  lot 
would  be  utilized  for  the  construction  of  110  apartment 
units  for  senior  citizens. 

NOTE:  City  Planning  Commission  review  of  this 

project  was  limited  to  at-grade  parking  only. 
Revised  preliminary  plans  for  an  above-grade 
parking  structure  are  subject  to  further  re- 
view by  the  City  Planning  Commission. 


Parking  Authority  -  continued 


5.  The  following  eight  neighborhood  sites  proposed  for  public 
parking  are  under  study  and  have  been  referred  to  the  Real 
Estate  Department  for  further  appraisal: 

a.  Polk  Street,  55  spaces  (Sacramento  Ctreet  east  of 
Ven  Ness  Avenue).  A  substitute  location  is 
proposed  in  conjunction  with  the  Redding  School 
located  between  Bush  and  Pine  Streets,  and  between 
Polk  and  Larkin  Streets . 

b.  Bay  View  District,  15  spaces  (Palou  Avenue  and 
Mendell  St.) , 

c.  Haight-Ashbury,  32  spaces  (Haight  and  Cole  Streets). 

d.  Outer  Irving,  40  spaces  (23rd  Avenue). 


e.  Mission,  38  spaces  (18th  and  Capp  Streets) . 

f.  Mission,  74  spaces  (20th  and  Cepp  Streets). 

g.  Clement  Street,  28  spaces  (5th  Avenue.  A 
substitute  location  is  proposed  in  the  Union 
Street  area) . 

h.  Portola,  22  spaces  (San  Bruno  Avenue).   It  is 
proposed  that  this  site  be  replaced  by  a 
Visitacion  Valley  site. 

NOTE:  Alternative  sites  proposed  with  the  above  projects 
are  subject  to  further  review  by  the  City  Planning 
Commission. 


Housing  .Authority 


The  Authority  is  responsible  for  the  construction, 
rental  end  maintenance  of  more  than  5,S00  public  housing 
units  in  San  Francisco.   The  Authority  has  recently  com- 
pleted 3  projects  for  senior  citizens:  John  F.  Kennedy 
Towers,  Mission  Dolores  Apartments  and  V/oodside  Gardens 
Apartments. 

The  present  construction  program,  to  be  funded 
from  Federal  loans ,  includes  four  projects  which  will  pro- 
vide 4CS  apartment  units  for  senior  citizens.   Of  this  total, 
comstruction  has  begun  on  £2  units  and  the  remaining  317 
units  will  probably  be  under  construction  within  the  next 
few  months.   The  four  projects,  each  reviewed  by  the  City 
Planning  Commission,  are: 

1.  Pacific  and  Mason  Streets  (£2  units).  A  seven 

story  reinforced  concrete  building  will  con- 
tain 74  studio  and  18  one  bedroom  apartment 
units  with  community  space.   The  estimated 
cost  of  this  project  is  $1,520,500. 

2.  Eighteenth  and  Church  Streets  (107  units) .  A 
five  story  reinforced  concrete  building  will 
provide  S2  studio  and  15  one  bedroom  units 
with  community  space.  The  estimated  cost  of 
this  project  is  $1,£8S,100. 


4, 


3.  McAllister  Street  between  Broderick  and  Baker 
Streets  (90  units).  A  seven  story  reinforced  con- 
crete building  will  provide  73  studio  and  17  one 
bedroom  apartment  units  with  community  space. 
The  estimated  cost  of  this  project  is  $1,598,700. 

4.  Pine  and  Octavia  Streets  (120  units) .  A  4  to  12 
story  reinforced  concrete  building  will  contain 

£S  studio  and  24  one  bedroom  apartment  units  with 
community  space.  The  estimated  cost  of  this 
project  is  $2  ,09  6,300. 

There  are  four  additional  projects  in  the  planning  stage  which 
have  been  selected  by  the  Housing  Authority  Commission,  These 
projects  have  not  been  formally  adopted  by  the  Board  of  Supervisors 
or  budgeted  through  the  Federal  Housing  Assistance  Administration. 
The  planned  projects  are: 

1.  Air  Rights  Project,  21st  and  Bartlett  Streets  (110 
units  for  senior  citizens) .   The  Housing  Assistance 
Administration  has  given  conditional  site  approval. 
Negotiations  v^^ith  the  Parking  Authority  are  now 
under  way  for  the  use  of  air  rights  over  the  existing 
public  parking  lot. 

2.  V/estem  Addition  Redevelopment  Area  A-2.  This  Is  a 
"scattered  site"  program  of  approximately  200  dwell- 
ings for  family  housing.  Some  le  site  locations  have 
been  presented  by  the  Redevelopment  Agency  and 
accepted  by  the  Housing  Authority  Commission. 
Fonnal  site  approvals  have  been  received  from  the 
Housing  Assistance  Administration. 


Housing  Authority  -  continued 


3,  Yerba  Buena  Center  (250  units  for  senior  citizens). 

A  site  for  the  project  in  the  South  of  Market  Redevelop- 
ment Area  has  been  designated  and  sorae  exploratory 
planning  has  taken  place.   No  cost  estimates  have 
been  formulated, 

4.  SSS  Ellis  Street,  near  Polk  St.  This  is  a  140-unit 
"Turnkey"  development  planned  as  a  multi-story 
building  for  the  elderly.   (Other  inquiries  from  private 
developers  which  would  involve  some  250  units  of 
varying  sizes  are  presently  under  consideration  by 
the  Authority.) 

In  addition  to  the  above  projects,  the  Authority  has  been 
active  in  implementing  some  of  the  more  recent  U.  G.  Housing 
Act  low  income  housing  tools.   For  example.  Section  23  of  tlie 
Housing  Act  now  permits  rent  subsidy  leasing  to  families  in  the., 
private  housing  market.   The  Authority  has  several  hundred 
families  housed  under  this  program.   One  of  the  largest  leased 
apartment  buildings  is  the  former  La  Salle  Hotel,  located  on  Hyde 
Street  between  Turk  and  Eddy  Streets,  now  completed  and  occupied 
by  an  additional  119  elderly  citizen  families. 

The  following  recapitulation  relates  the  present  Housing 
Authority's  program  to  the  2500  units  authorized  by  the  electorate 
in  November,  1£34: 


5. 


1.  Construction  Phase 

Eighteenth  and  Church  Streets  107  units 
Pine  and  Octavia  Streets  120  units 

Subtotal  227  units 

2.  Planning  Phase 

Twenty-first  and  Bartlett  Streets  110  units 

"Western  Addition  Area  A-2  200  unity 

Yerba  Buena  Center  250  units 

Ellis  Street  near  Polk  Street  140  units 

Subtotal  700  units 

3.  Possible  "Turnkey"  Projects  250  units 


TOTAL 

Unallocated  balance 

TOTAL  Authorized  Units  (1964) 


1177  units 
1323  units 


2500  units 


REDEVELOPMENT  AGENCY 


The  San  Francisco  Redevelopment  Agency  has  six  renewal  projects 
in  operational  stages.   Four  of  the  six,  V/estem  Addition  Area  A-1, 
Golden  Gateway,  Diamond  Heights,  and  the  Chinese  Cultural  and 
Trade  Center  on  the  site  of  the  old  Hall  of  Justice,  are  in  advanced 
development;  two  other  projects.  Western  Addition  Area  A-2  and 
Yerba  Buena  Center,  are  in  the  early  development  stage.  The 
Agency's  budgeted  gross  project  costs  for  these  six  redevelopment 
projects  total  $285,245,000  and  the  recovery  from  the  sale  of  land 
is  expected  to  be  $74,880,000.   Net  project  costs  are  estimated 
to  be  $210,365,000.   Up  to  two-thirds  of  the  net  costs  will  be  met 
in  cash  by  the  Federal  Government  and  the  remainder  by  the  City 
mainly  as  non-cash  grants-in-aid  in  the  form  of  public  works  and 
supporting  facilities . 

Final  plans  are  currently  being  prepared  for  two  additional  redevelop- 
ment areas;  Hunters  Point  and  Butchertown. 


WESTERN  ADDITION  AREA  A-1 

The  Japanese  Cultural  and  Trade  Center  in  v/estem  Addition  Area  A-1 
opened  for  business  during  the  past  year.  A  majority  of  the  shops, 
the  172-suite  Miyako  Hotel,  and  the  public  parking  garage  are  in 
operction.  The  Japanese  consulate  occupies  the  building  facing  Laguna 
Street.  The  pagoda  and  the  remaining  shops  south  of  tlie  hotel  tower 
are  under  construction.   Over  1,300  dwelUng  units  have  been  con- 
structed, including  the  108-unit  Cathedral  Hill  South  moderate -priced 
apartment  building  completed  during  the  past  year.  The  300-unit 
San  Francisco  Sequoias  senior  citizens  housing  and  tlie  additions  to 
First  Unitarian  Church  will  soon  be  occupied.  Con stmcti^^  ^ 
Cathedral  is  well  under  way  with  initial  use  s^chedu led  in  1.  6^^^^ 
1  exception,  a  residential  site,  consirucuon  in  Area  A-1  is  unaer  way 
or  completed . 


6. 


GOLDEN  GATEWAY 

Construction  has  commenced  on  the  first  phase  of  the  Embarcadero 
Center  commercial  complex.  This  phase  includes  a  total  of  1,1 80, DOC 
square  feet  of  gross  floor  area  including  160,000  square  feet  of  retail 
stores,   750,000  square  feet  of  offices  in  a  45-story  tower,  pedestrian 
malls,  and  a  four-level,  543-car  underground  garage.  Recreational 
facilities,  including  tennis  courts  and  a  swimming  pool,  are  nearing 
completion  in  the  Golden  Gateway  Center  residential  area.  Con- 
struction plans  for  the  450-unit  third  phase  of  residential  construction 
to  be  located  north  of  Walton  Square  have  been  completed  and  ore  under 
review.  A  temporary  landscaped  parking  area  east  of  Walton  Square 
is  complete  and  in  use.   Plans  for  Embarcadero  Plaza,  including  the 
grand  fountain  designed  by  Armand  Valllancourt,  are  nearing  completion, 
and  it  is  expected  that  construction  will  commence  in  the  fall  of  1960, 

DU^MOND  HEIGHTS 

Approximately  75  percent  of  the  land  has  been  sold  or  committed  with 
approximately  850  dwelling  units  either  completed  or  under  conatructlcn. 
Glenridge,  a  27  5-unlt  moderate-priced  private  housing  development,  is 
well  underway  with  completion  scheduled  in  late  1968.   The  fire  station 
and  the  elementary  school  also  were  completed  during  the  past  year. 
Final  plans  for  the  George  Christopher  Recreation  Center  are  being  pre- 
pared.   Start  of  construction  is  scheduled  for  late  in  19  68. 

CHINESE  CULTURAL  AND  TRADE  CENTER 

Plans  are  completed  for  the  construction  of  the  Chinese  Cultural  and 
Trade  Center  with  its  connecting  pedestrian  bridge  to  Chinatown.  Con- 
struction is  expected  to  be  under  way  in  the  late  summer  of  1968. 


WESTERN  ADDITION  AREA  A-2 


oince  the  approval  of  the  Loan  and  Grant  Contract  on  June  2 ,  ISSG 
the  273-acre  -Western  Addition  Area  A-2  project  has  advanced  well' 
into  the  execution  stage.   The  completed  project  envisions  tlie 
rehabilitation  of  2,400  existing  housing  units  and  the  construction 
of  2,000  moderate-priced  private  housing  units,  800  units  of  senior 
citizens  housing,  200  units  of  scattered  public  housing  units  and 
1,400  units  of  rnarket-oriented  units  in  addition  to  related  insti- 
tutional and  commercial  developments.  As  of  July  1SS8,  50.5  per- 
cent of  the  land  has  been  acquired,  and  relocation  activity  is 
progressing  very  well.   Eight  contracts  for  demolition  and  site 
clearance  have  been  executed. 

YERBA  BUENA  CENTER 

The  C7-acre  Yerba  Buena  Center  Redevelopment  Project  will  transform 
a  major  portion  of  San  Francisco's  blighted  South  of  Market  Area  into 
a  new  and  vital  commercial  environment.   Design  efforts  are  under 
way  for  the  heart  of  Yerba  Buena  Center:  the  two  central  blocks 
bounded  by  Mission,  Third,  Folsom,  and  Fourth  Streets,  and  the 
breakthrough  area  from  Market  to  Mission  Street,   Uses  programmed 
for  the  central  blocks  include  two  major  parking  garages,  a  350,000- 
square  foot  exhibit  hall,  a  14,000-seat  sports  arena,  two  theaters, 
commercial  structures  and  landscaped  plazas  and  pedestrian-ways. 
The  feasibility  of  an  air  terminal  and  aerial  transit  connection  to 
the  San  Francisco  International  Airport  is  being  studied.   Over  150 
properties  required  for  the  project  have  been  acquired,  and  over  400 
single  persons  and  families  have  been  relocated,  most  of  tliem  to 
better  housing.  With  three  demolition  contracts  now  complete,  the 
Agency  is  preparing  to  market  certain  project  lands  for  private 
development. 
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HUNTERS  POINT 

The  Hunters  Point  renewal  area  of  134  acres  planned  in  collaboration 
with  the  residents  of  the  community  will  be  rebuilt  to  provide  an 
estimated  2,200  units,  of  which  approximately  1,400  units  will  be 
planned  for  moderate-  priced  housing.  The  balance  is  tentatively 
scheduled  as  high-rise  and  single-family  market  rate  units. 

Two  new  schools,  a  neighborhood  center,  and  the  maximum  creation 
of  open  spaces  to  be  connected  by  attractive  pedestrian  pathways: 
these  amenities  hold  promise  for  a  planned  neighborhood  with  its  own 
distinctive  character. 

The  Redevelopment  Plan  is  to  be  submitted  to  the  Board  of  Supervisors 
in  the  late  summer  of  1968,  and  construction  is  scheduled  to  start 
by  the  end  of  the  year. 

BUTCHERTOV/N 

Eutchertown  is  an  area  of  125  acres  just  north  of  the  HuntcrJ  Point 
redevelopment  area,   v/orklng  with  residents  of  the  Bayvlew-Hunters 
Point  community,  leaders  of  labor  and  industry.  City  officlalr]  and 
others ,  the  Agency  is  completing  plans  for  the  redevelopment  of  this 
area  into  the  City's  newest  and  best  industrial  area.  The  principal 
objective  of  this  joint  effort  is  generating  new  Jobs  for  the  unemployed 
and  underemployed,  especially  for  those  now  residing  in  the  Bayvicw- 
Plunters  Point  area ,  The  proposed  Redevelopment  Plan  for  Butcher- 
town  will  be  submitted  to  the  Board  of  Supervisors  in  the  latter  part 
of  1958.   If  approved,  construction  may  begin  in  1S5S. 


YEAR  I  OF  SIX-YEAR  CAPITAL  IMPROVEMENT  PROGRAM 
1968-69  (Budget  Year) 

Proposed  Capital  Budget  statistical  Summary 
Approved  Capital  Budget  Statistical  Summary 
Projects  funded  by  19  68-69  Budget 
Projects  funded  from  sources  outside  19  68-69  Budget 
Projects  recommended  for  abandonment 


PROPOSED  CAPITAL  BUDGET   FOR  1S6E-6S 


9. 


The  following  table  summarizes,  in  thousands  of  dollars.  Departmental  budget  requests 
after  review  of  capital  improvement  projects  by  tlie  City  Planning  Commission,  then  the 
CIAC  recommendations,  the  Mayor's  budgetary  recommendations,  and  the  Board  of 
Supervisors'  appropriations,  by  project  classification  and  by  source  of  funds: 


Ad  Valorem  Tax 

Requested 

CIAC 


Mayor 


Funded 


Reconstruction 
&  Replacements 


$C,724.£ 

5,304.7 
(3,420.2 
decrease) 

3 , 2  &  S  » 7 
(2,015.0 

decrease) 

3,037.1^-- 
(  252.5 

decrease) 


New  Capital 
Improvements 


Totals 


$15,140.3 

$24,855.2 

3,151.7 

8,455.4 

(12,97C.S 

(15,3£8.8 

decrease) 

decrease) 

2,445.4 

5,735.1 

(  715.3 

(2,730.3 

decrease) 

decrease) 

1,512.2* 

4 , 54£  .  3 

(  834.2 

(1,085.8 

decrease) 

decrease) 

Gas  Taxes 
6:  Road  Funds 

Requested 

CIAC 


Reconstruction      New  Capital 

f{  Replacements     Improvements  Totals 


$  773.2 
773.2 


Mayor 


773  .2 


$  6,521.6 

5,337.6 
(  184.0 
decrease) 

5,337.6 


$  7,2S4.G 

7,110.8 
(  184.0 

decrease) 

7,110.8 


Funded 


1S7.8 
(  575.4 

decrease) 


5,713.5 
(  524.0 

decrease) 


5,911.4 
(1,19&.4 

decrease) 


^^Differences  in  nomenclature  would  create  counterbalancing  changes  in  the 
subtotals  for  project  classification  without  affecting  the  entries  in  the 
"Totals"  column. 


Reconstruction 

&  Replacements 


New  Capital 
Improvements  Totals 


Depart- 
mental 
Revenues 

Requested 

CIAC 


3,558.2 


Mayor 


Funded 


3,458.2 
(  200.0 

decrease) 

3,215.2 
(  243.0 

decrease) 


$10,633.8 


$14,2£2.0 


10.533.8 


14,2£2 .0 


&,&10.8 

(  723.0 

decrease) 


13,35£.C 
(  £23.0 

decrease) 


9,858.3 
(  42.5 

decrease) 


13, cr^^ 


( 


285  .5 


decrease) 


10. 


Reconstruction 
&  Replacements 

New  Capital 
Improvements 

Totals 

Aggregate 
Amounts 

Requested 

$13,155.3 

$33,225.7 

$46,452.0 

CIAC 

5,735.1 
(3,420.2 

decrease) 

20,133.1 
(13,152.6 

decrease) 

2S,062.2 
(16,582  .8 
decrease) 

1\Aa  vor 

7,521.1 
(2,215.0 

decrease) 

1&,5£4.G 
(  1,438.3 
decrease) 

26, 215. S 
(  3,553.3 
dccroasG) 

Funded 

6,450.1 
(1 ,071.0 

decrease) 

17,154.1 
(  1,500.7 

decrease) 

23,644.2 
(  2,571.7 

decrease) 

(page  2  of  2) 
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APPROVED  CAPITAL  BUDGET   FOR   1  9  6  8  -  6S 
(Amounts  Shown  in  Thousands  of  Dollars) 


Projects  Approved  for  Ad  Valorem  Tax  Financing 


Budget 

Budget 

Index  No. 

Department 

Appropriated 

Index  No. 

Department 

113 

Art  Commission 

$  5.0 

233 

Department  of  Electricity 

115 

Assessor 

30.0 

423 

Department  of  Public 

145 

Fire  Department 

115.0 

V/orks-General  Office 

161 

Police  Department 

5.2 

500 

Department  of  Public  Health 

173 

Sheriff 

20.0 

651  &  656 

Recreation  &  Park  Department 

186 

Juvenile  Court  - 

560 

Unified  School  District 

Youth  Guidance  Center 

40.0 

6S1  &  592 

V/ar  Memorial 

213 

Academy  of  Sciences 

3.6 

735 

Municipal  Railway 

Total  appropriated 


Appropriated 

$  300.7 

129.5 
56C.4 
G53.9 

50.0* 
255.0 
2,454.0 

$4,G4C.3 


*Automatic  &  recurring  budgetary  item  for  mlGCcllancous 
minor  capital  improvements 


(Pcge  1  of  2) 


12. 


Projects  Approved  for  Financing  from  Gas  Taxes  &.  Road  Funds 
Department  of  Public  V/orks  -  Trafficways 


Budget 
Index.  No. 


Activity 


Appropriated 


570 

Major  Thoroughfares  & 

Street  Improvements 

$ 

2,76S  .4 

671 

Street  &  Sidewalk 

Reconstruction 

69S  .3 

572 

Traffic  Signals  &. 

Channelization 

1,262.7 

673 

Street  Lighting 

525  ,0 

674 

Landscaping  &  Irrigation 

243.8 

675 

Miscellaneous 

311.2 

Total  appropriated 

$ 

5,911.4 

Projects  Approved  for  FinancincT  from  Departmental  Revenues 


Budget 
Index  No. 

726  &  727 
746  6:  747 
755 


Department 

International  Airport  * 
V/ater  Department 
Hetch  Hetchy  Power 
System 

Total  appropriated 


Appropriated 

$  4,697.0 
7,546.0 

839.7 
13,083.5 


Grand  Total 


$23,644.2 


(Ad  Valorem  Taxes  -  $4,049  .3) 
(Gas  Taxes  &  Road 

Funds  -  5,911.4) 
(Departmental 

Revenues-  13,083.5) 


*  For  bond-financed  construction  at  the  International  Airport, 
see  section  entitled  "Approved  Bonds". 


(  Page  2  of  2) 


PROJECTS  APPROVED  FOR  FINANCING  IN  THE  1S68-6S 
BUDGET  AND  APPROPRIATION  ORDINANCE;  showing, 
for  each  project,  the  amount  originally  requested  for 
funding  in  19S8-6S,  the  amount  budgeted  by  the  Board 
of  Supervisors  and  the  amounts  proposed  for  multi- 
phased  projects  in  subsequent  years. 
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Requested     USS-70       1170-71       l£71-72         l£72-7  3       l£73-74         Project  Budgeted 
.  Tjj^____  PRO JEC T  PES C RI PTIG M  1S5C-5S   Cost     in     thousendc     of    dollars  Totals  l£ol-3i 

ART  COMMISSION 

,58.101      165  Grove  St. ,  remodel  portion  of  building  22  .3  22  .3  5.0 

for  new  offices 

AGSEGSOR 

115.37.101      City  Hall,  first  floor,  office  alterations  48.0  ^6*0  30.0 


145.57  .  125 


FIRE  DEPARTMENT 


Redevelopment  Area  E-1,  fire  protection  work        115.0  57.5  57.5  230.0  115.0 

($27.0  previously  appropriated)  (CIAC -2) 


POUCE  DEPARTMENT 


151.68.101      Potrero  Station,  install  new  fire  escape  5.2 
(CIAC-IS) 

SHERIFF 

173.57.121      County  Jail  2,  instaU  bunks  ($3.0  previously  3£.7 
appropriated)  (CIAC- 16) 

\  JUVENILE  COURT 

^85.57  .104      Youth  Guidance  Center,  renovate  six 

cottages  ($53,0  previously  appropriated) 
(CIAC -2  5) 


60.0  63.5  57.2 


6.2  6.2 


32.7  20.0 


ISO. 7  40.0 


I 


PKOJECT  DESCRIPTION 


Requested 
1SS8-6S 


1S5S-70        1S70-71        1S71-72          1S72-73        1273-74  Project 
Cost     in    thousands     of    dollars  Totals 


15. 

Budgeted 
1S51-5S 


ACADEMY  OF  SCIENCES 


213. 101    Steinhart  Aquarium ,  replace  acoustical 
ceiling 


3.5 


.6 


3 . 5 


DEPARTMENT  OF  ELECTRICITY 

233  . S7. 101    Fire  and  Police  alarm  systems  in  underground  30E.7 
districts,  new  construction  ($41£.7  appro- 
priated for  1S66-57  &  1S67-6&)  (CIAC-3) 
(Bond  issue  of  $3,000.0  proposed  to  finance 
new  construction  from  1S5S-70  through  1S7L-7S) 

DEPARTMENT  OF  PUBLIC  WORK.S-GENERi^.L  OFFICE 

423  .  57  .  101    Various  public  buildings,  misc.  replacement  170.0 
and  reconstruction 

423. 58. 101    Various  public  buildings,  misc.  minor  100.0 
capital  improvements  (CIAC-22) 

423.  38  .  10  5    Utilities  undergrounding  (study  only) 
(Ci;:C-23A) 

DEPARTMENT  OF  PUBLIC  HEALTH 

500.57.  102    District  Health  Center  4  and  Emergency 
Aid  Station,  new  construction  ($1  ,375.2 
previously  appropriated)  (CLAC-l) 

500.57.  108    Laguna  Honda,  install  automatic  fire  sprinkler  4C 
systems ($40.0  previously  appropriated) (CIAC- lUj 


10.0 


479.1 


180.0 


100.0 


8.0 


180.0 


100.0 


200.0 


100.0 


210.0 


100.0 


220.0 


100.0 


108.7 


1,170.0 


600.0 


18.0 


47S.1 


48.3 


308.7 


105.0 


14.5 


10.0 


47S.1 


48.3 


IS. 


PROJECT  DESCRIPTION 


Requested     lSSS-70        1&70-71        1S71-72  1S72-73  1S73-74 

l£'68-5£   Cost     in     thou  sa  nd  s     of  dollars 


Project 
Totals 


Budgeted 
U6G-6£ 


DEPARTMENT  OF  PUBUC  HEALTH  -  cont'd. 

500.67.  114     S.  I  .  General,  Building  £0,  construct 

exit  stairway;  rehabilitation  ($112.0  pre- 
viously appropriated)  (CIAC-£) 

'500  56.103     Laguna  Honda,  improve  laundry  hot  water 
system  (CIAC-2  5) 

'500.68.  1U5     Kassler,  remodel  X-ray  suite 

RECREATION. AND  PARK  DEPARTMENT 

351.57  .  102    Various  locations,  resurface  courts  and 
play  areas 

551.57  .  103    Various  locations,  resurface  walks  and  paths 

551.57  .  105    Cardlestick  Park,  miscellaneous  re- 
construction and  replacement  at  stadium 

o51.67.10£    Stern  Grove  -  Pine  Lake  Park,  surface 
roads  ($15.0  previously  appropriated) 

651.57  .  110    Zoological  Gardens,  replace  fencing  on 
cages  and  paddocks 

651.57.115    Garfield  Square,  rehabilitation 

051.56. 101    Golden  Gate  Park,  modify  water  reclamation 
plant 

551. 5E.  102    Golden  Gate  Park,  McLaren  Lodge,  renovate 
bldg.  exterior 


154.0 

14.4 
*  IS.l 

CO.O 

50.0 
176.3 

24.0 

14.0 

5.5 
12.7 

15.0 


eo.o 

50.0 
45.0 

24.0 

14.0 

74.5 


eo.o 

50.0 
45.0 


14.0 


eo.o 

50.0 
4.0 


14.0 


eo.o 

50.0 


14.0 


eo.o 

50.0 


14.0 


154.0 

14.4 
*16.1 

400.0 

300.0 
271.3 

4e.o 
e4.o 

80.0 
12.7 

15.0 


37.0 

4.0 
0.0 

50.0 

35.0 
36.3 

20.0 

10.0 

5.5 
12.7 

15.0 


^Funded  by  supplemental  appropriation  1967-58 


17. 


PROJECT  DESCRIPTION 


Requested  IS5S-70  1S70-71  1S71-72  1S72-73  1973-74  Project  Budgeted 
lS6e-6£  Cost     in  thousands     of     dollars  Totals  lS5b-6i 


RECREATION  AND  PARK  DEPARTMENT -,cont,   .  - 

555.57  .  101    Marina  Small  Craft  Harbor,  replace  sea-  317.0 
wall,  pave  walks  ($5C.5  previously  (19S.0) 
appropriated)  (CIAC-5)  (ll&.Oo) 

656  .  57.  104    Mary  Margaret  Casey  Playground,  construct  125.1 
fieldhouse,  path  lighting  ($457  .0  previously 
appropriated)  (CIAC-15) 

S55.57  .  120    McKinley  Square,  provide  landscaping,  irri-  3.5 
gation  and  small  children's  area  (CIAC-21) 

555.57  .  128    Brooks  Property,  development  (CIAC-4)  *35,7 

S55.57  .  1S2    Selby-Palou  Playground,  development  5.0 
($1.0  previously  appropriated)  (CIAC-14) 

S55.S&.101    Marina  Small  Craft  Harbor,  construct  151.0 
east  harbor  breakwater  (CIAC-11) 

555. SC. 103    Fleishhacker  Pool  Building,  install  fire  13.6 
sprinkler  system  (CIAC-17) 


132.0 


13£.0 


25.7 


77.0 


60.0 


512.7 
125.1 

eo.5 

*36.7 
65.0 

151.0 

13. C 


199.0 
125.1 

3.5 

0.0 
2.0 

136.0 

13.8 


670.58.  101 


DEPARTMENT  OF  PUBUC  WORKS  -  Trafficways 

Various  street  &  highway  projects.  Select 
System,  preliminary  engineering,  adminis- 
trative expenses  (annual  request,  $20.0 
appropriated  in  1S57-S8  for  Project  570.67.101) 


20. Og 


20. Og 


20. Og 


20. Og 


20. Og 


20. Og 


120.0 


20.0 


•Funded  by  supplemental  appropriation  for  $32.7  in  1967-58 


pJ.<iL 


570. £8. 102 


PROJECT  DESCRIPTION 


Requested  196S-70 
1S58-6S 


BEP/:RTMEiSfT  OF  PUBLIC  WORKS-Trafficways  -  cont'd. 


Various  County  road  projects,  preliminary 
engineering  &  administrative  expenses 
(annual  request,  $20.0  appropriated  in 
l£6?-5£  for  Project  670.67.102) 


20.0s 


2C.0S 


1270-71        l£71-72  1S72-73        l£73-74  Project 

Cost     in     thousands      of  dollars  Totals 


20.0s 


20.0s 


20.0s 


20.0s 


120.0 


18. 

Budgeted 
1S6G-6C 


20.0 


570. S&. 103      Various  street  improvements,  City  aid  as 
supplement  to  assessment  procedures 
(annual  request,  $175.0  appropriated  in 
l£S/-5£  including  $100.0  for  Project 
570.57.103) 

570.58.  104      Various  locations,  construct  curbs  6.  pave- 
ments in  front  of  public  property  (annual 
request,  $213.0  appropriated  in  1S37-5C 
including  $80.0  for  Project  570.67.104) 


670  .  58.  105      Various  locations,  reset  curbs  &  construct 
conform  pavements  (annual  request,  $22,0 
appropriated  in  1967-66  for  Project  670.57. 
105) 


144.0s 


CO.Os 


22.0s 


155.0s 


£0.0s 


22.0s 


155.0s 


EO.Os 


22.0s 


155.0: 


eO.Os 


22.0s 


155.0s 


&0.0s 


22.0s 


155.0s  SIS.O 


£0.0s 


22.0s 


410.0 


132.0 


144.0 


00.0 


22.0 


DEPARTMENT  OF  PUBUC  WORKS-Trafficways  -  cont'd. 


I     570  .  58. 106      Chenery  St.,  bet.  Elk  &  Diamond  Sts  . ,  widen        85. 4g 

roadway  by  narrowing  sidewalks  from  10  ft, 
to  7  ft.  so  as  to  provide  two  traffic  lanes 
and  two  parking  lanes 

Note;  Project  670,68.105  is  located  in  the 
Glen  Park  Conservation  Area  and  qualifies 
for  credits  in  the  approved  FACE  program, 

PROJECT  670.58.106  SHOULD  PROVIDE 
PENINSULAS  AND  ISLANDS  IN  THE  PARKING 
LANES  TO  ACCOMMODATE  THE  STREETSIDE 
LANDSCAPING  BUDGETED  IN  PROJECT  674.58.106 


570.58. 107      Washington  St.  widening  &  Clay  St.  widening,   2,000.0      l,200.0g         2S3.0g  3,4S3.0  2,000.0 

bet.  Kearny  &  Sansome  Sts,,  (R66.35  &  (l,100.0g) 
Projects  570.57.301  6:  302;  $1,S00.0  pre-  (SOO.Oe) 
viously  appropriated) 

S7C.5&.iOb      Kerney  Way  bet.  Bayshore  Freeway  and  25S.0e  25S.0  25S.0 

Jamestown  Ave. ,  widen  roadway  to  add  a  traf- 
fic lane  for  improved  access  to  Candlestick 
Perk  Stadium 

570.5£.10£       Mission  St.,  north  side,  bet.  Steuart  St.  27. 4e  *  27.4  27.4 

and  The  Embarcadero,  narrow  sidewalk 
from  15  feet  to  10  ft.  (R67.31) 


20. 


Requested     lSSS-70        1S70-71       1S71-72          1S72-73       1S73-74         Project  Budqeted 
 PROJECT  DESCRIPTION   l£5£-5£  Cost     in     thousands     of     dollars  Totals  ISGC^S 

DEPARTMENT  OF  PUBLIC  WORKS-Trafficways  -  cont'd. 

570.08.110       Mission  St. ,  east  &  west  of  3rd  St.  for  200  45. 8e  45. 45,{,> 

ft. ,  widen  roadway  by  narrowing  sidewalks 
from  15  ft.  to  10  ft.  so  as  to  provide  left 
turn  and  right  turn  havens  at  the  intersection 
for  movement  into  3rd  St. 

THE  DEPARTMENT  OF  PUBLIC  WORKS  SHOULD 
DEFER  THE  PROPOSED  TREATMENT  OF  THE 
SOUTHWEST  CORNER  OF  3RD  AND  MISSION 
STFEETS  IN  PROJECT  S70.68.110  PENDING 
AGREEMENT  WITH  THE  REDEVELOPMENT  AGENCY 

670.58  .  111      Sixteenth  3t. ,  bet.  Potrero  Ave.  6:  Bryant  St. ,        62.ee  •  62.8  62. C 

narrow  sidewalks  from  15  ft.  to  10  ft.(R57.4E/) 


570.58  .  1  13      Banks  St.,  from  southerly  terminus  south  of  3.0s 
Crescent  Ave.  to  Alemany  Blvd.,  acquire  sewer 
easement  to  permit  development  of  a  cul-de-sac 
street 

Ncte:  The  following  6  projects  (571.38.  101- 
10  6)  are  located  in  the  Glen  Park  Conservation 
Area  and  qualify  for  credits  in  the  approved 
FACE  Program 

571.58.101      Diamond  St.,  bet.  Moreland  &  Sussex  Sts.,  54. 5g 

reconstruction 

571.68.  102       LippardAve.,  bet.  Chenery  St.  <SThorAve.,  23.9s 
reconstruction 


3.0  3.0 


54.5  54.6 
23.9  23. ^> 


I 

21.  i 

1 

Requested     19S£-70        1970-71        1971-72          1972-73       1973-74         Project         Budgeted  ' 
pTN^___  PROJECT  DESCRIPTION   19SC-S9  Cost     in     thousands     of     dollars  Totals  195C-69  

DEP;  RTMENT  OF  PUBLIC  WORKS -Traffic ways  -  cont'd. 


571.58. 103      Roanoke  St.,  bet.  Bemis  &  Laidley  Sts., 
reconstruction 

5n.S^.lC4      Castro  St.  /  bet.  Eemis  £:  Chenery  C'ts., 
reconstruction 

571,58  .  106      Conrad  St.,  bet.  Sussex  &  Arbor  Sts., 
reconstruction 

571.58.105      Swiss  Ave.,  bet.  Sussex  &  Surrey  Sts., 
reconstruction 

571. 5£. 107      Alpine  Terrace,  bet.  Waller  St.  6:  Duboce 
Ave . ,  reconstruction 

Note:  Project  571.SG.107  is  located  in  the 
Buena  Vista  Heights  Conservation  Area  6. 
qualifies  for  credits  in  the  approved  FACE 
Program 


19. 5s 


33. Cs 


IS. 5: 


22.13 


2£.3s 


19.5 


33. t 


19.5 


22.1 


2C.6 


19.5 


33. B 


19.5 


22.1 


2L.S 


571. SC.  108      Pine  St. ,  widen  roadway  by  narrowing  side- 
walks from  12  ft.  to  10  ft.  bet.  Lsguna  & 
Fillmore  Sts.,  &.  from  15  ft.  to  10  ft.  bet. 
Fillmore  St.  S  Presidio  Ave.  (R54.65)  ($352  .0 
opfropriated  for  Project  570.57. lU  in  1957. SE) 


190. Og 


190.0 


190.0 


571. sens 


S71.5U121 


571.5e.126 


PROJECT  DESCRIPTION 


Requ3sted 


DEPARTMENT  OF  PUBLIC  WORKC-Trafficways  -  Cont'd. 


Bush  St. ,  bet.  Van  Ness  €  Presidio  Aves. , 
also  Post  St.,  bet.  Van  Ness  6.  Presidio 
Ave£  , ,  also  Sutter  St. ,  bet.  Van  Ness  Ave. 
&  Bcker  St. ,  resurface  street  areas  in  Select 
System 


155. Oe 


Greenwich  St.,  bet.  Webster  &  Buchanan 
Sts . ,  reconstruction 

Clay  St. ,  bet,  Jones  S:  Taylor  Sts. ,  also 
Clay  St. ,  bet.  Mason  £.  Powell  Sts. , 
reconstruction 

Fillmore  St. ,  bet.  Green  &  Vallejo  Sts. , 
reconstruction 


40. Ce 


7£.le 


31.4s 


ei.Ss 


structures  with  channelization  &  signals  at 
the  Circle  &  contiguous  areas  ($3,S£C.2 
previously  appropriated,  including  $2,072.1 
in  1£57-5C  for  Project  570.67. IOC) 

372,5C.1C2        Various  intersections,  install  signals  &. 

channelization  (annual  request,  $C2.0 
appropriated  in  19S7-5C  for  Project  670.  67. 121) 

572. SC. 103        Various  intersections,  modify  signals  (annuel  55.5s 
request,  $4£.0  appropriated  in  l£67-5e  for 
Project  570.57.122) 


l£5£-70        1970-71  U71-72  l£  72-73  l£73-74 

Cost     in     thousands     of  dollars 


Project 
Totals 


S72.5G.101        Army  St.  Circle,  construct  grade  separation     700. Oh  1,500.0 


(£00.0e) 
(700.  Oh) 


5.0s 


60.0s 


100. 5s 


105.0s 


64.5s 


5£  .Os 


10£ .5s 


114.03 


73.5s 


7C.0S 


155.0 


31.4 


2,300.0 


22. 

Budgeted 
1£6G-6S 


616.5 


400.5 


156.0 


40. C  40. e 

79.1  7S.1 


31.4 


700.0 


£1.5 


55.5 


23. 


P.LiL. 


572  .  56. 104 


S72.se. 105 


572.  3C.  ICS 


572  .  50. 107 


672.SC.10C 


S72.se. 110 


572.56.111 


PROJECT  DESCRIPTION 


Requested  Uo£-70  U7C-71  U71-72  1^72-73  ie73-74  Project  Budgeted 
l£5C--5£  Cost     in    thousands     of    dollars  loiais  ITGC-Sg 


DEPARTMENT  OF  PUBLIC  WORICS-Trafficways  -  cont'd 

Various  intersections,  modify  C  recon-  IC.Os 
struct  traffic  control  devices  (annual 
request,  $10.5  appropriated  in  1S67-5C 
for  Project  670.67.12  3) 


School  crossings,  install  signals  at  vari- 
ous locations  (annual  request,  $14.0 
appropriated  in  1£57-6C  for  Project 
670.67.135) 

Various  locations,  relocate  signals  &. 
street  lighting  facilities  to  permit  removal 
of  obsolete  or  surplus  trolley  poles  &  , 
light  standards  (Project  670.57.151, 
$50.5  appropriated  in  U 55-57) 

Portola  Dr.  at  Burnett  Ave. ,  channeUze 
intersection  for  left  turn  into  Burnett  Ave . 

San  Jose  Ave. ,  from  Plighland  Ave.  to 
Brook  St.,  rechannelise  traffic  at  northerly 
tenr.inus  of  the  "Bernal  Cut" 

Downtown  area,  install  signals  at  various 
intersections 

Downtown  area,  study  &.  test  feasibility 
of  closed -circuit  television  surveillance 
for  traffic  control  (Project  670.67.150) 


17. Cs 


42.0s 


2C.3e 


105. 3e 


llS.Oe 


88. Oe 


IC.Os 


IC.Os 


IC.Os 


le.os 


IC.Os 


17. Cs 


i7.es 


17. Cs 


17. Cs 


17. Cs 


42.03 


42.0s 


lOG.O 


106. C 


126.0 


2C.G 


105.3 


115.0 


CC.O 


U.O 


17. C 


42.0 


2[  .3 


105.3 


116.0 


C8.0 


\ 


?.4 


P.  UN. 


573.58.102 


573.51. lOS 


373  . SC. 104 


374. S£. 101 


674.58.  102 


PRC]i:CT  DESCRIPTION 


Requested 
1SS8-52 


DEPARTMENT  OF  PUBUC  V\^GRK£-TrafficwQys  -  cont'd. 

Street  lighting  in  Underground  Districts,  5C5.0s 
new  installations  (annual  request, $4 G 5. 5 
appropriated  in  iS57-6C,  Project  370.37. 
107) 

Street  lighting  in  Overhead  Districts,  10.0s 
engineering  assistance  to  Public  Utilities 
Coramission  (annual  request,  $15.0  appro- 
priated in  IS 67-68,  Project  570.57.10e) 

Underground  street  lighting,  except  for  30. Os 

streets  in  Underground  Districts ,  new  in- 
stc nations  (annual  request.  Project 
570.67. ISG) 

Note:  The  following  four  projects  (574. SC.  101- 
104)  qualify  for  credits  in  the  approved  FACE 
program 

Glen  Park  Conservation  Area,  various  33.0s 
locations,  landscape  and  plant  trees  in  side- 
walk areas;  install  benches  and  other  side- 
walk furniture 

Great  Highway  Conservation  Area,  plant  trees  25.3s 
in  sidewalk  areas  of  Judah  St.  between  44th 
/ve.  &  La  Playa;  plant  shrubs  and  ground 
cover  in  streetside  areas  along  La  Playa 


195S-70        1970-71  1971-72  1972-73       1973-74         Project  Budgeted 

Cost     in     thousands     of    dollars  Totals  19  6C-59 


500.0s 


10.0s 


37. 5e 


500.0s 


10.0: 


49.06 


500.0s 


500.0s 


10.0s 


10.0s 


500. Og  3,0f5.0 


10.0s 


30.0s  30.0s  30.0s  30.0s  o 


0.0s 


50.0 


180.0 


119.5 


25.3 


5G5.0 


10.0 


30.0 


33.0 


25.3 


7^ 

Requested       1&6S-70       1970-71         1S71-72         1S72-73       1973-74         Project  Budgeted 
^Jjh^  PRCJECT  DESCRIPTION  l£58-5£  Cost     in    thousands     of    dollars  Totals  1S68-6S 

DEPARTMENT  OF  PUBLIC  WORI^.S-Trafficways  -  cont'd. 

574.68.103         Buena  Vista  Heights  Conservation  Area,  14th        28,0s  25.0s  8.5s  61.5  28.0 

St.  bet.  Castro  ot.  and  Buena  Vista  Terrace, 
also  Roosevelt  Way  between  14th  St.  and 
Upper  Terrace,  plant  trees  in  sidewalk  areas 

574. 5£. 104         Arguello  Park  Conservation  Area ,  various  21.0s  25.0s        35.0s  Cl.O  21.0 

locctions,  plant  trees  in  sidewalk  areas 

574.58,108         Chenery  St. ,  bet.  Elk  &  Diamond  Sts. ,  15.5s  16.5  16,5 

plant  trees  in  sidewalk  areas,  peninsulas  & 
islands  (Project  674.68,108  is  located  in 
the  Glen  Park  Conservation  Area  &.  qualifies 
for  credits  in  the  approved  FACE  program) 


574.58. lOS 


Sunset  Blvd.,  between  Taraval  St.  &  Lake  120. Oe  &£.Ce  ^^^'-"^^ 

Merced  Blvd . ,  replace  irrigation  system 
($2S5.5  previously  appropriated,  including 
Project  670.67.138) 


675.68  .  10b         Third  St.  Bridge,  3rd  &  Channel  Sts.,  recon-       22. 5e 

stmct  electrical  power,  lighting  &  control 
systems  ($4.2  previously  appropriated) 

075.58,  107         Corbin  Place,  bet.  Corbett  Ave.  &  17th  St.,  5. Oh 

install  railings  on  open  stairway 

675.56.  108         Portola  Drive  Observation  Area,  near  Clipper        35. 5e 
St.,  stabilize  slide  area  &  reconstruct.' 
pcprtion  of  street 


22.5  22.5 


5.0  5.0 
36.5  36.5 


i 

26. 


Requested     1S6S-70     1970-71          1S71-72          1972-73       1S73-74         Project  Budgeted 
 PROJECT  DESCRIPTION  l£6e-6£  Cost    in     thousands     of    dollars  Totals  1S68-6S 


DEPARTMENT  OF  PUBLIC  WORKS-Trafficways  -  cont'd. 

675.68. lOS        Y/arehouse  bldg,,  S30  Bryant  St. ,  near  7th  5.0s 
St. ,  renovate  premises  for  occupancy  by 
DPVv  traffic  sign  unit 

575  .  6£.  110         Bay  Shore  Blvd.,  bet.  Teddy  &.  Blanken  7.7e 
i^ves.,  close  pedestrian  underpass  6.  restore 
paved  surface 

575,66.  112         Broodway  Tunnel,  reconstruct  £c  modernize  87. Oe 

the  carbon  monoxide  monitoring  &  control 
system  for  ventilation 

675.68  .  114        Isleis  Creek  Bridge,  3rd  St.,  install  new  SS.Oe 
locl-ing  system  &  intermediate  pinion  bearing 
supports  ($13.0  previously  appropriated) 

575.58.115        Alemany  Blvd.,  bet.  Naglee  6.  Farragut  33.5e 
Aves.,  replace  wooden  bulkhead  with  concrete 
retaining  wall  along  easterly  slope 

675.58.118         Larkin  St.,  bet.  Bay  &  Francisco  Sts.,  re-  IS.Os 
construct  concrete  retaining  wall 


5.0  5.0 


7.7  7.7 


87.0  87.0 


S5.0  95.0 


33.5  33.5 


IS.O  1^.0 


 PRCIECT  DESCRIPTION 


Requested       1S5S-70     1S7C-71  1971-72  1S72-73       1S73-74  Project 

lS58-Se  Cost     in     thousands     of     dollars  Totals 


27. 

Budgeted 
1968-62 


6S1.S7.1S0 


6S2.67.101 


725. S&. 101 

'2S.58.102 
,27.58.101 

727.56.102 


727.58.103 


727,58.104 


Landing  field  facilities,  improvements 
($1,270.0  from  approved  bond;  total 
cost  $1,7S1.0) 


300.0 


69.0 


WAR  MEMORIAL 

War  Memorial  -  Opera  House, 
reconstruction  and  replacement  of 
stage  equipment 

War  Memorial  -  Museum  of  Art, 
general  rehabilitation  of  premises 

INTERNATIONAL  AIRPORT 

Services  of  Utilities  Engineering  Bureau 
for  reconstruction  and  replacement  items 

Landing  field  pavement,  reconstruction 

Services  of  Utilities  Engineering  Bureau 
for  new  capital  improvements 

Utility  System,  enlarge  and  extend  ser- 
vices ($107.0  previously  appropriated; also 
$85  0,0  from  approved  bonds;  total  cost, 
$1,609.0) 

Terminal  buildings  and  passenger  facilities,    l,567.  1r 
modernization  ($1,485.0  from  approved 
bord;  total  cost,  $4,172.0) 


126. 5r 


400. Or 


405. 2r 


152. Or 


221. Or 


300.0  300.0 


400. Or       400. Or 


100. Or       100. Or 


200. Or       200. Or 


300.0 


100. Or 


200. Or 


200. Or 


300.0 


300.0  1,800.0 


69.0 


126.5 


100. Or         100. Or 


652.0 


200. Or 


100. Or 


186.0 


68.0 


126.5 


400. Or  400. Or         400. Or        2,400.0  400.0 

406.2  4nG.?. 


162.0 


200. Or        2  ,687.  1        1  ,G42,1 


521.0  221.0 


Requested 

JJ^  PROJECT  DESCRIPTION   1S58-6S 

INTERNATIONAL  AIRPORT-  cont'd. 

727.68.105         Parting  garage  and  parking  lots,  7 50. Or 

construct  public  and  employee  parking 
facilities  ($1,070.0  previously  appro- 
priated; $21,000.0  from  approved  bonds; 
total  cost,  $22,820.0) 

727.58.  106        Operational  facilities,  land  area  im-  1,0 00. Or 

provements  for  operational  use 

MUNICIPAL  RAILWAY 

736.68.  101         Replace  450  motor  coaches  4,000.0 

736.58.  103         Cable  track  sheaves,  replacement  50.4 

($5t  .4  previously  appropriated) 

735.58.  104        Underground  cable-carrying  facilities  165.0 

rehabilitation  ($150.0  previously  appro- 
priated) 

735.58.  105         IClrk land  Yard,  repave  70.0 

735.68.  110         California  Cable  Cars,  grip  system,  4.5 

reconstruction 

736.68.111         Eighth  Avenue  Substation,  reroof  4.1 


126S-70     1S70-71  l£71-72  1S72-73  1973-74 

Cost     in    thousands  of    d  o  11  a  r  s 


Project 
Totals 


28. 


Budgeted 
1S68-6S 


750.0  750.0 

1,000. Or                       1,000. Or                                            3,000.0  1,000.0 

2,765.0     2,800.0         2,835.0         2,870.0       2,505.0        18,175.0  2,000.0 

44.4          45.2               48.3               25.3                              214.6  50.4 

155.0  165.0 

70.0  70.0 

4.5 

4.1  M.l 


P.I.N^ 


736  . St. lis 


745. SG. 101 
74S.6C.102 

74S.58.103 

74S.SL  .104 
/ 46. SC. 105 

74S.se. 105 
745. SG. 107 

745. 5G. 108 

74S.5G.10S 


PRC'JECT  DESCRIPTION 

MUNICIPAL  RAILWAY  -  cont'd. 

Services  of  Utilities  Engineering 
Bureau  for  reconstruction  and  replace- 
ment items 

WATER  DEPARTMENT 

Various  locations , renew  water  services 

Various  locations,  relocate  and  realign 
water  mains 

Various  locations,  relocate  and  realign 
water  services 

Various  locations ,  replace  water  mains 

Various  locations,  reconstruct  and  restore 
fences 

Various  locations,  grade  and  resurface  roads 

Cunol  Distribution  System,  Alameda  Co., 
rehabilitation 

Various  locations,  water  mains,  cement 
mortar  lining 

Various  locations,  reconstruct  drain  and 
air  valves 


Requested 
19SG-SS 


155. 2 


1,400. Or 
50. Or 

30, Or 

440. Or 
20.  Or 

15. Or 
25.  Or 

165. Or 

5. Or 


166.2 


160,0 


1,  GOO. Or 
135. Or 

55, Or 

450. Or 
20. Or 

15. Or 

400. Or 
5. Or 


1, GOO. Or 
135. Or 

55. Or 

500. Or 
20. Or 

15. Or 

400. Or 
5. Or 


1,800. Or 
135. Or 

55. Or 

500. Or 
21. Or 

IS. Or 

400. Or 
6. Or 


2, 000. Or 
135. Or 

65. Or 

550. Or 
21.  Or 

15. Or 

500. Or 
6. Or 


2, 000. Or 
165. Or 

85. Or 

550. Or 
22. Or 

16. Or 

500. Or 
5. Or 


10, COO. 0 
755.0 

375.0 

2,LL0.0 
124.0 

£3.0 
25.0 

2,356.0 

33.0 


1,200.0 
00.0 

30.0 

440.0 
20.0 

15.0 
25.0 

166.0 

5.0 


30. 


P.  UN. 


PROJECT  DESCRIPTION 


WATER  DEPARTMENT  -  cont'd. 

745,58.110    Various  locations,  misc.  repair  and 
improvements  to  buildings 

745.58.  111    Various  locations,  employee  cottages, 
replacement 

745.58.112    Various  locations,  employee  cottages, 
provide  sanitation,  roads  and  utilities 

745.68.11?    San  Andreas  3,  San  Mateo  Co., 

chlorination  station,  rehabilitation 

745.58,114    Lake  Merced  and  Legion  of  Honor  Pump 
Stations ,  rehabilitation 


Requested  1S5S-70  1S70-71  1S71-72  1S72-73  1273-74  Project  Budgeted 
1SS8-6S  Cost     in  thousands     of     dollars   Totals  1S68-6S 


747.58.102  Various  locations,  provide  new  services 
and  meters 

747.58.103  Various  locations,  install  gate  valves 

747.58.104  Various  locations,  pipeline  electrolysis, 
install  protective  devices 

747.58.  105    Various  locations,  survey  property  and 
set  monuments 


30. Or 


105. Or 


51. Or 


£.5r 


25. 2r 


747.58.101    Various  locations,  water  main  extensions  350. Or 


330. Or 

52. 5r 
5. Or 

20. Or 


31. Or 


40. Or 


380. Or 
375. Or 

45. Or 
5. Or 

21. Or 


32. Or 


40. Or 


3S0.0r 
385, Or 

45. Or 
6. Or 

22. Or 


33. Or  34. Or  35. Or  195.0 

40. Or  225.0 

51.0 
£.5 

25, 2r 

400. Or  410. Or         420. Or  2,350.0 

3£5,Cr  405. Or         415. Or  2,305.0 


47. Or 


6. Or 


23. Or 


48. Or 
5. Or 

24. Or 


4S.0r 
5. Or 

25. Or 


287.5 
34.0 

135.0 


30.0 

35.0 

20.0 

C.5 

25.2 

350.0 
330.0 

52.5 


5.0 


20.0 


Requested 

I.I.N.  PROJECT  DESCRIPTION    1S58-6S 


WATER  DEPARTMENT  -  cont'd. 

747.58.106  Various  locations,  construct  secondary  S8.0r 
feeder  mains 

747.68.107  Various  locations,  watershed  lands,  10. Or 
erosion  control 

747. 58. 10b    Various  locations,  install  drain  and  15. Or 
air  valves 

747.56.109  Various  locations,  construct  fences  20. Or 

747.58.110  Various  locations,  motorize  large  valves  24. Or 

747.58.111  San  Andreas  Filtration  Plant,  San  Mateo         2, 225. Or 
Co,,  construct  treatment  plant 

747.56.112  Crystal  Springs  Bypass  Tunnel,  construct       1,800. Or 
balancing  reservoir 

747.68.113  Crystal  Springs  Bypass,  construct  £3. Or 
fluoridation  station 

747.58.114  Lombard  Reservoir,  install  altitude  valve  5. Or 

747.58.115  Al£meda  Division,  construct  fire  trails  12. Or 


31. 

1S6S-70  1S70-71  1S71-72  1S72-73  1S73-74  Project  Budgeted 
 Cost     In     thousands     of    dollars                    Totals  1S68-6S 

100. Or         150. Or         150. Or           150. Or         150. Or           7S8.0  98.0 

10. Or          11. Or          11. Or            12. Or          12. Or            66.0  10.0 

26. Or           25. Or          27. Or             27. Or          28. Or           149.0  15.0 

21. Or           22. Or          23. Or             24. Or          25. Or           135.0  20.0 

18. Or          18. Or          IS.Or            IS. Or          19. Or           117.0  24,0 

4,300.0o                                                                                  6,525.0  2,225.0 

1,800.0  1,800.0 

£3.0  S3.0 

6.0  5.0 

12.0  12.0 


32. 


P.I.N. 


PROJECT  DESCRIPTION 


Requested  l£S£-70  1S70-71  1271-72  1S72-73  1973-74  Project  Budgeted 
1SS8-5S  Cost     in    thousands     of    dollars  Totals  1S68-6S 


V/ATER  DEPARTMENT  -  Cont'd. 

747.68.117    Varicus  locations,  valve  &  meter  houses , 
install  lighting 


HETCH  HETCHY  SYSTEM 

755.37.102  Moccasin-Newark  Transmission  Line,  re- 
place conductor  clamps  ($50.0  previously 
appropriated) 

755.67.104  Early  Intake,  replace  employee  cottages 
($60.0  previously  appropriated) 

755.67.105  Moccasin  Cottages,  rehabilitate  service 
panels  and  wiring  ($4.0  previously  appro- 
priated) 

755 . 6& .  101    Early  Intake ,  diversion  dam ,  rehabilitation 

755.58.102  Moccasin-Newark  Transmission  Line, 
replace  vibration  dampers 

755.58.103  Cherry  Valley  Access  Road,  repave  from 
South  Fork  to  Jones  Point 


2.8r 


747.58.  118    Alameda  East  Cottage,  provide  water  supply  2. Or 

747.58.122    Crystal  Springs  Watershed ,  land  acquisition      400. Or 


25. Or 


30.  Or 


4. Or 


SO. Or 


27. Or 


100. Or 


25. Or 


2.8 


2.0 


400.0 


50.0 


£0.0 


2.C 


2.0 


400.0 


25.0 


30.0  30.0 
4.0  4.0 


£0.0 


27.0  27.0 
100.0  100.0 


33 


P.I.N, 


PRCJECT  DESCRIPTION 


Requested  1S6S-70  1S70-71  1S71-72  1S72-73  1973-74  Project  Budgeted 
19S6-6S  Cost     in     thousands     of     dollars  Totals  1968-69 


HETCH  HETCHY  SYSTEM  -  cont'd 


755.38,  107    South  Fork  Crossing,  relocate  aqueduct 
($5C0.0  previously  appropriated) 

755  ,68.  lOS    Moccasin  Reservoir,  install  outlet 
tower  surface  skimmer 

755.68.110  Services  of  Utilities  Engineering  Bureau 
for  new  capital  improvements 

755.58.111  Services  of  Utilities  Engineering  Bureau 
for  reconstruction  and  replacement  items 


100. Or 


50. Or 


181. 7r 


232, Or 


100.0 


50.0 


181.7 


100.0 


50.0 


181.7 


232.0  232.0 


PROJECTS  SCHEDULED  FOR  FINANCING 
FROM  SOURCES  OUTSIDE  THE  1S58-6S 
BUDGET  AND  APPROPRIA.TION  ORDINANCE 


35. 


PROJECTS  SCHEDULED  FOR  FINANCING  OUTSIDE  THE  1S58-6S  BUDGET 


The  following  table  summarizes,  in  thousands  of  dollars,  aggregate  project  costs  for  construction 
which  the  listed  operating  departments  have  scheduled  to  begin  in  1S68-6S  with  financing  to  be 
provided  from  sources  outside  the  1S58-6S  budget  and  appropriation  ordinance. 


Department 

Fire  Department 

Academy  of  Sciences 

Department  of 

Public  Works-Sanitation 

Department  of  Public  Health 

Recreation  &.  Park  Department 


Funding 
1S58-6S 

$     1,793. 7(b) 
1,634. 8(0) 


2,  502. 0(b) 

3,  562. 3(b) 
7,  782  . 1(0) 


Department 

Unified  School  District 

Department  of 

Public  Works -Trafficways 


Municipal  Railway 
Water  Department 


Funding 
196G-S9 

420.0(0)  * 


27,300.0 
(25,500.0b) 
(  l,000.0o) 

300.0(0) 

3, 400. 0(b) 


Total  Scheduled  for  1968-6S  $  48,894.0 

(36,958.0b)  * 
(ll,936.9o) 


*  For  bond-financed  construction  by  the  Unified  School 
District,  see  section  entitled  "Approved  Bonds". 


p. I.N.  PROJECT  DESCRIPTION 


Scheduled 
1968-6S 


FIRE  DEPARTMENT 

145.  67.  110      Enclne  Co.  8,  reconstruct  firehouse  314.5b 

145.67  .  116       Encine  Co.  43,  construct  new  firehouse  334. Sb 

145.57  .  117       Encine  Co.  35,  construct  new  firehouse  291.3b 

145  .67  .  116      Encine  Co.  33 ,  construct  new  firehouse  275.5b 

145  .57  .  119       Encine  Co,  37,  construct  new  firehouse  29S.lb 

145.67.  129       Encine  Co.  16,  reconstruct  firehouse  276. 3b 

ACADEMY  OF  SCIENCES 

213.67.102       Facade  Building  (Cowell  Hail) ,  new  l,550.0o 
construction 

215.67.115      Ichthyology  Research  Department,  S4.8o 
modernize  and  expand 

DEPARTMENT  OF  PUBLIC  WORKS -SANITATION 


425.57.  101      Sewers,  various  locations,  reconstruction  300.0b 
and  replacement 

426 . 67  . 102      Sewage  treatment  plants  and  pumping  700.0b 
stations,  misc. reconstruction  &  improvements 


36, 

1969-70  1970-71  1971-72  1972-73  1973-74  Project 

Cost  in  thousands   of  dollars  Totals 


314.6 
334.9 
2B1.3 
275  .5 
299. 1 
278.3 


C4.e 


300.0b  300.0b  300.0b  300.0b  300.0b  1,800.0 

700.0b  700.0b  700.0b  700.0b  700.0b  4,200.0 


?.I.N. 


425.67.104 

I 

/125.67  .  107 
425.67  .  108 

425  .  67  .  109 

425.67  .202 

^^5.67.203 

25.68.101 


50C.67.lOl 


PROJECT  DESCRIPTION 


Scheduled 
1S58-6S 


DEPARTMENT  OF  PUBLIC  WORKS-SANITATION  -  continued 

80.0b 


Twenty-sixth  St.  Pumping  Station  and  related 
sevyers,  new  construction 

Army  St.  Auxiliary  Sewer,  construct  Section  A-2 

Mission  St.  -  Mt.  Vernon  Ave.  Sewer,  increase 
capacity 

Fulton  ot.  Auxiliary  Sewer,  43rd  Ave.  to  Great 
Highway,  increase  capacity 

Nicgara  Ave.  Sewer,  Louisburg  to  Ccyuga, 
increase  capacity 

Ridgewood-Hearst-Santa  Rosa  Aves,  Sewer, 
increase  capacity 

Sewers,  various  locations,  new  extensions 

DEPARTMENT  OF  PUBLIC  HEALTH 

S.  F.  General,  construct  new  medical 
center  ($2,09  5.£  previously  appropriated) 

THE  LOCATION  OF  THE  PROPOSED  PARKING 
FACIUTY  FOR  PROJECT  500.67.101  SHOULD 
BE  EXAMINED  FURTHER  BY  THE  MEDICAL 
CENTER  ARCHITECT  AND  THE  STAFFS  OF  THE 
DEPARTMENTS  OF  PUBUC  HEALTH,  PUBLIC 
WORKS  AND  CITY  PLANNING 


1, 150.0b 
55.0b 

45.0b 

12.0b 

50.0b 

200.0b 


1S59-70  1270-71  1371-72  1372-73 
 Cost  in  t housands   of  dollars 


830.0b 


700.0b 


455.0b 


118.0b 


500.0b 


200.0b 


325.0b 


200.0b 


200.0b 


3,662.3b        25, 713. 5b  2,031.3b 


131.0b 


37. 

1S73-74  Project 
Totals 


1,235.0 

1,150.0 
7  65.0 

500.0 

130.0 

550.0 

200.0b  200.0b       ], 200.0 

31,574.1 


Scheduled 

pj.N.  PROJECT  DESCRIPTION  1S58-6S 


RECREATION  AND  PARK  DEPARTMENT 
351. S7. 119         Fleishhacker  Playfield  ,  replace  carousel  roof  16. 3o 

555.67  .  131         McLaren  Park ^  general  development  765. Go 

555.58.  112         Cc ndlestick  Park ,  addition  to  stadium  7,000.0o 

UNIFIED  SCHOOL  DISTRICT 

6G0.S7.3O1         Islais  Creek,  City-owned  property,  con-  420.0o 
struct  warehouse  for  craftsmen  &  materials 

DEPARTMENT  OF  PUBLIC  WORKS  -  TRAFFICv\^AYS 

673.68.  101         Reconstruct  S.  modernize  deteriorated  under-  1  ,000.0b 

ground  street  lighting  facilities  (Project 
67  0.67.174  proposed  a  bond  issue  of  $1,200.0) 

375.58.  120         Market  Street  restoration  &  beautification  of  25,300.0 
Neighborhood  Rapid  Transit  Stations  (increase  (24,500.0b) 
in  scope  of  Projects  670.57.  173  S.  570.57.228)  (l,600.0o) 

MUNICIPAL  RAILWAY 

737.58.112         Ocean  Yard,  upper  level  parking  deck,  new  300. Oo 

construction 


3G. 

1S6S-70  1970-71  1S71-72  1972-73         1973-74  Project 

Cost  in  thousands  of  dollars  Totals 


16.3 

300. Oo  1,055.0 

7,000.0 

420.0 


1,000.0b 


2,700.0 


6,000.0 
(1,000.0b) 
(5, 000. On) 

1,400.0 
(750  . Oe) 
(650.0b) 


0,UUU.0 


4,000.0 
(3,000.0e) 
(1,000.0b) 


34,400.0 


300.0 


Scheduled 

 PPOTECT  DF.qr.RTPTTnTvT  i36e~6S 

Wi^TER  DEPARTMENT 

i747.68.i2O        Crystal  Springs,  provide  pumping  to  San  Andreas  500.0b 
Reservoir 

74/. 68. 121         Crystal  Springs  Pipeline  3,  construct  pipeline  be-  2,S00.0b 
tween  Burlingame  and  Baden  Pumping  Station 


39. 

195S-70  U70-71  1971-72  1972-73  1973-74  Project 
 Cost  in  thousands  of  dollars   Totals 


500.0 


2, 1  00.0 


40. 


PROJECTS  RECOMMENDED  FOR  ABANDONMENT 

The  12  projects  listed  on  the  two  following  pages  were  scheduled 
by  various  operating  departments  to  begin  in  1S68-GI  with  financing 
requested  from  the  ad  valorem  property  tax.   However,   the  CIAG 
has  assigned  a  numerical  rating  of  907  to  each  of  them:  "abandon 
project" . 


P.I.N. 


161. S8. 102 


PROJECT  DESCRIPTION 


THE  CAPITAL  IMPROVEMENT  ADVISORY  COMMITTEE  HAS  RECOMMENDED 
THAT  THE  FOLLOWING  PROJECTS  BE  ABANDONED: 

1958-5S  1S6S-70  1S70-71  1971-72  1972-73  1973-74 

Cost  in  thousands  of  dollars 


POLICE  DEPARTMENT 

Hell  of  Justice,  City  Prison,  install  metal 
dining  tables 

ACADEMY  OF  SCIENCES 


S.3 


41, 


Project 

Totals 


6.3 


213,67.117         Golden  Gate  Park,  relocate  Francis  Scott 

Key  Statue 

Note:  The  Francis  Scott  Key  .statue  has  been 
removed  and  ple.ced  in.  storage . 


45.0 


46.0 


500.67.12S 
500.68.102 


511.68.102 


521.58.101 
621.68.103 


DEPARTMENT  OF  PUBLIC  HEALTH 

Lcguna  Honda,  reconstruct  paging  system 

Leguna  Honda,  relocate  gas  station  and 
storage  tanks 

LEGION  OF  HONOR 

Convert  boiler  burners  from  oil  to  gas 

M.  H.  de  YOUNG  MUSEUM 

Brundage  V/ing,  alter  elevator 

Front  area,  lighting  of  walkways  and  pubUc 
areas 


3.5 
14.3 


IS.O 


11.5 
23.7 


40.0 


43.5 


14.3 


19.0 


11.5 
23.7 


P.I.N. 


PROJECT  DESCRIPTION 


THE  CAPITAL  IMPROVEMENT  ADVISORY  COMMITTEE  HAS  RECOMMENDED 
THAT  THE  FOLLOWING  PROJECTS  BE  ABANDONED: 

1S68-59          1969-70  1970-71  1971-72  1972-73 
 Cost  in  thousands  of  dollars 


PUBUC  UBRARY 


1973-74 


42. 


Project 


S31.S8.102 


Mc.in  Library,  Stack  Room,  replace  glass 
flooring 


25.0 


25.0 


52.0 


551.57.117 


555.67  .107 


737.68.104 


737.68.105 


RECREATION  AND  PARK  DEPARTMENT 

Golden  Gate  Park,  Pioneer  Log  Cabin, 
reconstruct  roof  and  structural  members 

Gclden  Gate  Park,  M.  H.  de  Young  Museum, 
re  land  sea  ping 

MUNICIPAL  RAILVVAY 

Potrero  Trolley  Coach  Yard,  install  addi- 
tional trolley  wire  lanes 

Ccble  Car  Routes,  install  public  address 
system 


19.4 


65.0 


4.5 


48.0 
(24.0) 
(24.0o) 


19.4 
66.0 


4.5 


48.0 


YEAR  II  OF  SIX  YEAR  CAPITAL  IMPROVEMENT  PROGRAM 
1969-70 


Cost  Summary  of  Proposed  Budgetary  Items 
Three  Components  of  19  69-70  Budgetary  Schedules: 
Projects  Not  Funded  after  1958-69  Budget  Review 
Projects  Previously  Scheduled  to  Begin  in  1969-70 
Projects  Deferred  from  19  58-69  Schedules 
Projects  Scheduled  for  Funding  Outside  1969-70  Budget 
Projects  Recommended  for  Indefinite  Postponement 


1S6S-70   FISCAL  YEAR 
REVISED  COST  SUMMARY  OF  PROPOSED  BUDGET  ITEMS 


44. 


1S6S-70       1970-71        1S71-72  1972-73  1973-74 

Cost  in  thousands   of  dollars 


BUDGETARY 
TOTALS 


BALANCE  BROUGHT  FORWARD 

(from  multi-phased  projects  budgeted  in  1S58-59) 

AD  VALOREM  TAXE3 

GAj  TAXES  AND  ROAD  FUNDS 

REVENUES 

ANKUAL  INCREMENTS 


^  2  S  •  S 
4,047.3 
5,647.0 


685.7 
1,455.3 
4,748.0 


10,520.2  S,6SS.O 


518.0 
1,045,6 
5,9S7.0 

7,551.8 


469.3 

1,055.8 
5,152.0 

6,677.1 


444.0 
1,064.8 
5,328.0 


3,042.9 
8,680.0 
26,872.0 


6,836.8  38,504.0 


nO.ST  SUMMARY  FOR  PROTECTS  BEGINNING  IN  1S6S-70  * 

AD  VALOREM  TAXES 

GAS  TAXES  AND  ROAD  FUNDS 

REVENUES 

ANNUAL  INCREMENTS 


10,795.1 
5,967.7 
£,668.5 


5,507.1 
988.3 
1,372.0 


27,431.3  7,967.4 


2,700.0 
203.5 
3,145.0 

7,048.5 


3,508.2 
97.0 
2,470.0 

6,075.2 


3,455.4 


200.0 


27,065.8 
8,256.5 
10,855.5 


3,655.4  52,177.8 


RECAPITULATION 


AD  VALOREM  TAXES 

GAS  TA}(ES  AND  ROAD  FUNDS 

REVENUES 

ANNUAL  INCREMENTS 


11,721.0 
11,015.0 
15,315.5 


5,222.6 
2,453.5 
3,120.0 


4,218.0 
1,250.3 
9,142.0 


3,977.5 
1,152.8 

7,522.0 


O     CI  0  C  A 

1,064.8 
5,528.0 


38,051.5      14,866.4        14,610.3        12,752.3  10,492.2 


30, 108.7 
16,936.5 
43,727.5 

.0,772.7 


Consolidating  three  cost  summary  sheets 


UNFUNDED  PROJECTS  -  IS 68-69  BUDGET  REVIEW 


On  the  following  15  pages  are  all  projects,  recommended  for 
inclusion  in  the  1S68-6S  budget  in  the  Corinuttcc's  report  of 
March  15,  19  58,  which  were  deleted  or  poilially  funded  in 
the  course  of  budget  review.  The  CIAC's  specific  priorities 
are  shown  where  applicable;  all  costs  are  shown  In  thousands 
of  dollars . 


1S6S-70  FISCAL  YEAR  -  COST  SUMMARY  OF  46. 
PROJECTS  RECOMMENDED  BYC.I.A.C.  FOR 
INCLUSION  IN  THE  1S58-6S  BUDGET  THAT  WERE  REDUCED  OR 
DELETED  BY  THE  MAYOR  OR  BOARD  OF  SUPERVISORS 


1S68-6S 


1S6S-70        1970-71  1S71-72  1972-73 

Cost  in  thousands  of  dollars 


1973-74 


Budgetary 
Totals 


Budgetary  Sources : 

AD  VALOREM  TAXES 
(Includes  replacement  of  Municipal  Railway  motor  coaches) 

GAS  TA)CEE  AND  ROAD  FUNDS 

REVENUES 


7,013.3       4,435.4  3,235.0        3,380.0  3,325.0  21,388.7 

(3,765.0)     (3,800.0)        (2,835.0)     (2,870.0)        (2,905.0)       (16,175  .0) 


1,338.4 
345.5 


SO.O 


60.0 


20.0 


1,338.4 
485.5 


ANNUAL  INCREMENTS 


8,687.2  4,495.4 


3,295.0  3,400.0 


3,325.0 


23,212.6 


47. 


?AJL- 


1S69-70 


PROJECT  DESCRIPTION 


1970-71  1971-72  1972-73  1973-74 

Cost  in  thousands  of  dollars 


Totals 


11S.5G.101 


121.67.103 


169.57.103 


145.57.105 


155.58.101 


151.68.103 


DEPARTMENT  OF  CITY  PLANNING 

100  Larkin  St. ,  general  Interior  alterations 
(CIAC-27) 

CIVIL  SERVICE 

City  Hall,  Room  52-B,  convert  basement  store- 
room to  filing  office  (CIAC-57) 

DEPARTMENT  OF  SOCIAL  SERVICES 

1680  Mission  St.,  all  floors,  install  partitions 
(CIAC-54) 

FIRE  DEPARTMENT 

Various  firehouses,  provide  security  enclosures 
(CIAC-12) 

MUNICIPAL  COURT 

City  Hall,  Rooms  300,  301  6:  303,  install 
acou  stical  tile  (CIAC-63) 

POUCE  DEPARTMENT 


13.9 


14.4 


.1 


11.3 


6.2 


143.0 


Hall  of  Justice,  reconstruct  and  expand  private 
alarm  system 

THE  POLICE  DEPARTMENT  SHOULD  EXPLORE  THE  FEASIBIUTY 
OF  OBTAINING  PRIVATE  FINANCING  FOR  PROJECT  161.58.103 


13.9 


14.4 


C.l 


11.3 


8.2 


143.0 


48. 


lSSS-70 


PJ.N. 


PROJECT  DESCRIPTION 


1S70-71  1971-72  1972-73  1973-74 

Cost  in  thousands  of  dollars 


TOTALS 


173.67. lis 


173.57.120 


173.67.121 


173.57.122 


173.58.101 


173.68.103 


173.58.104 


173.68.105 


183.68.101 


SHERIFF 

County  Jail  2,  install  shower  facilities 
($10.0  previously  appropriated) (CIAC- 13) 

County  Jail  2,  install  stainless  steel  tables 
($5.0  previously  appropriated)  (CIAC-30) 

County  Jail  2,  install  bunks  ($3.0  pre- 
viously appropriated;  additional  $20.0  appro- 
priated 1958-59)  (CIAC-15) 

County  Jail  2,  construct  new  toilet  room 
($1.0  previously  appropriated)  (CIAC- 16) 

County  Jails  2  and  4,  construct  sewage  pump- 
ing station  &.  force  main  (CIAC-7) 

County  Jail  A,  modify  heating  <S  ventilating 
system  (CIAC-51) 

County  Jail  4,  install  heating,  ventilating 
&  cooling  system  (CIAC-54) 

County  Jails  2  &  4,  reconstruct  intercommunication 
system 

TREASURER 

Provide  security  features  (CIAC-45) 


125.0 


124.8 


IS. 7 


S.2 


300.0 


5.0 


25.5 


8.0 


125.0 


124. G 


IS. 7 


6.2 
300.0 
6.0 
25.5 

c.o 


15.0 


15.0 


P.I.N. 


PROJECT  DESCRIPTION 


1S6S-70  U70-71  1S71-72  1972-73 

Cost  in  thousands   of  dollars 


1973-74 


49. 


TOTALS 


18S.67.104 


187.67.102 


187.67.103 


187.67.104 


213.57.105 


fJVENILE  COURT 

Youth  Guidance  Center,  renovate  six  cottages 
($63,0  previously  appropriated;  additional 
$40.0  appropriated  19  58-6S)  (CIAC-25) 

Log  Cabin  Ranch,  sewage  treatment  improve- 
ments (CIAC-58) 

Log  Cabin  Ranch,  construct  non-denominational 
chapel  (plans)  (CIAC-65) 

Log  Cabin  Rc.nch,  construct  staff  quarters 
($8.2  previously  appropriated  (CIAC-2S) 

ACADEMY  OF  SCIENCES 

Steinhart  Aquarium,  install  swamp  area 
ventilation  (CIAC-55) 


83.5 


51.0 


6.5 


75.5 


5.0 


57.2 


150.7 


51.0 


6.5 


76.5 


5.0 


225.67.101 


245.67.102 


245.67.103 


COUNTY  CLERK 

City  Hall,  Room  317,  install  acousUcal  tile 
(CIAC-59) 

REAL  ESTATE  DEPARTMENT 

Civic  Auditorium,  main  arena,  provide  side  curtain 
motors  and  cables  (CIAC-36) 

Civic  Auditorium,  lighting  control  alterations 
(CIAC-38) 


13.8 


16.1 


24.0 


13.8 


16.1 


24.0 


P.LN. 


PROJECT  DESCRIPTION 


1S6S-70 


251.58.101 


TAX  COLLECTOR 


Provide  security  features  (ClAC-37) 


PURCHACING  DEPARTMENT 


12.4 


311.67.102 


Central  Shops,  auto  shops,  install 
ventilation  (CIAC-31) 


18.2 


DEPARTMENT  OF  PUBLIC  WORKS-General  Office 


423.57.101 


Various  public  buildings,  misc.  replacement 
and  reconstruction  ($105.0  appropriated  196C-6S) 


223. S 


423,57.105 


423,68,101 


423.68.102 


423.58.103 


423.68.104 


City  Hall  Annex,  450  McAllister,  install  80.0 
ventilating,  heating  and  cooling  squipment(CIAC-60) 

Various  public  buildings,  misc.  minor  capital  115.2 
improvements  ($14.5  appropriated  lS68-5S)(CIAC-22) 


Various  locations,  studies  for  future  capital 
improvements  (CLAC-23) 

North  and  West  Shorelines  of  City,  provide 
storm  flow  pollution  control  facilities  (sites 
undetermined)  (CIAC-5) 

Testing  laboratory,  relocation  (CIAC-65) 


187.5 


1,500.0 
(100.0) 
(1,500.0b) 

200.0 
(133.0) 
(  57. Cs) 


U-73-74 


ol  1  a  r s 


50. 


TOTALS 


19.4 


18.2 


190.0 


200.0 


210.0 


220.0  1,043.9 


115.0 


1C5.0 


100.0 


100.0 


100.0 


100.0 


515.2 


100.0 


100.0 


100.0 


100.0 


587.5 


20,100.0 
(100.0) 
(20, 000. On) 


21,700.0 


200.0 


P.I.N. 


PROJECT  DESCRIPTION 


1869-70 


1S70-71  l£71-72  1972-73 

Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


DEPARTMENT  OF  PUBLIC  HEALTH 


500.67.109 


S.F.  General,  Building  80,  remodel 
basement 


.65.0 


65.0 


500.67.113 


500.67.114 


Various  emergency  hospitals,  install  112.5 
standby  power  facilities  (CIAC-61) 


500.67.131 


500.67.139 


500.67.355 


500.67.159 


500.68.101 


500.68.103 


S.F.  General,  Building  SO,  construct 
exit  stairway;  rehabilitation  ($11C.0 
previously  appropriated;  $37.0  rppro- 
priated  1958-69)  (CLAC-9) 

Venereal  Disease  Clinic,  relocation 
(Alteration  plans)  (CLAC-53) 

S.F.  General  Hospital,  Bldg.  200, 
remodel  elevator  (CIAC-20) 

Hassler,  enlarge  clinical  laboratory 
(CIAC-41) 

Hassler,  access  road  slide  correction 
($5.0  previously  appropriated)  (CIAC-8) 

Various  health  centers ,  install  burglar 
alarm  systems  (CIAC-44) 

Laguna  Honda ,  improve  laundry  hot 
water  system  ($4.0  appropriated  1968- 
69)  (CLZ\C-26) 


117.0 


10.0 


85.8 


14.5 


50.0 


7.5 


10.4 


112.5 


117.0 


10.0 


85.8 


14.5 


50.0 


7.5 


10.4 


P.I.N. 

PROJECT  DESCRIPTION 

1969-70 

1S70-71                    l£71-72  1972-73 
Cost  in   thousands   of  dollars 

1973-74 

TOTALS 

Departmeni:  of  Public  Health  -  continued 

500.58.104 

S.  F,  General,  emergency  and  udmitting 
area,  provide  X-ray  room  (CIi-".C-'C2) 

16.0 

16.0 

500.68. 106 

Hassler,  Ward  4,  provide  bed  pan 
hoppers  (CL^C-52) 

6.6 

6.6 

500,58.115 

S.  F.  General,  additional  temporary 
parking  (CI/\C-20A) 

25.0 

25.0 

LEGION  OF  HONOR 

• 

12.6 
29.0 

511.68.101 
511.3C.1C3 

Install  security  alarm  systeiA(CIAC-56) 

Exterior  &.  interior  lighting  improve- 
ments (CIAC-32) 

12.6 
2S.0 

521.67.101 
621.68.102 

M.  H.  de  YOUNG  MUSEUM 

Install  Period  Rooms  donated  by  Judge 
6:  Mrs.  Lucius  Green  (CIAC-2C) 

Parking  lot  improvement  (CIAC-2/-) 

250.0 
26.0 

250.0 
26.0 

PROJECT  DESCRIPTION 


PUBLIC  UBRARY 

631.67,101  Modernize  eight  branch  libraries 

(CIAC-33) 

RECREATION  AND  PARK  DEPARTMENT 

555,57,105  AUyne  property,  park  development 

(CIAC-34) 


556,68.102  Marina  Small  Craft  Harbor,  install 

harbor  entrance  lighting  (CIAC-35) 

655.58,113  Washington-Clay-Dsvis  Streets  Triangle, 

install  landscaping  (CIAC-47) 


*  To  be  financed  outside  the  1962-70  Budget 


53. 

1952-70  1970-71  1971-72  1972-73  1973-74 

Cost  in  thousands   of  dollars   TOTALS 

105,3  63.2  168.5 

85.0  85.0 

(75.0)  (75.0) 

(10. Go)  *  (10. Oo) 

12.0  12.0 

80.0  80.0 

(25.0)  (25.0) 

(55. Oo)*  (55. Oo) 


1969-70                 1970-71                    1971-72            1272-73  1973-74 
P.I,N,  PROJECT  DESCRIPTION  Cost  in  thousands  of  dollars  TOTALS 

DEPARTMENT  OF  PUBLIC  WORKS   -  Trafficways 

671. 68. IDS  Pacific  Ave.,  bet.  Lyon  St.  &  Presidio  Ave . , 

reconstmction  (portion  of  Project  670. 67.  120)      2S.C3  29  .9 

571  .68.110  Commercial  St. ,  bet.  Kearny  St.  &  Grant  50.7s  i>0.7 

Ave.,  also  Taylor  St.,  bet.  Green  &  Union 
Sts.,  raise  curb  height  6;  reconstruct  pave- 
ment (portion  of  Project  670.57.146) 

Montgomery  St. ,  bet.  Pacific  Ave.  6;  Broad-  26.2s 
way,  rcconstRiction  (portion  of  Project 


671.68.111 


670.67.147,  $44.3  appropriated  in  1967-68) 


671  .68.112  Holland  Court,  bet.  Howard  Sc.  &  northerly  16.4s 

terminus,  reconstruction  (Project  670.67  .  153) 

571  .68.113  Steiner  St. ,  bet.  Duboce  Ave.  6:  Waller  St. ,  60.0a 

reconstruction  (Project  670.57.149) 

671.68.114  Cherry  St. ,  bet.  Sacramento  f:  Clay  Sts. ,  22. le 

reconstruct  low  curb  &  gutter  (Project 

670. S7. 308) 

671.68.115  Forty-si:ctli  Ave.,  bet.  Sutro  Heights  &  Anza  25.5s 

St.,  reconstruction  (Project  570.57  .20  6) 

671  .68.117  Child  St.,  bet.  Greenwich  6:  Lombard  Sts . ,  15.1s 

reconstmct  temporary  pavement 


16.4 


60.0 


22.1 


26.5 
15.1 


P.I.N. 


671. S8. 118 


571. 68. lis 


671.58.UC 


671.68.122 


571.58.124 


671.58.125 


572,68.102 


S74.S8.105 


PROJECT  DESCRTPTTOTM 


1962-70 


Department  of  Public  Works      :  -  Trafflcways  (cont'd .) 

Beach  St.,  bet.  Scott  &  Divisadero  Sts,,  33.8s 
reconstruction 

Lcs  Palmos  Dr.,  bet.  Stanford  Heights  Ave.  13.0s 
&  a  point  120  ft.  easterly,  reconstruction 

Steiner  St.,  bet.  Union  &  Green  Sts.,  re-  32. Ss 

construction 

Waldo  Alley,  from  Leavenworth  St.  to  13.0s 
westerly  temiinus,  reconstruction 

Margaret  St. ,  bet.  Lakeview  Ave.  €.  Summit  38.3s 
St.,  reconstruction 


Grove  St.,  bet.  Gough  S  Leguna  Sts., 
reconstmction 

Northern  Waterfront  traffic  corridor,  bet.  Bay 
6:  Jefferson  Sts,,  install  signals  at  various 
intersections 

PROJECT  S72.68.10S  SHOULD  BE  COORDINATED 
WITH  THE  CIRCULATION  SECTION  OF  THE  FORTH- 
COMING NORTHERN  WATERFRONT  DEVELOPMENT 
PLAN 

Market  St.,  bet.  17th  &  Collingwood  Sts., 
landscape  triangular  island  in  roadway 


72.0s 
276.0s 


5.65 


1S70-71  1971-72  l?72-.73  1973-74 

Cost  in  thousands  of  dollars 


55. 

TOTALS 

33.8 
13.0 
32.9 
13.0 
38,3 
72.0 
278.0 


5,6 


574.SC.10S 


Department  of  Public  V/orks  -  Trafficways  (cont'd.) 

Third  St.,  bet".  Islais  Creek  Channel  6:  Jfemes 
Lick  Freeway V  also  Fifth  Gt.,  bet.  Bryant  &. 
O'Farrell  Cts. ,  also  Ceventh  Gt.,  bet.  Bryant 
&  McAllister  Gts. ,  plant  trees  in  sidewalk  areas 

PROjPECT  674.68. 106  SHOULD  RECEIVE  PREFERENTIAL 
CONSIDERATION  FOR  FUNDING 


163.0s 


1G3;0 


S74.SC.107 


Twelfth  Gt,  at  South  Van  Ness  Ave. ,  landscape 
triangular  traffic  island  S:  install  eutomatic 
irrigation  system  (Project  670  .67  .317) 


1 1 .  5h 


11.5 


575. S8. 101 


575. 5G. 102 


575. 5G. 103 


575.56.104 


575.68.105 


Broadway  Tunnel,  install  antenna  system  for 
automobile  radio  reception  (CIAC  noted  possible 
alternative  financing) 

Dixie  Alley,  bet.  Market  St.  &  Grand  View  Ave., 
replace  wooden  stairway  with  concrete  stairway 
(Project  570.67  .  12  6) 

Dixie  Alley,  west  of  Market  St.,  extend  concrete 
stairway  to  Corbett  Ave. (Project  670.57.127) 

Iron  Alley,  bet.  Corbett  Ave.  S.  Clayton  St.,  re- 
place wooden  stairway  with  concrete  stairway 
(Project  670.67.128) 

Crestmont  Dr. ,  west  of  Christopher  Dr. , 
construct  barrier  to  catch  rockfall  (Project 
670.67.162) 


8.0s 


0.0 


31.5s 


50.0s 


38.2s 


18. 2s 


31.5 


SCO 


38.2 


18.2 


I  P.I.N. 


1S5S-70 


PROJECT  DESCRIPTION 


1S70-71  1S71-72  1272-73  1973-74 

Cost  in  thousands  of  dollars 


57. 


TOTALS 


675. S8. Ill 


575.58.112 


675.68.116 


675.58.117 


675.58. lis 


5S5.S8.101 


Department  of  Public  V/orks  -  Trafficways  (cont'd.) 

DPW  Maintenance  Yard,  2323  Army  £'t.,  con- 
struct retaining  wall  at  south  property  line  for 
storage  of  sand  (Project  570.57  .  140) 

Mt,  Olympus  &.  Corona  Heights,  various 
locations.  Install  railings  on  open  stairways 

Green  St.,  bet.  Taylor  &.  Jones  Gts.,  re- 
construct concrete  retaining  wall  &.  stairway; 
extending  retaining  wall 

Lyon  St.,  bet.  Vallejo  St.  6.  Broadway,  install 
railings  on  open  stairway 

Parker  Ave.  at  Lone  Mountain,  reconstruct 
drainage  tunnel  ($7.0  appropriated  in  IS 67-58 
for  Project  670.57.142) 

BUREAU  OF  UGHT,  HEAT  AND  POWER 
(Public  Utilities  Commission) 

Acquire  site  at  15th  and  Harrison  Sts.  for 
storage  facility  (CIAC-4S)  (R63.52) 


62.5s 


22.5s 


35.5s 


7.0s 


SO.Os 


24.4 


52.5 

22.5 
35.5 


7.0 


SCO 


24. 4 


I 


5C 


P.I.N. 


1969-70  1C70-71  1S71-72 

PROJECT  DESCRIPTION  Cost  in  thousands  of  dollars 


1972-73 


1973-74 


MUNICIPAL  RAILWAY 


TOTALS 


736.68.101 


736.68.107 


Replace  450  motor  coaches 
($2,000.0  appropriated  for 
1S6G-6S) 

Elkton  Yard,  Carpenter  Shop, 
reconstruct  concrete  walls 


3,765.0 


24.0 


3,800.0 


2,835.0 


2,870.0 


2,905.0 


16,175.0 


24.0 


736.68.108 


736.68.109 


736.68.112 


Garage,  24th  St.  and  Utah,  office 

air  conditioning  system,  replacement  22.1 

Office  Building,  949  Presidio,  air 
conditioning  system,  replacement  9.6 

Garage,  24th  St.  and  Utah,  reroof 

office  and  storeroom  area  25.0 


22.1 


9.6 


25.0 


736.68.115 


Elkton  Shops,  foundry, 
rehabilitation 


6.0 


G.O 


736.68.116 


736.68.117 


Twin  Peaks  Tunnel  Station3, 
lighting  systems,  replacement 

Elkton  Shops,  boardwalk, 
reconstruction 


26.0 
18.0 


26.0 


18.0 


186S-70 


P.I.N.  PROJECT  DESCRIPTION 


MUNICIPAL  RAILWAY  (cont'd) 

737.68.101  Geary  and  Presidio,  film  storage  vault,  7.8 

new  construction  (CIAC-50) 

737.68.102  Mason  and  Washington  Power  House ,  7.6 

install  sump  pit  (CIAC-57) 

737.68.103  Washington  &  Mason  Carhouse,  concrete  16.0 

retaining  wall,  new  construction 

($14.7  previously  appropriated) 
(CIAC-48) 

737.68.105         Sunset  Tunnel,  East  Portal,  5,8 

install  fence  (CIAC-39) 

737.68.107         Outer  Mission  Substation,  install  fence  4.C 

(CIAC-40) 

737. 6b.  108         Turk  and  Fillmore  Substation,  install  fence  7.0 

(CIAC-4S) 

737.68.110         Various  locations,  landscaping  around  22.0 

buildings  and  structures  (CIAC-S2) 


7 

7.G 
16.0 

5.8 
4.3 
7.0 
22.0 


196£-70 


P. I.N.  PROJECT  DESCRIPTIOI-: 


WATER  DEPARTMENT 

746.68.111  VariouG  locations,  employee  cottages,  110, Or 

replacement  ($35.0  appropriated  for 

1S68-6S) 

746.68.112  Various  locations,  employee  cottages,  31. Or 

provide  sanitation,  roads  and  utilities 

($20.0  appropriated  for  ICSC-GC) 

746.60.115  LaGrande  and  Forest  Hill  Tan]:s,  22. Or 

rehabilitation 

746.68.116  Sunol  Headquarters,  Alameda  Co. ,  30. Or 

rehabilitation 

747.68.116         City  Distribution  Yard,  construct  30. Or 

storage  hopper 

747.61.119         Alamedc  Division,  provide  landscaping  5. Or 


31. 


1970-71                   1971-72            1972-73  1973-74 
Cost  in  thousands  of  dollars    TOTALS 


40. Or  40. Or  li30.0 


31.0 


22.0 


20. Or  20. Or  20. Or  '-iO.O 


30.0 


5.0 


HETCH  HETCHY  SYSTEM 


SI. 


P. I.N. 


PROJECT  DESCRIPTION 


1S6S-70  1S70-71  1971-72  1972-73 

Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


755.68.104         O'Shaughnessy  Dam,  Cottage  1, 

reconstniction 


15. Or 


15.0 


755.68.105  Moccasin  Yard,  install  truck  and 

car  washer 

755.68.106  Moccasin  Shops ,  replace  side  and 

roof  panels 

755.68.108        Cherry  Valley  Dam,  City  camp 

rehabilitation 


7.5r 


45. Or 


50. Or 


7.5 


45.0 


50.0 


PROJECTS  SCHEDULED  TO  BEGIN  IN  196S-70 


On  the  following  18  pages  are  all  projects  which  the  City 
Planning  Commission  recommended,  In  its  January  20,  19G8 
report,  be  included  in  the  lS;6S-70  schedule.      This  group 
is  divided  into  the  two-part  format  of  that  report:  projecta 
which  the  Commission  reviewed  for  the  first  time  during  its 
formulation  of  recommendations  for  the  lC;C8-69  through 
1873-74  program,  and  projects  which  had  been  previously 
reviewed . 

Projects  which  the  Commission  recommended  be  deferred  are 
listed  elsewhere  in  this  report. 


18  69-70  FISCAL  YEAR  -  COST  SUMMARY  OF  PROPOSED  BUDGETARY  ITEMS  SCHEDULED  TO 
BEGIN  IN  1S6S-70  AS  RECOMMENDED  BY  CITY  PLANNING  COMMISSION  JANUARY  20,  19  66 


63, 


1S6S-70 


1S70-71  1S71-72  1S72-73  1373-74  Budgetary 

Cost  in  thousands  of  dollars  Totals 


Budgetary  Sources; 


/.D  VALOREM  TAXES 


GAi::  TA}CES  AND  ROAD  FUNDS 


KEVENUES 


2,824.6 
5,502.3 
8,545.0 


1,015.8 
288.3 
l,:i2.0 


451.0 


203.5 


3,085.0 


118.2 


7.0 


2,450.0 


120.4 


200.0 


4,530.0 


G  .  09 1 . 1 


15,6S2.0 


ANNUAL  INCl^MENTS 


17,071.9 


3,315.1 


3,739.5 


2,655.2 


320.4 


27,  113.1 


P.I.N. 


PROJECT  DESCRIPTION 


196C-59             1969-70       1270-71            1971-72        1972-73  1973-74 
 Cost  in  thousands  of  dollars  TOTALS 


PROJECTS   PREVIOUSLY  REVIEWED 
FIRE  DEPARTMENT 

145.67.  112  Engine  Co.  42 ,  enlarge  kitchen  15.2  15.2 

145.67.  113  Engine  Co.  4S ,  enlarge  kitchen  9.4  '-1.4 


145.67.  114  Engine  Co.  25,  landscape  Maoonic  Avenue 

frontage 


161.67.115 


6.2  6.2 


145.07.  115  Various  firehouses,  install  automatic  over-  18.0 

head  doors 


le.o 


G  2 

145.67  .  123  Twin  Peaks  Reservoir,  access  road  and  parking  6.2 

area  paving 


POUCE  DEPARTMENT 

21.0 

Mission  Station,  install  air  conditioning  ^^'O 


DEPARTMENT  OF  SOCIAL  SERVICES 

14.4 

16S.67.102  585  Bush  St.,  third  floor,  install  partitions  l^-  ^ 


c   o  CO 


P.I.N.  PROJECT  DESCRIPTION 


Projects  Previously  Reviewed  -  continued 
DEPT.  OF  SOCIAL  SERVICES  -  Cont'd. 

169.67.104  150  Otis  St.,  first  floor,  convert  transcription 

room  into  si^c  offices 

170.67.101  Single  Men's  Rehabilitation  Center,  improve 

ventilation 

SHERIFF 

173,57  .  101  County  Jails  2  and  4,  install  automatic  fire 

sprinklers 

173.67.105  County  Jail  2,  remodel  visitor's  room 

173.67  .  lOe  County  Jail  1,  reconstruct  and  e:ctend  inter- 

com and  public  address  system 

ACADEMY  OF  SCIENCES 

213,57.104  Steinhart  Aquarium,  provide  storeroom  and  reptile 

quarantine  area 


C 


69-70        1970-71  1971-72        1S72-73  1973-74 

 Cost  in  thousands  of  dollars  TOTALS 


8.3 
14.5 

44.5 

12.7 
16.5 

32.6 


8.3 
14.5 

44.5 

12.7 
16.5 

32.6 


233. G7. 102 


1S50-GS 


PROJECT  DESCRIPTION 


1969-70        1S70-71  1971-72  1372-73 

C  o  St  in  t  h  o  us  a  nds  of  dollars 


1973-74 


Projects  Previously  Reviev/ed   -  continued 

DEPARTMENT  OF  ELECTRICITY 

Central  Radio  Facility,  underground  outdoor 
wiring 


47.0 


TOTALS 


47.0 


245.57.104 


REAL  ESTATE  DEPARTMENT 


Brooks  Hail,  enlarge  garbage  room 


6.3 


0.3 


PURCHASING  DEPARTMENT 

11.57.105  Central  Shops,  shed  areas,  install  compressed  air 

and  electric  facilities 


311.vS7.107 
311.67.108 

311.67.10S 


Central  Shops ,  modify  shop  entrances 

Central  Shops,  truck  repair  area,  replace 
portion  of  lighting  system 

Central  Shopj ,  main  shop,  install  toilet  and 
washroom  ventilation 


6.1 

13.8 
23.0 

7.0 


6.1 

13. B 
23.0 

7.0 


I 


J.I.N, 


PROJECT  DESCRIPTION 


1&6S-70 


1S70-71  1S71-72  l?72-73  1S73-74 
 Cost  in  thousands  of  dollars 


Projects   previously  Reviewed  -  continued 


67. 


TOTALS 


423,67.105 


DEPARTMENT  OF  PUBUC  V/ORKS  -  General  Office 

Maintenance  Yard,  232  3  Army  St.,  construct  2nd  265.2 

floor  addition  to  Administration  Building  ($14.0  (176.8) 
previously  appropriated)  (88.4s) 


265.2 


DEPARTMENT  OF  PUBUC  HEALTH 


500,67.111 
500.57.120 
500.67.125 


101  Grove,  modernize  two  elevators  67,5 

Laguna  Honda,  various  areas,  provide  ventilation  15.2 

Laguna  Honda,  Ward  Building  B,  alterations  481. G 
($42.0  previously  appropriated) 


57.5 


135.0 
15,2 
401. C 


P.I.N. 


19S&-5C 


PROJECT  DESCRIPTION 


1S69-70        1S70-71  1971-72  1S72-73 

Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


Projects   Previously  Roviewed   -  continued 


500.67.128 


DEPT.  OF  PUBUC  HEALTH  -  Cont'd. 


S.  F.  General,  acquire  eleven  parcels  of  land 


68.2 


6C.2 


60.2 


6C.2 


68.2 


341.0 


611.67 .103 
611.67.105 


LEGION  OF  HONOR 

Remodel  receptionist  area 

Restoration  of  Gallery  10  ($5.0  previously 
appropriated) 


6.0 
31.5 


t.O 
31 .5 


551 .67.108 


351.67.111 


RECREATION  .'^ND  PARK  DEPARTl  iENT 

Bernal  Heicjhts  Playground,  replace  retaining  wall 
($22.0  previously  appropriated) 

Union  Square,  replace  irrigation  system  ($2.0 
previously  appropriated) 


86.3 


37.5 


06.3 


37.5 


P.I.N 


PROJECT  DESCRIPTION 


1S5S-70  1S70-71  1S71-72        1^72-73  1S73-74 
 Cost  in  thousands  of  dollars  TOTALS 


656. 67. lis 

55S.S7.1S;l 

556.67.205 

555.67.506 
556. 67. SOS 
556.57.513 


Projects   Previously  Reviewed  -  continued 

FECREATION  AND  PARK  DEPT.  -  Cont'd. 

Golden  Gate  Park,  Music  Concourse  Area, 
rehabilitation 

Chinese  Recreation  Center,  construct  second 
floor  addition 

Tunnel  Top  Playground,  development  ($1.0  previously 
appropriated) 

Golden  Gate  Park,  Riding  Academy,  provide  roof, 
install  lighting 

Bernal  Hill,  develop  park 

Fort  Funston,  park  development 

Mission  Playground,  construct  recreational  build- 
ing (plans) 


552.57.104  Camp  Mather,  boys' dormitory,  replacement 


110.0 
2.1 

134.0 

5.0 

120.0 
16.0 
10.0 

c  c  n 


220.0 


65.0 


121.5 


174.0 


220.0 


550.0 

67.1 
134.0 

126.5 

120.0 
190.0 
10.0 

S9.0 


Projects  Previously  Reviewed 


-  continued 


DEPARTMENT  OF  PUBLIC  V/ORKS-  Trafficways 

FoersterCt.,  bet.  Mangels  <S.  JudsonAves.,  lS2.4g 
narrow  sidewalks  from  15  ft.  to  10  ft, 
(Project  570.57.  15  3) 

Gough  Ct.^  bet.  Lombard  &  California  Sts,,  nar-  14.Gcj 
row  sidewalks  from  15  ft.  to  10  it.  ($7.3  appro- 
priated in  IC 67-68  for  Project  57  0.57.  155) 

Fourth  -t.,  grade  separation  at  railroad  crossing,  1,?50.C 
construct  overpass  bet.  Brannan  6:  Berry  Cts.,  (520, Og) 

Project  670.57.201,  $40.0  previously  eppropriated)  (1 , 340.Co) 

Laguna  Honda  Blvd.  widening,  bet.  7th  c  2, £8 1,7 

V/oodside  Aves.,  construct  4-lane  divided  roadway  (l,OOC,Og) 
($267,1  previously  p-ppropriated ,  including  $237  .1  (l,£'C1.7e) 
in  lSo7-6G  for  Project  570.57.115) 


*  To  be  financed  outside  the  195L-70  Budget 


1S2.4 


23C.4g 


253.4 


l.CSO.O 
(G2C.0) 
(1,3<C.0)  * 

2/C1.7 


pi 


p. I.N. 


1£6C-S£ 


PROJECT  DESCRIPTION 


ie6S-70        1970-71  1971-72  1G72-73 

Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


G70.6G.209 


Projects  Previously  Reviewed   -  continued 

DEPT.  OF  PUBUC  WORKS  -  Trafficways  -  cont'd. 

Larkin  St.,  bet.  Celifomia  c.  Lombard  Sts., 

narrow  sidewalks  from  15  ft.  to  11  ft.  (Project  670,67.303) 


22.2  247.9 
(16. 7e)  (lG5.9e) 
(5.5s)  (G2.0s) 


270.1 


G70.6C.211 


671.5£.202 


571. 6C. 203 


671.58.204 


171. G8. 205 


571.60.207 


571.68.208 


Grand  View  Ave. ,  bet.  24th  &.  Clipper  Sts., 
narrow  sidewalks  from  22  ft.  to  15  ft.  L  from  15 
ft.  to  2  ft.  (R57.60) 

Grove  St.,  bet.  Fillmore  &  y/cbGtor  Sts . ,  raise  curb 
height  &  reconstruct  pavement  (portion  of  Project 
570.67.145,  $31.2  appropriated  in  1C67-68) 

Berry  St.,  bee.  De  Haro  &  3rd  StG.,  reconstruction 
(Project  670.57.207) 

DeHaro  St.,  bet.  King  S.-  Berry  -tc,  reconstruction 
(Project  670.57.212) 

Fifteenth  fJt.,  bet.  Noc  6:  Mcrket  St..  recon- 
struction (Project  670.57.  14C) 

Columbus  Ave.,  bet.  Broadway  6:  Pacific  Ave . ,  re- 
construction (Project  670.67.310) 

Pennsylvania  Ave.,  bet.  18th  &.  22nd  Sts.,  recon- 
strucUon  (Project  670.67.209) 


4.5s 


40.6s 


4b. 1 


32.7s 


385 .5e 


19. 6g 


42.9s 


50  .5e 


175.5s 


32.7 


305.5 


IS. 6 


42.9 


50.5 


175.5 


PJ.N 


PROJECT  DESCRIPTION 


1S5C-3C 


Projects  Previously  Reviewed  -  continued 
DEPT.  OF  PUBLIC  WORKS  -  Trafficv/ays  -  Cont'd. 

671  .68,209  Division  3t. ,  bet.  Kansas  &  DellaroSt.,  recon- 

struction (Project  670  .67.211) 

672  .3C.2C3  Third  St.,  bet.  16th  St.  &  Jcmestown  Ave . ,  install 

center  island  indicators  and  replace  obsolete  signal 
wiring  (Project  670.67  .214) 

672  .58.204  Various  locations,  modify  pedestrian  traffic  signals 

(Project  670.57.150) 

574.58.202  Bayshorc  Blvd.,  south  of  Amy  St.,  landscape  center 

island  6:  install  automatic  irrigation  system 
(Project  670.57.  170) 

674.58.203  Eight  St.,  bet.  Bryant  €:  Brannan  Sts.,  landscape 

center  island  &  install  automatic  irrigation  system 
(Project  670.57.171) 

C74.SC.205  San  Jose  Ave.,  west  slope,  bet.  Randall  St.  &  High- 

land Ave. ,  install  irrigation  system  for  planting 
(R66.61  6.  Project  670.67.164) 


674  68  207    A         Division  St.,  near  10th  St.,  l^^^-^^^ff/^.^'^/^f^^^^ 

•     •  &  install  automatic  irrigation  system  (Project  670.67.315) 


1869-70        1970-71  1971-72       1972-73  1973-74 

 Cost  in  thousands  of  dollars  TOTALS 


28. 9e  20.9 

216. Oe  216.0 

86.5s           90.0s               93.5s          97.0s  3r.7.0 

2C.5e  '^0.5 

16.5s 

o  o  S2.2 
52  .2s 


P.I.N. 


PROJECT  DESCRIPTION 


1S6S-70 


574. SC. 207 


574. GC. 20b 


574. oC. 210 


37^:. SC. 212 


3  / 1> .  S  C  •  2  0  3 


72/. SC. 201 


Projects   Previously  Reviewed  -  continued 

DEPT.  OF  PUBLIC  WORKC  -  Trafficways  Cont'd. 

Division  ot.,  near  10th  Lt,,  landscape  center  S.On  * 

island  <S:  install  automatic  irrigation  system 
(Project  570. S7. 315) 

Geary  Sc.,  bet.  Ven  Ness  &.  Grant  Aves.,  plant  34, 5n  * 

trees  in  sidewalk  areas  (Project  570.57.219) 

Tenth  Ct.,  bet.  Mc-rket  Ct.  &.  Potrero  .^.ve . ,  plant  S3. On* 

trees  in  sidewalk  areas  (Project  570.  37. 502) 

McCoppin  ,C't.,  at  Market  St.,  landsc^ipe  center  2.03 
island  (Project  570.57  .2250 

Telegraph  Plill,  east  slope,  remove  loose  rock  10,0 3 

from  streets;  construct  protective  barriers 
(Project  670,57.141) 

INTERNATIONAL  AIRPORT 

Piers  and  concourses,  modifications  ($l,i^3C.C  £00. Or 

previously  appropriated;  $C, 400.0  from  approved 
bond;  total  cost,  $10,730.0) 


727.58.202 


Landing  field,  extension  of  taxiways  &  terminal 
apron  ($7C0,0  previously  appropriated,  $1,S5C.0 
from  approved  bond,  total  cost,  $4,680.0) 


1,150. Or 


*  Included  in  Schedule  of  Proposed  Bond  Issues 


S.O 

54.5 
63.0 
2.0 

110.03  110. Os  230.0 


1,000. Or 


eoo»o 

2,150,0 


V4. 


727.68.204 


1S5C-6S 


PROJECT  DESCRIPTION 


1969-70        1970-71  1971-72  1S72-73 

Cost  in  thousands  of  dollai-s 


1973-74 


Projects   Previously  Reviewed   -  continued 

INTERNATIONAL  AIRPORT  -  Cont'd. 

Landing  field,  improvements  to  accommo- 
date larger  aircraft 


1  ,000. Or 


1,500. Or 


TOTALS 


2,500.0 


736.68.102 


7:5.58.113 


737.68.201 


MUNICIPAL  PvAILWAY 

Judah  St.,  30th  to  42nd  Aves. ,  track  t3- 
conscruction  and  repair  ($800.0  previously 
appropriaiied) 

Geary  Carhouse,  lower  roof  areas,  recon- 
struction 

Geneva  Carhouse ,  install  fire  protection 
system 


400.0 


118.0 


74.9 


3.0 


400.0 


2  1 J  .0 


74.0 


745.68.201  > 
746.58.203 


WATER  DEPARTMENT 

Various  locations,  misc.  reconstruction  &  replacement 
Bay  Division  Pipelines  1  and  2,  e:aerior  rehabilitation 


100. Or 


105. Or 


100. Or 


107. Or 


100. Or 


100. Or 


100. Or  500.0 
212.0 


P.I.N. 


747.68.204 

747. S8. 205 

747.68.206 

747.58.208 
747.S8,20£ 


161.58.103 


173.58,102 


186.58.101 


PROJECT  DESCRIPTIQM 


1S5S-70 


Projects   Previously  Reviewed  -  continued 


WATER  DEPARTMENT  -  cont'd . 

Alameda  East  Portal,  construct  chlorination 
and  dechlorination  plant 


110. Or 


Can  Andreas  Pipeline  3,  construct  new  pipe-  1,500, Or 

line  to  county  line  ($70.0  previously  appropriated) 


Bernal  Heights,  construct  new  tank  (site 
undetermined) 

Various  City  reservoirs,  modifications 

Various  locations,  misc.  minor  capital 
improvements 

PROJECTS   REVIEvVED  ie6e-5£ 
POLICE  BEP.-RTMENT 

Taraval  Station,  provide  eight  additional  parking 
spaces 

SHERIFF 

County  Jail  2,  alter  employees  change  room 
and  washroom 

JUVENILE  COURT 

Youth  Guidance  .Center,  constmct  garage  for 
ten  city-owned  vehicles 


120. Or 

250. Or 
100. Or 


S.8 


7.6 


33.0 


1S70-71  1S71-72  1972-73  1S73-74 
 Cost  in  thousands  of  dollars 


250. Or 


100. Or 


250. Or 


100. Or 


250. Or 
100. Or 


100. Or 


75. 


TOTALS 


100.0 

1,600.0 

120.0 

1,000.0 
500.0 


9,0 


7.6 


33.0 


1SSC-5S 

P.I.N.  PROJECT  DESCRIPTION  


Projects   Reviewed   1250-39       -  Continued 

DEPARTMENT  OF  PUBLIC  HEALTH 

500.68.107  Hassler,  various  wards,  provide  nurses  stations 

500  .58.108  Hassler,  various  wards,  install  ventilation 

systems 

500.68.  lOS  Laguna  Plonda,  install  therapy  pool  water 

filter 


PUBLIC  UBR-^.RY 

631.6t.lCl  Main  Library,  Periodical  Reading  Room,  install 

air  conditioning 


RECREATION  AND  PARI;  DEPARTMENT 


651.68.103    A        V.arious  golf  courses,  resurface  parking  lots 


75. 

1969-70        1970-71  1971-72        1972-73  1973-74 

 Cost  in  thousands  of  dollvirs   T O TAL S 


61.3 
29.0 

8.0 


61.3 
29.0 

B.O 


25.0 


25.0 


37.0 


37.0 


.    o  I-  ~  J  b 


P.I.N. 


PROJECT  DESCRIPTION 


1S59-70        1S70-71  1971-72  l?72-73 

Cost  in  thousands  of  dollars 


1973-74 


TOTALS 


551.6C.104 
556.68.107 

555.60.110 


Projects   Reviewed   1S5C-5S    -  continued 

RECREATION  AND  PARK  DEPT.  -  Cont'd. 

Phelan  Beach,  reconstruct  retaining  wall 

Golden  Gate  Parle ,  provide  maintenance 
yard  carport 

Palace  of  Fine  Arts,  provide  landscaping, 
area  lighting 


43.4 


6.0 


180.0 


iS.S 


51.0 


110.0 


47  .8 


50.0 


115.0 


52.2 


239  .0 
57.0 

405  .0 


G70  .68.201 


DEPARTMENT  OF  PUBLIC  WORICC  -  Trafficways 

Harney  Way,  vie.  of  Jamestown  Ave.,  con- 
struct pedestrian  overpass 


7.0g 


75. Og 


CS.O 


.  Projects   Reviewed   1S68-SS   -  continued 


DEPT.  OF  PUBLIC  V/ORKo  -  Trafficways  Cont'd. 

57  1.o£.201  San  Bruno  Ave.,  bet.  Alernany  Blvd.  C  .Arleta  Ave.,  HC.Og 

also  Gough  £t.,  bet.  Market  &  V/ashington  Cts., 
also  Cough  St.  bet.  Jackson  &  Lombard  its.,  resur- 
face street  areas  in  Select  System 

S71.5&.205  Henry  St.,  bet.  Noe  &  Sanchez  Sts . ,  reconstruc-  35.1s 

tion  (increase  in  scope  for  Project  570  .57  .  152) 

S72.SC.2C1  SutterSt.,  Gough  St.  to  Presidio  Ave  .,  install  207  . Oe 

signals  along  public  transit  route 

572  .  GS.  2  02  Golden  Gateway  6:  Jcckson  Square,  install  signals  C5.0 

at  various  intersections  (51.  5g) 

(34.4s) 

574.6C.20?.  New  Conservation  Areas,  install  streetside  land-         2C0.0n  * 

scaping  &  plant  street  trees  in  areas  to  be  desic,- 
nated  for  conservation  measures  (Project  574.  58.201 
will  Qualify  for  credits  in  the  approved  FACE  program) 

574. SC. 204  Arlington  St. ,  east  side,  bet.  Highland  <S:  Richland         13. Gs 

Aves.,  install  streetside  landscaping  &  irrigation 
system 

574. 5C. 2 11  Neighborhood  Centers,  various  locations,  install         200. On  * 

streetside  landscaping  6;  plant  trees  in  commercial 
areas  &  in  front  of  public  bldgs.  in  residential  areas 


*  Included  in  schedule  of  proposed  bond  issues 


143.0 


35.1 

207.0 
l-G.O 

200. On  *  200. On*  200. On*  200.0n  *     1  ,000.0  * 


16.0 


200. On  *  200. On  *  200. On  *  200. On  *  1,000.0* 


P.I.N. 


PROJECT  DESCRIPTION 


lS5^-70 


1S70-71  1S71-72  1972-73  1973-74 
 Cost  in  thousands  of  dollars  TOTALS 


Projects   Reviewed    1968-5£    -  continued 


675.68.201 


575.50,202 


575.50.505 


EEPT.  OF  PUBLIC  WORllS-Trafficways  -  Cont'd. 

Golden  Gate  Heights,  various  streets,  install 
rciilings  on  open  stairways 

Fourth  St.  Bridge,  4th     Channel  Cts . ,  recon- 
struct trusses 

Fair  Ave.,  bet.  Coleridge  St.  &  Prospect  Ave. , 
install  railings  on  open  stairway 


27.2s 


35. 5g 


5.0s 


27.2 


35.5 


5.0 


727.60.203 


INTERNATIONAL  AIRPORT 

Eevelopment  of  airport-owned  property 
west  of  Bayshore  Freeway 


3, 000. Or 


2, 000. Or 


5,000.0 


745.  G8. 202 


^/VATER  DEPARTMENT 

Various  City  reservoirs,  rehabilitate 


310. Or 


355. Or 


135. Or 


COO.O 


CO. 


PROJECTS  DEFERRED  FROM  1968-69  SCHEDULES 

Upon  its  review  of  the  1968-69  schedules,  the  Capitol  Improvement 
Advisory  Committee  recommended  that  the  budgetary  items  on  the 
four  following  pages  be  deferred  to  IS 69-70.  They  are  herewith 
recommended  as  part  of  the  1S69-70  schedules. 


Buc'getery  Sources: 


1^  52-70  FISCAL  YEAR  -  COST  SUMMARY  OF 
PROPOSED  BUDGETARY  ITEMS  FOR  1S68-6S 
RECOMMENDED  BYC.I.A.C.  FOR  FUNDING 
TO   BEGIN  IN  1962-70 


81. 


U3£-S:. 


U 52-70 


1270-71  1S71-72  1272-73 

Cost  in  thousands  of  doll a  r  s 


i:7?-74 


Budoetaiy 
_>.Igtal.s 


AD  VALC^REM  TAXES 


GAS  TA>:ES  and  ROAD  FUNDS 


REVENUES 


257.2* 

27.0 
67C.0 


155.9 


14.0 


10.0 


10.0  1,147.1 


27.0 


678.0 


ANNUAL  INCREMENTS 


1, SS2.2 


155.2 


14.0 


10.0 


10.0  1,L'52.1 


*Entry  Includes  provision  for  plans  as  a  preliminary  to  the  bond  issue  proposal  for  $20,000.0  in  1270  for 
constructing  a  Civic  Center  Building  and  a  Heating  and  Cooling  Plant  (Project  423.57.103). 


PROJECTS  REQUESTED  FOR  FUNDING  IN  19S6-6S  BUDGET 
WHICH  CIAC  RECOMMENDED  BE  DEFERRED  TO  12  69-70 


82. 


P.I.N. 


PROJECT  DESCRIPTION 


FIRE  DEPARTMENT 


1S5S-70 


1C70-71            1371-72            l?72-73            1973-74  Project 
Cost  in  thousands  of  dollars  Totals 


145.57.120 


Verious  locations,  install  misc.  fire  protection 
facilities  ($10.0  previously  appropriated) 


10.0 


10.0 


10.0 


10.0 


10.0 


50.0 


SHERIFF 

173.57  .  123         County  Jail  2,  construct  two  new  classrooms 

($5.0  previously  appropriated) 


5.0 


.6.0 


1C6.57.102 


187. S7. 101 


1G7.57.105 


423.57.103 


JUVENILE  COURT 

Youth  Guidance  Center,  enclose  access  to 
dependency  cottage;  install  elevator 

Log  Cabin  Ranch,  construct  roof  over  concrete 
walks 

Log  Cabin  Ranch,  construct  equipment  storage 
building 

DEPARTMENT  OF  PUBUC  v/ORKS -GENERAL  OFFICE 

Civic  Center  Building  and  a  Keating  6:  CooUng 
Plant,  new  construction  incorporating  Project 
423.58.105  (site  undetermined) 

*  Included  in  schedule  of  Proposed  Bond  Issues 


9.5 


12.? 


40.6 


cc  c 


255.0  30, 000. On* 


12.9 


40.8 


30,255.0 
(30, 000. On)* 
(255.0) 


PROJECTS  REQUESTED  FOR  FUNDING  IN  19Se-6S  BUDGET  83, 
WHICH  CIAC  RECOMMENDED  BE  DEFERRED  TO  1S6S-70 

lSSS-70            1S70-71            ir71-72            1S72-73            1S73-74  Project 
p .I,N.  PROJECT  DiESCRIPTION  Cost  in  thousands  of  dollars  Totals 


DEPARTMENT  OF  PUBUC  HEALTH 


500. S7. 112         Central  Emergency,  provide  radio  dispatch  37.0  37  .0 

rcom  and  communications  center  ' 

500  . 6G. 114         L£>guna  Honda ,  reconstruct  meat  refrigerator  box  13.0  j 

RECREATION  AND  PARK  DEPARTMENT 

651.57.105         Candlestick  Park  .'tadium,  miscellaneous  recon-  145.0  45.0  4.0  195.0 

struction  and  replacement  ($36.3  previously 
appropriated) 

200.0 

S56. 58.104        Golden  Gate  Park,  construct  new  rose  house  200.0 

($4.0  previously  appropriated) 

DEPARTMENT  OF  PUBLIC  WORKS -TRAFFIC WAYS 

2  7  .0 

670  GC  112         Folsom  St.,  from  southerly  terminus  south  of  Crescent  27.0s 

Ave.  to  Alemany  Blvd. ,  acquire  right-of-way  for  subse- 
quent development  of  through  street 


PROJECTS  REQUESTED  FOR  FUNDING  IN  IS  68-59  BUDGET 
WHICH  CIAC  RECOMMENDED  BE  DEFERRED  TO  1SS9-70 


84 


1959-70 


P.I.N. 


727.68.107 


73S.68.10S 

73S.S8.114 
735.58.118 
737.68.109 


PROJECT  DESCRIPTION 


INTERNATIONAL  AIRPORT 

V/cste  Treatment  facilities,  expand  existing 
treatment  plant  ($3,000.0  from  approved  bond; 
total  cost,  $3,S78.0)  (CIAC  noted  possible  changes 
in  scope  of  project,  cost  and  method  of  financing) 

MUNICIPAL  R/^.ILWAY 

Geneva  Cerhouse,  install  street  car  washing 
facilities 

Turk  and  Fillmore,  welding  shed,  new  construction 

Various  locations,  waiting  shelters,  replacement 

Various  locations,  construct  additional  waiting 
shelters  (CIAC  suggests  possible  bond  financing 
for  tills  project) 


678. Or 


75.0 

25.0 
53.0 
24.0 


1970-71  1971-72  1972-73  1973-74  Project 

Cost  in  thousands  of  dollars  Totals 


678.0 


75.0 

26.0 
53.0 
24.0 


PROJECTS  SCHEDULED  FOR  FINANCING 
FROM  SOURCES  OUTSIDE  THE  10  6S-70 
BUDGET  AND  APPROPRIATION  ORDINANCE 


PROJECTS  SCHEDULED  FOR  FINANCING  OUTSIDE  THE  19  52-70  BUDGET 


The  following  table  summarizes,  in  thousands  of  dollars,  aggregate  project  costs  for  construction 
which  the  listed  operating  departments  have  scheduled  to  begin  in  li 69-70  with  financing  to  be 
provided  from  sources  outside  the  lbS£-70  budget  end  appropriation  ordinance. 


Department 


Academy  of  Sciences 
Department  of  Public  Works 


-  General  Office 


-  Sanitation 


-  Trafficways 


Funding 
1^5^-70 


$      312. 0(o) 


1,500. 0(b) 
74.0(b) 
l,340.0(o) 


Department 
Recreation  £  Park  Department 


Water  Department 


Hetch  Hetchy  System 

Total  Scheduled 

for  1£  69-70 


Funding 
1969-70 

65.0(o) 

11,800.0 

(3,800.Uo) 
(b, 000. Ob) 

1,000.01b) 


$  16,091.0 
(5, 517. Go) 
(10,574.0b) 


P  .I.N, 


PROJECT  DECCRIPTIOTI 


213.67. lis 


423.58.103 


ACADEMY  OF  CCIENCES 

Hall  of  Science,  provide  additional  laboratory 
and  office  space 

DEPARTMENT  OF  PUBLIC  V/ORKS -General  Office 

North  and  West  Shorelines  of  City,  provide  storm 
flow  pollution  control  facilities  (sites  undetermined) 
(CIAC-5) 

DEPARTMENT  OF  PUBLIC  WORKS -Sanitation 


42 5. 67.301 

425.67.302 

425.57.303 
425.57.307 


Ocean  Ave.  Sewer,  San  Jose  to  Cayuga,  increase 
capacity 

Lincoln  Way  Auxiliary  Sewer,  7th  to  14th  Aves. , 
increase  capacity 

Army-Indiana-Marin  Sts.  Sewer,  new  construction 
Cayuga  Ave.  Auxiliary  Sewer,  construct  Contract  V 


*  To  be  included  in  l£5£-70  or  1S72-73  budget  requests 
**  Included  in  schedule  of  Proposed  Bond  Issues 


312. Go 


312.0 


1,500.0 

(100.0)  * 
(1,500.0b) 


20,100.0 

(100.0)* 
(20, 000. On)** 


21,700.0 

(200.0)* 
(1,500.0) 
(20,000.(1)* 


9.0b 


25.0b 


207.0b 
475.0b 


216.0 


500.0 


20.0b 
20.0b 


350.0b 
310.0b 


370.0 
330.0 


88. 


P.I.N. 


555.67.105 


S5S.68.113 


PROJECT  DESCRIPTION 


Scheduled       1270-71       1971-72  1972-73         1973-74  Project 

1S5S-70  Cost  In  thousands  of  dollars  Totals 


RECREATION  AND  PARK  DEPARTMENT 


Allyne  property,  park  development(CIAC-34) 


Washington-Clay-Davis  Streets  Triangle, 
install  landscaping  (CIAC-47) 


&5.0 
(75.0)* 
(10. Oo) 

60. 0 
(25.0)* 
(55. Oo) 


85.0 
(75.0)* 
(10.0) 

co.o 

(25.0)* 
(55.0) 


570.68.205 


745,58.205 


747.58.201 


DEPARTMENT  OF  PUBLIC  V/ORKS-Trafficways 

Fourth  St.,  grade  separation  at  railroad  crossing, 
construct  overpass  bet,  Brannan  6;  Berry  Sts., 
(Project  670.57.201,  $40.0  previously  appropriated) 

WATER  DEPARTMENT 

Alameda  and  Peninsula  Division  Headquarters, 
construct  new  buildings 

Balboa  Reservoir,  South  Basin,  construct  reinforced 
concrete  lining  and  roof 

Note:   On  January  24,  1£S7,  the  Board  of  EducaUon 
endorsed  in  principle  the  sharing  of  costs  for 
Project  747.56.201  to  the  extent  of  the  additional 
expenditure  for  structural  design  to  accommodate 
off-street  parking  on  the  roof  of  Balboa  Reservoir 
for  the  benefit  of  City  College. 


1,?50.0 

(620.  Og)* 
(1,340. Co) 


2,300.0o 
3,000.0b 


1,^60.0 

(620.0)* 
(1,340.0) 


2^300. 0 

3,000.0 


*  To  be  included  in  IS 69 -70  budget  requests 


P.I.N.  . 

PROJECT  DESCRIPTION 

1SS9-70 

i^/u-/i          1971-72             lb/Z-/3  1S73-74 
Cost  in  thousands  of  dollars 

Project 
Totals 

WATER  DEPARTMENT  -  continued 

747.68.203 

Various  locetions,  install  central  control  system 
($300.0  previously  appropriated) 

l,500.Go 

1,500.0 

747.68.207 

Bay  Division  Pipeline  4,  construct  Section  C 
HETCH  HETCHY  SYSTEM 

5,000.0b 

5,000.0 

755.67.301 

Red  Mountain  Bar  Siphon,  modify  siphon  and 

w  Q  o  Lew  ay 

1,000.0b 

1,000.0 

PROJECTS  RECOMMENDED  FOR  INDEFINITE  POCJTPONEMENT 


The  22  projectG  listed  on  the  four  following  pages  received  a  general 
priority  rating  of  "D"    for  deferrable  in  the  City  Planning  Commiselon's 
report  of  January  20,  1S6C.  The  first  13  projects  were  scheduled  to 
begin  in  1C5G-5S,  the  remainder  in  lSSS-70.  Tlie  CIAC  also  recom- 
mends that  these  projects  be  held  in  abeyance.  A  proposal  of  Intrinsic 
merit  that  conforms  to  the  Master  Plan  may  be  recommended  for  post- 
ponement pending  the  completion  of  studies  or  other  projects. 


P.I.N. 


117.67.101 


155.57.  102 


']■/:  .37.101 


17£  .3C.101 


.  /  L .£c.l02 


1.57.101 
:  1.37. 102 


2 ■ .57. IOC 


PROJECT  DECCPJPTION 


THE  CITY  PLAlTlTIiTG  COl/il/ilCSIOn  KAo  PJiCOMIyiEliDED  THAT 

THE  rOLLO.niTG  PRGJECTC  BE  DEFERRED:       (Previously  Scheduled  to  Begin  in  1S66-5S) 

1S68-69  ir3C-70  K70-71  1^7  1-72  ir72-7: 

 C  0  3  c  in  L  K  Q  u  J  a  n  d  s  o :  dollar-. 


1C73-74 


CITY  ATTORNEY 

City  Hall,  install  library     office  ventilation 
MUNICIPAL  COURT 

City  licll,  various  courtrooms  &  chambers, 
renovate 

CUPERIOR  COURT 

City  Plall,  various  courtrooms,  install  air 
conditionincj 

City  liall,  various  courtrooms,  remodel 

City  Plall,  Judges  Chambers,  install  air 
conditioning 

TA5C  COLLECTOR 

City  Hall,  install  ventilation  system 

City  Hall,  replace  licjhtinc  fi:ccurej  &.  wiring 

DEPARTMENT  OF  PUBLIC  V/ORICG -GENERAL  OFFICE 

City  Plell,  Bureau  of  Engineering,  install 
ventilation 


34.0 


20.3 


175. C 

4£.0 
17.0 


14.0 
20.0 


£.0 


22.1 


23.2 


24.5 


25.6 


25. C 


£1. 


TOTATiJ 


34.0 


143.1 


175.0 

49.0 

17. n 


14.0 

20.0 


9.0 


P.I.N. 


PROJECT  DECCRIPTION 


THE  CITY  PLANNING  COMMISSION  HAS  RECOMMENDED  THAT 

TPIE  FOLLaWING  PROJECTS  BE  DEFERPJID:   (Previously  Scheduled  to  Begin  in  ICSC-SS) 

ISSG-SC          l£5£-70  1C70-71  l£71-72  1272-73 
 Cost  in  thousands  of  dollars 


1S73-74 


-Totals. 


574  .  5C. lie 


574  .  5C. Ill 


,574.  3C. 112 


574.58.113 


DEPT.  OF  PUBLIC  WORI^S-TPJ^FFICV/AYS 

Sixteenth  St.,  bet.  Potrero  Ave.  L-.  Bryant  St., 
install  streetside  landscaping  c;  benches,  plant 
trees  in  conjunction  V7ith  the  sidewalk  narrow- 
ing proposal  in  Project  57C.5C.111 

Clarendon  Ave,,  between  7th  Ave.  c;  Tvvin  Peaks 
Blvd.,  plant  trees  in  sidewalk  areas  (Project 
570.67.  155) 

■V\/'ashington  St.  Cable  Car  route,  bet.  Hyde 
6:  Powell  Sts.,  plant  trees  in  sidewalk  areas 
(Project  570.57.221) 

Taylor  St.,  bet.  Bay  &  Jefferson  Sts . ,  install 
planter  boxes  in  sidewalk  areas  (Project 
570.57.222) 


12.0s 


75.03 


c:     C  n 


12.0 


76.0 


33.5 


"5.5 


737. SC. Ill 


MUNICIPAL  Pv^.ILvVAY 

Various  locations,  indent  sidewalks  for  bus  stops 


18.0 


50. 0 


30.0 


50.0 


ILC.O 


P.I.N, 


PROJECT  DESCRIPTION 


THE  CITY  PU^.NNING  COMMISSION  RP.Z  PJICOMMENDED  THAT 

THE  FOLLOWING  PROJECTS  BE  DEFERRED:   (Previously  Scheduled  to  Begin  in  l?5S-70) 

196&-70          1970-71          1971-72         1972-73  1973-74 
  Cost  in  thousands  of  dollars  TQTAI5  - 


570. SS. 202 


370. SC. 207 


570. 5G, 208 


S7C.6G.210 


571.58.210 


S74.SG.206 


374. S8. 209 


DEPARTMENT  OF  PUBLIC  V\AORKS-TRAFFICV/AYS 

Oakdale  Ave,,  bet.  Newhall  &.  Lane  Sts.,  narrow 
sidewalks  from  16  feet  to  10  feet  ($5.7  appropriated 
in  1D57-58  for  Project  570.57.157) 

Palou  Ave.,  bet,  Newhall  &  Lane  Sts.,  narrow  side- 
walks from  15  feet  &  12  feet  to  10  feet 
(Project  570.57.158) 

Beach  St.,  bet.  Polk  &.  Larkin  Sts.,  narrow  sidewalks 
from  15  feet  to  12  feet  to  £  feet,  also  Beach  St.,  bet. 
Larkin  and  Hyde  Sts.,  reconstruct  pavement  (increase 
in  scope  of  Project  570.57.205) 

Divisadero  St.,  bet.  California  -waller  Sts . ,  remove 
center  island  6.  relocate  street  lighting  faciliUes 

North  Point  St.,  bet.  Columbus  Ave.  S.  The  Embarca- 
dero,  reconstaiction 

Broadway,  bet.  Van  Ness  Ave.  S  Lyon  St.  ,  plant  trees 
in  sidewalk  areas  (Project  570.57.223) 

Sacramento  St.,  bet.  Presidio  Ave.  S.  Arguello  Blvd . , 
plant  trees  in  sidewalk  areas  (Project  o70.o7.o20) 


64. 2g 


72.0s 


88  •  Os 


15. 5e 


290. 3s 


C2 .  Sn 


49. 5n 


184.4e 


64.2 


72.0 


CC.O 


1CL.9 
2L0.3 
62.5 
49.5 


P.I.N. 


PROJECT  DECCRIPTION 


TPIE  CITY  PLANNING  COMMISSION  HAS  RECOMMENDED  THAT 

T?IE  FOLLCvVING  PROJECTS  BE  DEFERRED:   (Previously  Scheduled  to  Begin  in  lSSS-70) 

1S5S-70  1S70-71  1S71-72  1^72-73 

Cost  in  thousands  of  dollars 


S4. 


1S73-74 


TOTALS 


74S.58.204 


V/ATER  DEPARTMENT 

Francisco  Distribution  Tank,  new  construction 

PROJECT  745.58.204,  PROPOSING  THE  SALE  OF 
A  PORTION  OF  THE  FRANCISCO  PJESERVOIR  SITE, 
IS  NOT  IN  CONFORMITY V/ITK  THE  I/IASTER  PLAN. 
THIS  PROPERTY  IS  DESIGNATED  FOR  FUTURE  PARK 
USE  IF  THE  LAND  SHOULD  BE  DECLARED  SURPLUS 
TO  V/ATER  DEPARTMENT  NEEDS. 


345. Go 


345.0 


747.38.202 


TPIE  WATER  DEPARTMENT  SHOULD  EXPLORE  THE 
FEASIBILITY  OF  ALTERNATIVE  METHODS  OF 
FINANCING  FOR  THE  PROPOSED  FACILITY  PRIOR 
TO  1S5S-70. 

Lincoln  Park  Distribution  Tank,  new  construction 

PROJECT  747.  SG. 202  IS  NOT  IN  CONFORMITY 
WITH  THE  MASTER  PLAN,  FOR  IT  PROPOSES  THE 
DIVERSION  OF  PARK  LAND  TO  A  NON-RECREATIONAL 
USE. 

THE  WATER  DEPARTMENT  SHOULD  RE3TUDY  THE 
LOCATION  OF  THE  PROPOSED  FACILITY  IN  CON- 
TUNCTION  WITH  THE  DEPARTMENT  OF  CITY  PU^N- 
NING  AND  OTHER  INTERESTED  AGENCIES  PRIOR  TO 
1959-70. 


500. Or 


400.  Or 


1,000.0 


I 


r-  ■<.  -  .■ 


